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I. INVITATION FOR BID 


Sealed bids are invited and will be received by the Town Manager, Town of Arlington, Massachusetts, until 11:00 A.M., 
Thursday, May 18, 2017 at the Office of the Purchasing Agent, Town Hall, Arlington, Massachusetts 02476, at which 
time and place they will be publicly opened and read. 

A BID DEPOSIT IN THE FORM OF CASH, CERTIFIED CHECK, OR TREASURER'S CHECK, shall accompany 
every bid. The amount of such bid deposit shall be FIVE PERCENT (5%) of the value of the bid. 

Specifications and proposal form s will be available on the Town of Arlington's purchasing web site 
(http://www.arlingtonma.gov/departments/purchasing) or at the Office of the Purchasing Agent, Town Hall, Arlington, 
Massachusetts. All bids must be in sealed envelopes plainly marked: BID ON: MYSTIC RIVERFRONT 
RESTORATION PROJECT, BID# 17-05. 

The conditions of employment as set forth in Sections 26 to 27D and 27F of Chapter 149 of the General Eaws, as 
amended, shall prevail in the execution of the work under this contract. 

Attention is called to the fact that minimum wage rates and health and welfare and pension fund contributions are 
established for this contract and are a part of the specifications. 

Work under this contract shall be governed byM.G.E.Ch.30, Sec. 39M. 

Attestation Forms pursuant to M.G.E. Ch. 62C, Sec. 49A and M.G.E. Ch. 701 of the Acts of 1983 are enclosed and shall 
be submitted with bids. 

Proposals are for restoration of riverfront area along the Mystic River, including construction, landscaping, and drainage 
work. The work is located on Massachusetts Department of Conservation and Recreation property located along Mystic 
Valley Parkway, adjacent to its intersection with Park Street, in the Town of Arlington, MA. 

A Pre-Bid Meeting and site walk will be held at the project site (intersection of Mystic Valley Parkway and Park Street in 
Arlington, MA) on Monday, May 8, 2017, at 10:00 AM. 

Pre-Bid questions shall be submitted in writing to Assistant Town Engineer William Copithome 
( wcopithome@town.arlington.ma.us) and to Senior Planner Nat Strosberg (nstrosberg@town.arlington.ma.us) by 
Wednesday, May 10, 2017, at 4:00 PM. 

It is the intention of the Owner to award the Contract to the lowest qualified responsive bidder. The bidder must 
submit a bid on all bid items in the Contract. 

All proposals to include prices in both writing and in figures, and must be signed by the bidder with his business address. 

An increase or decrease in the quantity of work shall not be regarded as a sufficient ground for an increase in the unit 
prices. 

To receive consideration, bids must be in the hands of the Purchasing Agent or his authorized representative not later than 
the day and hour above mentioned. For further information relative to this bid, please confer with Domenic R. Eanzillotti, 
Director, Purchasing Department, Town Hall, Arlington, Massachusetts, 02476. 

OSHA Construction Training Required: As of July 1,2006, und er M.G.E. -Chapter 30, S ection 39s, any person, 
submitting a bid for, or signing a contract to work on, the construction, reconstruction, alteration, remodeling or repair of 
any public work by the Commonwealth of Massachusetts/Town of Arlington, and estimated by the awarding Authority to 
cost more than $10,000, shall certify on the Bid or Contract, under penalty of perjury, that all employees to be employed 
at the work will have successfully completed a c ourse in construction safety and health approved by the United States 
Occupational Safety and Health Administration that is at least 10 hours in duration 

The Town Manager reserves the right to cancel any invitation for bids, to reject in whole or in part any and all bids, when 
it is deemed in the best interest of the Town of Arlington to do so. 
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Adam W. Chapdelaine 
Town Manager 

|>ate: May 3, 2017~| 
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II. INSTRUCTION TO BIDDERS 


1. Receipt of Bids 

The Town may consider informal any bid not prepared and submitted in accordance with the provisions hereof and 
may waive any informality in or reject any bids. Any bid may be withdrawn before the time for the opening of bids. 
Any bid received after the time and date specified shall not be considered. No bidder may withdraw his/her bid for a 
period of 30 days, excluding Saturdays, Sundays, and legal holidays after actual date of the opening thereof 

2. Preparation of Bid 

Each bid shall be submitted on the forms attached to these documents. The bid form s may be removed and submitted 
separately from the other documents. All blank spaces for bid prices must be filled in with the unit price for the item 
or the lump sum for which the proposal is made. Bidders must bid on each item. All entries in the entire proposal must 
be made clearly, and prices written in both words and figures in the spaces provided. 

Each bid must be in a sealed envelope addressed to the Office of the Purchasing Agent, 730 Massachusetts Avenue, 
Arlington, Massachusetts, 02476; and bearing on the outside the name of the bidder, his/her address, the name of the 
project for which the bid is submitted, and the notation BID ON: MYSTIC RIVERFRONT RESTORATION 
PROJECT, BID# 17-05. 

3. Bid Security 

Every bid submitted by contractors shall be accompanied by a bid deposit in the form of cash, certified check, 
treasurer's or cashier's check, or a bid bond issued by a responsible bank or trust company and made payable to the 
Town of Arlington. The amount of the bid deposit shall be 5% of the amount of the bid. All security except those of 
the three lowest responsible and eligible bidders will be returned within ten days, Saturdays, Sundays, and legal 
holidays excluded, after opening of the bid. All bid securities will be returned on the execution of the contract or if no 
award is made within 30 days, excluding Saturdays, Sundays, and legal holidays, after the actual date of the opening 
thereof, unless forfeited under the conditions herein stipulated. 

In case a party to whom a contract is awarded shall fail or neglect to execute the contract and furnish the satisfactory 
bond in the time specified, the Town may determine the bidder has abandoned the contract and thereupon the proposal 
and acceptance shall be null and void, and the bid security accompanying the proposal shall be forfeited to the Town 
as liquidation damages for such failure or neglect and indemnify the Town for any loss which may be sustained by 
failure of the bidder to execute the contract and furnish the bonds as aforesaid, provided that, in case of death, 
disability, or other unforeseen circumstances affecting the bidder, such bid security may be returned to him/her. 

After execution of the contract and acceptance of the bonds by the Town, the bid security accompanying the proposal 
of the successful bidder will be returned. 

4. Time of Completion 

The bidder must agree to commence work within thirty (30) business days from the date of signing the contract and to 
fully complete the project within the time specified within the Special Provisions section of this document. 

5. Performance and Labor Material Bonds 

A bond in the sum of 50% of the total amount of the Contract by the successful bidder and an additional bond in equal 
amount covering the payment for all labor and materials used in the work will be required. A surety company 
authorized to do business in Massachusetts and satisfactory to the Town of Arlington must provide these bonds. These 
bonds will be required at the execution of the contract. Attomeys-in-fact who sign contract bonds must file with each 
bond a certified and effectively dated copy of their power of attorney. 
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T.ABOR & MATERTAT.S BOND 


KNOW BY ALL MEN BY THESE PRESENTS, that _ 

as principals, and_as surety are held and firmly bound unt o the 

Town of Arlington, in the sum of_lawful money of the United 

States of America, to be paid to the Town of Arlington, for which payments, well and truly to be made, we bind ourselves, 
our respective heirs, executors, administrators, successors and assigns, jointly and severally, firmly by these presents. 


WHEREAS, the said principal has made contract with the Town of Arlington bearing the date of 
_, for Installation of an Ultra-Thin Bonded Wearing Course 


Surface Treatment in the Town of Arlington. 


Now the condition of this obligation is such that if the principal shall pay for all labor performed or furnished and for all 
materials used or employed in said contract and in any and all duly authorized modifications, alterations, extensions of 
time, changes or additions to said contract that may hereafter be made, notice to the surety of such modifications, 
alterations, extensions of time, changes or additions being hereby waived, the foregoing to include any other purposes or 
items set out in, and to be subject to, the provisions of Massachusetts General Eaws ( Ter. Ed.), Chapter 30, Section 39A 
as amended and Chapter 149, Section 29 as amended, then this obligation shall become null and void; otherwise it shall 
remain in full force and virtue. 


IN WITNESS WHEREOF we hereunto set our hands and seals this _ day of 

2016. 


SEAE 

SEAE 

PRINCIPAE 

SEAL 

SURETY 
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6. Laws and Regulations 

The bidder's attention is directed to the fact that all applicable State laws, Town of Arlington Bylaws, municipal 
ordinances, and the rules and regulations of all authorities having jurisdiction over construction of the project shall 
apply to the contract throughout, and they shall be deemed to be included in the contract the same as though herein 
written out in full. 

7. Withdrawal of Bids 

Upon proper written request and identification. Bids may be withdrawn only as follows: 

1. At any time before the designated time for the opening of Bids. 

2. Death or serious injury of a principal. 

3. With the written approval of the Town of Arlington Office of the Purchasing Director. 

4. At any time after the expiration of the period during which withdrawal is prohibited provided the 
bid has not been accepted by the Town. 

8. Execution of Contract 

The party to whom the contract is awarded shall be required to execute the contract and furnish the bonds duly 
executed with a satisfactory surety company within 10 days, excluding Saturdays, Sundays, and legal holidays, of the 
date of the mailing of the notice to the bidder according to the address given by him/her, that the contract is ready for 
execution. 

9. Obligation of Bidder 

At the time of the opening of bids, each bidder shall be presumed to have read and to be thoroughly familiar with the 
contract documents. The failure or omission of any bidder to receive or examine any form, instrument, or documents 
shall in no way relieve any bidder from the obligation in respect to his bid. 

10. Omissions, Discrepancies, Interpretations and Addenda 

Should a bidder find discrepancies in, or omissions from, the drawings or contract documents, or should he/she have 
questions as to the interpretation of the plans or contract documents he/she shall submit such in writing to the Director 
of Purchasing at least five (5) days before the date herein set for the opening of bids. An interpretation will be mailed 
by certified mail to prospective bidders at the addresses given by them on or about two (2) days before the opening of 
bids. Signed copies of all addenda shall be included with the bid; omission of the signed addendum shall be cause for 
rejection of the bid. 

11. Record of Address 

Prospective bidders shall at the time plans and specifications are secured place on file with the Director of Purchasing 
their address, and are required to make any changes necessary to insure that the record is accurate, complete, and up to 
date. 

12. Massachusetts Sales and Use Tax 

Materials purchased for permanent installation in the work will be exempt from the Massachusetts Sales and Use tax. 
Each bidder shall consider this exemption in calculating his/her bid for the work. 

13. State Tax Affidavit 

Prospective bidders are required to certify that all state tax returns have been filed and all state taxes have been paid in 
order to be eligible to enter into a contract with the Town on this project. The included form is to be used for this 
purpose and is to be completed and returned as part of the bid and proposal. 
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14. Minimum Wage Rates 

Prevailing rates for wages for work performed under this Contract will be as predetermined by the Co mm issioner of 
Labor and Industries of the Commonwealth of Massachusetts in accordance with the provisions of Sections 261 o 
27D, inclusive, of c.149 of M.G.L. A schedule of the prevailing wages is included in the Minimum Wage Rates 
Section. 

15. Sub-bids 

No sub bids shall be sought in connection with this Contract. 

16. Supplemental Information 

All bidders shall submit the following supplemental information with a fee proposal: 

1. Name, address and phone number of a minimum of three (3) references that can vouch 
for the performance of the bidder 

2. Proof of Liability and Worker's Compensation Insurance Coverage 

3. Completed tax attestation form 

4. Bid deposit 
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III. PROPOSAL 


For Bid 17-05, Mystic Riverfront Restoration Project: 

To the Town of Arlington, Massachusetts, acting through its Town Manager the undersigned, as bidder, declares as 
follows: 

1) The only persons or parties interested in this proposal as principals are named in this proposal; 

2) This proposal is made without collusion with any other person, firm or corporation; 

3) He has carefully examined the location of the proposed work and the annexed proposed form 
of contract, and the drawings and specifications therein referred to; 

4) This proposal is based solely on his own investigation and research and not in reliance upon 
any plans, surveys, measurements, dimensions, calculations, estimates, borings, test pits, 
soundings, or representations of any employee, officer, or agent of the Town; 

and the undersigned proposes and agrees that if this proposal is accepted he will contract with the Town, this Proposal 
form being part of and included in said contract, to provide all necessary machinery, tools, apparatus and other means of 
construction and to furnish all the labor, supervision, materials, permits and other requisites not expressly stated, 
necessary to complete the contract in the manner and time therein prescribed and according to the requirements of the 
plans and specifications; and that he will take in full payment thereof the following sums to with: 
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Town of Arlington 

Department of Public Works 
Engineering Division 


Item 

Estimate 

Description 

Proposal 

Quantity 

Unit 

Unit Price 

Amount 

1 

1 

LS 

Erosion and Sedimentation 
Control 

$ 

/LS 

$ 

2 

1 

LS 

Landscaping 

$ 

/LS 

$ 

3 

1 

LS 

Drainage Infrastructure 
Demolition 

$ 

/LS 

$ 

4 

100 

CY 

Excavation 

$ 

/CY 

$ 

5 

150 

SY 

Grading and Compaction 

$ 

/SY 

$ 

6 

25 

CY 

Processed Gravel 

$ 

/CY 

$ 

7 

50 

CY 

Dense-Graded Crushed Stone 

$ 

/CY 

$ 

8 

30 

TON 

Riprap 

$ 

/TON 

$ 

9 

15 

TON 

Peastone Gravel 

$ 

/TON 

$ 

10 

1 

EA 

Flared End Unit 

$ 

/EA 

$ 

11 

1 

LS 

Granite Block Installations 

$ 

/LS 

$ 

12 

1 

EA 

Granite Sign Post 

$ 

/EA 

$ 


Total: 

$ 
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Locus Map 




















BID SUMMARY 


Bidder: 


Base Bid - Mystic Riverfront Restoration Project Total: 


(Bid in Words) 


(Bid in Figures) 







The above estimated quantities are an approximate statement of the extent of the work to be done; the Town does not 
expressly or by i mplication agree that the actual amount of work will correspond therewith but reserves the right to 
increase or decrease the amount of any class or portion of the work or to delete certain items of work, as may be deemed 
necessary, to keep within available funds. 

The undersigned as b idder, agrees that for extra work, if any, he will accept compensation as stipulated in the annexed 
form of CONTRACT. 

If this proposal shall be accepted by the Town, and the undersigned shall fail to execute the contract for the work and 
deliver same to the Town, together with the duly executed Performance Bond and Labor and Material Payment Bond, 
with sureties satisfactory to the Town, within ten (10) days from the date of mailing of a notice from the Town to him at 
the address herein given that the proposed contract is ready for execution, then the Town at its option may determine that 
the undersigned has abandoned the said contract and thereupon if it so determines , the bid security accompanying this 
proposal shall become the property of the Town as liquidated damages; otherwise the accompanying security shall be 
returned to the undersigned. 

All bidders will be required to show that they have previously completed projects of the same type in a satisfactory 
manner, namely, site excavation, site grading, utility installation, landscape construction, and tree installations. 

The bidder awarded this contract will have to show that they have successfully completed at least three (3) contracts of 
similar work in the $25,000-100,000 (dollar) range in the previous five (5) years. 

In addition, if the successful bidder contemplates using sub-contractors, said sub-contractor will be held to the same 
standards as noted above. 

Before starting work, the contractors (includes the general contractor, for itself and its subcontractors, as well as all filed 
sub-bid contractors) will submit plans for achievement of the equal opportunity goals of the contract. All contractors will 
be required to make a good faith effort to achieve these goals. The plan will indicate if the contractors expect to achieve 
the requirements during the first quarter. If there are any reasons why the contractors do not expect to achieve the 
requirements during the first quarter year of the contract construction phase, then the contractors shall provide a plan 
calculated to address, to the extent reasonably possible, these obstacles to a good faith effort to achieve such goals. 

Not more than ten days following the end of each work quarter, the contractors will report on the achievement of the 
goals, the detailing the good faith efforts that have been made and will continue to be made and any other appropriate 
efforts not yet undertaken. 

All reports will be signed by an officer or principal of the company who has the authority to contractually obligate the 
company. 

The bidder is required to furnish a financial statement and give references that will enable the Town to judge his business 
standing. 
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CERTTFTCATTON OF TAX COMPTJANCE 


Pursuant to MGL c. 62C, § 49A and requirements of the Town of Arlington, the undersigned acting on behalf of the 
Contractor certifies under the penalties of perjury that the Contractor is in compliance with all laws of the Commonwealth 
relating to taxes including payment of all local taxes, fees, assessments, betterments and any other local or municipal 
charges (unless the Contractor has a pending abatement application or has entered into a payment agreement with the 
entity to which such charges were owed), reporting of employees and contractors, and withholding and remitting child 
support.* ** *** 


** Signature of Individual or Corporate Contractor 


Printed Name 


***Contractor's Social Security Number or 
Federal Identification Number 


Date 


* The provision in this Certification relating to child support applies only when the Contractor is an individual. 

** Approval of a contract or other agreement will not be granted until the City receives a signed copy of this Certification. 

*** Your social security number may be furnished to the Massachusetts Department of Revenue to determine whether you have met tax filing or tax 
payment obligations. Providers who fail to correct their non-filing or delinquency will not have a contract or other agreement issued, renewed, or 
extended. 
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CERTTFTCATE OF NON-COTJJJSTON 


The undersigned certifies under penalties of perjury that this bid or proposal has been made and submitted in good faith 
and submitted in good faith and without collusion or fraud with any other person. As used in this certification, the word 
“person” shall mean any natural person, business, partnership, corporation, union, committee club, or other organization, 
entity, or group or individuals. 


(Signature of Individual) 


(Name of Business/Corporation) 
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IV. CONTRACT 


1. Definitions 

Wherever the word “Town”, “Contractor”, or “Engineer” or pronouns used in place of them occur in this 
contract, they shall have the following meanings: 

1. The word “Town” shall mean the party of the first part above designated, or any board, office, or 
agent duly authorized to act for said party of the first part in the matter covered by this contract. 

2. The word “Contractor” shall mean the party of the second part above designated entering into this 
contract for the performance of the work required, the legal representative of said party, or the agent 
appointed to act for said party in performance of the work. 

3. The word “Engineer” shall mean the Town Engineer of the Town of Arlington, acting directly or 
through an authorized representative, acting within the scope of the particular duties entrusted to him. 

2. Parts of Contract 

It is agreed that the Information for Bidders, the Proposal submitted by the Contractor, the General 
Conditions, the Special Provisions, the Specifications, the Contract Drawings/Plans, and all Addenda are 
made parts of this contract. 

The table of contents, titles, indexes, and headings contained herein and in said documents are solely to 
facilitate reference to various provisions of the Contract Documents and in no way affect, limit or cast light on 
the interpretation of the provisions to which they refer. 

3. Obligations of the Contractor 

The contractor shall do all the work and furnish all services, tools, equipment, appliances, plant and labor 
necessary and furnish all materials except as may be otherwise specified herein, necessary or proper for 
performing and completing the work required by this Contract, with appurtenances of every ki nd complete in 
the manner and within the time specified. 

All work to be performed and materials to be furnished under this contract shall be performed, furnished and 
completed pursuant to and strictly in conformance with the contract drawings, sometimes referred to herein as 
the “plans”, the attached specifications, and the directions of the Engineer as given from time to time during 
the progress of the work. The Contractor shall complete the entire work in accordance with the specifications 
and drawings herein mentioned and at the prices herein agreed upon and therefore fixed. 

4. Liability of the Contractor 

The Contractor shall take all responsibility for the work done under this contract, for the protection of the 
work, and for preventing injuries to persons and damage to property and utilities on or about the work. He 
shall in no way be relieved of his responsibility by any right of the Engineer to give permission or directions 
relating to any part of the work, by any such permission or directions given, or by failure of the Engineer to 
give such permission or direction. 

The Contractor shall bear all losses resulting to him or the Town on account of the quantity or character of the 
work, because the nature of the land in or on which the work is done is different from what was estimated or 
expected, or on account of the weather, elements, or other causes. 

The Contractor shall assumed the defense of all claims of whatsoever character against the Contractor or the 
Town and indemnify and save harmless the Town, its officers, or agents against all claims for injury or 
damage to persons, corporations, or property arising out of the work done under this contract whether said 
claims arise out of negligence or not, or whether said claims are groundless, false, or fraudulent or not, and 
from all claims relating to labor and materials furnished for the work. 
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The Contractor shall conduct his operations so as not to damage existing structures or work installed either by 
him or by other contractors. In case of any such damage resulting from his operations, he shall repair and 
make good as new the damaged portions at his own expense with the consent of the damaged party. In the 
event that consent is not given, the Contractor shall not be relieved thereby of liability for the damage caused. 

5. Authority of the Engineer 

The Engineer shall have the authority to stop the work whenever such stoppage may be necessary in his 
opinion to prevent improper execution of the work. 

The sequence of execution of the work and the general conduct of the work shall be subject to the approval of 
the Engineer who shall have authority to direct changes be made in such sequence where public necessity or 
welfare shall require, which approval or direction shall, however, in no w ay affect the responsibility of the 
Contractor in the conduct of the work. 

Whenever the Contractor is not present on any part of the work where it may be necessary to give directions, 
such directions may be given by t he Engineer and shall be received and obeyed by the superintendent or 
foreman who may have charge of the particular work involved. 

6. Engineer to Decide 

The Engineer shall make all necessary interpretations as to the meaning and intention of the Contract 
Drawings, Specifications, and other parts of this Contract. H e shall give all orders and directions 
contemplated therein or thereby, and in every case in which a difficult or unforeseen condition shall arise in 
the performance of the work required by this contract. 

The Engineer shall in all cases determine the amount, quality, acceptability and fitness of the several kinds of 
work and materials which are to be paid under this contract, and shall decide all questions which may arise as 
to the fulfillment of this contract. In the event that a determination or decision of the Engineer is questioned 
by the Contractor, the decision of the Engineer shall be a condition precedent to the Contractor’s right to 
receive any money for the work or materials to which the question or difference in opinion relates. 

7. Time for Commencing Work 

The Contractor shall commence the work within thirty (30) calendar days after signing the contract, or as 
directed by the Town. 

Such time of starting may be postponed by written agreement between the Town and the Contractor because 
of expected delays in receipt of materials and equipment, if the season is unsuitable for co mm encement of the 
work, or because of any other contingency clearly beyond the control or responsibility of the Contractor. 
Unless stipulated otherwise in said agreement, the Contractor shall commence work at such points as the 
Engineer may direct or approve within thirty (30) calendar days after the receipt of a written order from the 
Town to start work. 

8. No Damages for Certain Delays 

The Town may delay the commencement of the work, or any part thereof, for the reason that it has not 
acquired the necessary land or rights of way, or for any other reason. The Contractor shall have no claim for 
damages on account of such delay, or on account of any delay on the part of the Town in performing any 
work or furnishing any materials to the Contractor, or due to extra work required, but he shall be entitled to so 
much additional time in which to complete the whole or any portion of the work required under this contract. 
The Contractor shall have no claim for damages on account of any delay on the part of another contractor, but 
shall have such additional time in which to complete the work. 
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9. Time for Completion 

The rate of progress shall be such that the whole work shall be performed in accordance with the terms of this 
contract before the expiration of the time limit stipulated under special conditions, unless and except as any 
part may be delayed under the provisions of this contract. 

It is agreed that the rate of progress herein required has been purposely made long enough to allow for the 
ordinary delays incident to construction work of this character. N o extension of time will be made for 
ordinary delays, inclement weather, and accidents, and the occurrence of such will not relieve the Contractor 
from the necessity of maintaining this rate of progress. 

If delays are caused by acts of God, acts of Government or State, strikes, extra work, or other contingencies 
clearly beyond the control or responsibility of the Contractor, the Contractor shall be entitled to so much 
additional time where in to perform and complete this contract on his part as the Engineer shall certify in 
writing to be just.* 

*This paragraph will be interpreted to included delays in receipt of equipment provided that the Contractor placed his 
order and submitted shop drawings for such equipment promptly after execution of the contract, that he has shown 
diligence in following the progress of the order, and that the time required for delivery is in accordance with conditions 
generally prevailing in the industry. 

The time in which this contract is to be performed and completed is of the essence of this agreement. 

10. Competent Men to be Employed 

The Contractor shall have as his agent on the work a competent superintendent capable of reading and 
thoroughly understanding the drawings and specifications. The superintendent on the work shall have full 
authority to execute the directions of the Engineer without delay and supply promptly such materials, 
equipment, tools, labor, and incidentals as may be required. 

The Contractor shall employ only competent men to do the work, and whenever the Engineer shall notify the 
Contractor in writing that any man on t he work is, in his opinion, incompetent, unfaithful, disorderly or 
otherwise unsatisfactory, such man shall be discharged from the work and shall not again be employed on it 
accept with the consent of the Engineer. 

11. Access to Work 

The Town, its agents and employees may at all times enter upon the work or premises used by the Contractor, 
and the Contractor shall provide safe and proper facilities for such entrance and for the inspection of 
materials, equipment and workmanship. 

Other contractors of the Town may also, for the purpose which may be required by their contracts or work, 
enter upon the work and premises used by the Contractor. Any differences or conflicts which may arise 
between the Contractor and other contractors of the Town in regard to their work shall be determined and 
adjusted by the Engineer. 

12. Defective Work, Materials or Equipment 

The inspection of the work shall not relieve the Contractor or any of his obligations to fulfill his contract as 
herein prescribed, and defective work shall be made good and unsuitable materials or equipment shall be 
rejected, notwithstanding that such work, and materials or equipment have been previously overlooked by the 
Engineer and accepted or estimated for payment or paid for. If the work or any part thereof shall be found 
defective at any time before the final acceptance of the whole work, or the final payment therefore, the 
Contractor shall forthwith make good such defect, in a manner satisfactory to the Engineer; if any material or 
equipment brought upon the ground for use in the work, or selected for the same, shall be condemned by the 
Engineer as unsuitable or not in conformity with the specifications, the Contractor shall forthwith remove 


16 



such materials or equipment from the vicinity of the work, and any material frrmished by the Town which 
shall be damaged or rendered defective by the handling or improper installation by the Contractor, his agents, 
or employees shall be made good and replaced at the Contractor’s own expense. 

13. Mistakes of Contractor 

The Contractor shall make good any defects, omissions, or mistakes for which he or his employees are 
responsible at his own cost, or he shall pay to the Town all expenses, losses, and damages incurred therefrom 
as determined by the Engineer. 

14. Discrepancies, Errors and Omissions 

The drawings and specifications are intended to be explanatory of each other, but, should any discrepancy 
appear or any misunderstanding arise as to the import of anything contained in either, the interpretation and 
decision of the Engineer shall be final and binding on both parties to this contract. 

Any correction of errors or omissions in drawings and specifications may be made by the Engineer when such 
correction is necessary for the proper fulfillment of their intention as construed by him. Where said 
correction of errors or omissions, except as provided in the next two paragraphs below, adds to the amount of 
work to be done by the Contractor, compensation for said additional work shall be made under the item for 
Extra Work except, where the additional work may be classed under some item of work for which a unit price 
is included in the PROPOSAL. 

The fact that specific mention of a fixture or of any part of the work is omitted in the specifications, whether 
intentionally or otherwise, when the same is clearly indicated on the drawings, or is usually and customarily 
required to complete frilly such work as is specified herein, will not entitle the Contractor to consideration in 
the matter of any claim for extra compensation, but the said fixtures or work or both shall be installed or done 
the same as if called for both by the drawings and by the specifications. 

All work mentioned in the specifications and not indicated on the drawings, or vice versa, and all work and 
material usual and necessary to make the work complete in all its parts, whether or not they are mentioned in 
the specifications, or indicated on the drawings, shall be furnished and executed the same as if they were 
called for both by the specifications and by the drawings. 

15. Right to Materials 

All materials shall become the property of the Town after they have been affixed or attached to the soil or to 
the work, and nothing in this contract shall be construed as vesting in the Contractor any right or property in 
the materials after their being so affixed or attached. 

16. Compliance with Laws, Ordinances, and Regulations 

The Contractor shall keep himself frilly informed of all existing and future State and National laws and 
municipal ordinances and regulations in any manner affecting those engaged or employed in the work, the 
materials used in the work, or the conduct of the work, and of all such orders and decrees of bodies or 
tribunals having any jurisdiction or authority over the same. If any discrepancy or inconsistency is discovered 
in the plans, drawings, specifications, or contract for this work, in relation to any such law, ordinance, 
regulation, order or decree, he shall forthwith report the same to the Engineer in writing. He shall at all times 
himself observe and comply with, and cause all his agents and employees to observe and comply with, all 
such existing and future laws, ordinances, regulations, orders and decrees; and he shall protect and indemnify 
the Town, its officers, and agents against any claim or liability arising from or based upon violation of any 
such law, ordinance, regulation, order, or decree, whether by himself or his employees. 
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17. Provisions Required by Law Deemed Inserted 

Each and every provision of law and clause required by law to be inserted in this contract shall be deemed to 
be inserted herein and the contract shall be read and enforced as though it were included herein, and if 
through mistake or otherwise any such provision is not inserted, or is not correctly inserted, then upon the 
application of either party the contract shall forthwith be physically amended to make such insertion or 
correction. 

18. Work Hours 

General work hours shall be as follows: 

1. Monday - Friday from 7:00 AM - 5:00 PM. 

No work shall be done at night or on Sunday except: 

1) Usual protective work, such as pumping and the tending of lights and fires; 

2) Work done in case of emergency threatening injury to persons or property; 

3) If all of the conditions set forth in the next paragraph below are met. 

No work other than that included in 1 and 2, above, shall be done at night except when: 

a) In the opinion of the Engineer, the work will be of advantage to the Town and can be performed 
satisfactorily at night; 

b) The work shall be done by a crew organized for regular and continuous night work; 

c) The Engineer has given written permission for such night work. 

Work shall be completed during periods of dry weather to the extent practical. 

19. Intoxicating Liquors 

The contractor shall not sell and shall neither permit nor suffer the sale, the introduction or use of intoxicating 
liquors upon or about the work under this contract. 

20. Permits and Notices 

The project work will be completed onDCR property and will require a DCR Construction/Assess Permit. 
The Town shall file and pay for this permit as the Permit Signatory/Proponent, naming the Contractor as the 
On-Site Contract. The Contractor shall, at his own expense, take out any additional permits as required by 
county, municipal, or other public authorities; shall give all notices required by law or ordinances; and shall 
post all bonds and pay all fees and charges incident to the due and lawful prosecution of the work covered by 
this contract. 

21. Patents 

The Contractor shall indemnify and save harmless the Town and all persons acting for or on behalf of the 
Town from all claims and liability of any nature or kind, including costs and expenses, arising from or 
occasioned by any infringement or alleged infringement of patent rights on any invention process, article, or 
apparatus, or any part thereof, furnished and installed by said Contractor or arising from or occasioned by the 
use of manufacture thereof, including their use by the Town. 

22. Insurance 

The Contractor shall not co mm ence work under this contract until he has obtained all the insurance required 
under this paragraph and such insurance has been approved by the Town, nor shall the Contractor allow any 
subcontractor to comment work on his subcontract until the insurance required of the subcontractor has been 
so obtained and approved. 
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A. Compensation Insurance: The Contractor shall procure and shall maintain during the life of this 
contract Workmen’s Compensation Insurance as required by applicable State or territorial law for all of 
his employees to be engaged in work at the site of the project under this contract and, in case of any such 
work sublet, the Contractor shall require the subcontractor similarly to provide Workmen’s Compensation 
Insurance for all of the latter’s employees to be engaged in such work unless such employees are covered 
by the protection afforded by the Contractor’s Workmen’s Compensation Insurance. In case any class of 
employees engage in hazardous work on the project under this contract is not protected under the 
Workmen’s Compensation Statue, the Contractor shall provide adequate employer’s liability insurance 
for the protection of such of his employees as are not otherwise protected. 

B. Contractor’s Public Liability and Property Damage Insurance: The Contractor shall maintain during the 
life of this contract Contractor’s Public Liability Insurance and Contractor’s Property Damage Insurance 
to the limits specified under SPECIAL CONDITIONS. 

C. Subcontractor’s Public Liability and Property Damage Insurance: The Contractor shall either (1) require 
each of his subcontractors to procure and to maintain during the life of his sub-contract. Subcontractor’s 
Public Liability and Property Damage Insurance of the type and to the limits specified under SPECIAL 
CONDITIONS or, (2) insure the activities of his subcontractors in his policy, specified in subparagraph 
(b) hereof 

D. Scope of Insurance: The insurance required under sub-paragraphs (b) and (c) hereof shall provide 
adequate protection for the Contractor and his subcontractors, respectively, against damage claims which 
may arise from operations under this contract, whether such operations be by the insured or by anyone 
directly or indirectly employed by him. 

E. Proof of Carriage of Insurance: The Contractor shall furnish the Town with certificates showing the type, 
amount, class of operations covered, effective dates and dates of expiration of policies. Such certificates 
shall also contain substantially the following statement: “The insurance covered by this certificate will 
not be cancelled or materially altered, except after fifteen (15) days written notice has been received by 
the Town.” If the initial insurance expires prior to completion of the work, renewal certificates shall be 
furnished by the date of expiration. 

23. Work Not to be Sublet or Assigned 

The Contractor shall give his personal attention constantly to the faithful prosecution of the work, shall keep 
the same under his personal control, and shall not assign by power of attorney or otherwise, or sublet, the 
work or any part thereof without the previous written consent of the Town, and shall not, either legally or 
equitably, assign any of the moneys payable under this agreement, or his claim thereto, unless by and with the 
like consent of the Town and the Surety on the Bonds. 

24. Alterations 

The Engineer may be written order, and not otherwise, make alterations in the line, grade, plan, form, 
dimension or materials of the work, or any part thereof, either before or after the commencement of 
construction. If such alterations make the work less expensive to the Contractor, a proper deduction shall be 
made from the contract price, said deduction to be computed on the same basis as that specified under Extra 
Work for determining the value of approved extra work, unless there be applicable unit prices established by 
this contract, in which event the unit prices shall prevail. 

The Contractor shall have no c laims for damages or for anticipated profits on the work that thus may be 
dispensed with. (If such alterations make the work more expensive, a proper addition computed in the 
aforementioned manner shall be made to the contract price. A ny such deduction or addition shall be 
determined by the Engineer.) 
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25. Extra Work 


The Contractor shall do any work not herein otherwise provided for, when and as ordered in writing by the 
Town or his agents specially authorized thereto in writing, and shall, when requested by the Town so to do, 
furnish itemized statements of the cost of the work ordered and give the Town access to accounts, bills and 
vouchers relating thereto. 

If the Contractor claims compensation for extra work not ordered as aforesaid, or for any damage sustained, 
he shall within one week after the beginning of any such work or of the sustaining of any such damage, make 
a written statement of the nature of the work performed or damage sustained, to the Town and shall on or 
before the fifteenth day of the month succeeding that in which any such extra work shall have been done or 
any such damage shall have been sustained, file with the Town an itemized statement of the details and 
amount of such work or damage: and unless such statements shall be made as so required, his claim for 
compensation shall be void, and he shall not be entitled to payment on account of any such work or damage. 
The Contractor shall not include in the cost of extra work any cost or rental of small tools, buildings, or any 
portion of the time of the Contractor, his superintendent, or his office and engineering staff. 

In the alternative, the extra work order may provide that the Contractor shall receive an amount equal to the 
actual cost of such extra work computed on the basis of the foregoing sub-sections (a) through (g) but limited 
by a predetermined lump sum maximum amount. 

The determination of the Town shall be final upon all questions of the amount and value of extra work, 
provided that such extra work has been performed under a work order approved in writing by the Town as 
required by the terms of this contract. 

The Town shall pay and the Contractor shall receive for everything furnished and done by the Contractor to 
the satisfaction of the Town under an approved extra work order a predetermined lump sum amount computed 
on the basis of the following: 

A. the actual cost of labor employed directly on the work at prevailing rates of wages. 

B. the cost of the amounts of additional premium paid on the required insurance on account of such extra 
work, of Social Security or other direct assessments upon the Contractor’s payroll by Federal or other 
properly authorized public agencies, and of other approved assessments when such assessments are not 
normally included in payments made by the Contractor directly to his employees, but are recognized to be 
part of the cost of doing work. 

C. the reasonable cost of materials incorporated in the work. 

D. the reasonable cost at fair market rental rates for equipment employed directly on the work. 

E. 15% of (a) (b) (c) and (d) for overhead and profit. (On subcontract work, this 15% will be allowed only 
to the subcontractor). 

F. an additional 5% of (a) (b) (c) (d) and (e) on work performed by a subcontractor of the Contractor. 

26. Extension of Time on Account of Extra Work 

When extra work is ordered near the completion of the contract or when extra work is ordered at any time 
during the progress of the work which requires in the opinion of the Engineer an unavoidable increase of time 
for the completion of the contract, a suitable extension of the time for completion shall be made. 

27. Changes Not to Affect Bonds 

It is agreed and understood that any changes made in the drawings and specifications for this work (whether 
such changes increase or decrease the amount thereof) or any change in the manner or time of payments made 
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by the Town to the Contractor shall in no way annul, release, or affect the liability and surety on the bonds 
given by the Contractor. 

28. Completion of Work if Contract is Not Fulfilled 

If the Contractor shall be adjudged bankrupt, or if he shall make a general assignment for the benefit of his 
creditors, or if a received shall be appointed of his property, or if the work to be done under this contract shall 
be abandoned, or if this contract or any part thereof shall be sublet without the previous written consent of the 
Town, or if the contract or any claim thereunder shall be assigned by the Contractor otherwise than as herein 
specified, or if at any time the Engineer shall be of the opinion , and shall so certify in writing to the Town 
that the conditions herein specified as to the rate of progress are not fulfilled, or that the work, or any part 
thereof, is unnecessarily or unreasonably delayed, or that the Contractor has violated any of the provisions of 
this contract, the Town may terminate to contract and hold the Contractor and his sureties liable in damages as 
for a breach of contract by an abandonment thereof by him, or the Town may notify the Contractor to 
discontinue all work, or any part thereof; and thereupon the Contractor shall discontinue all work, or any part 
thereof, as the Town may designate and the Town may thereupon, by contract or otherwise, as it may 
determine, complete the work, or such part thereof, and charge the entire expense for so completing the work, 
or part thereof, to the Contractor: and for such completion the Town, for itself or its contractors, may take 
possession of and use or cause to be used in the completion of the work or part thereof any of such materials, 
machinery, implements and tools of every description as may be found upon the line of said work. The Town 
may, at its option, require the surety or sureties to complete the contract. The Town shall not be liable for any 
depreciation, loss or damage to said materials, machinery, implements or tools during said use, nor until such 
as are not incorporated in the work are removed by the Contractor after completion of the work. Unless so 
removed within fifteen days after mailing of notice so to do, they may be sold at public auction, after 
publication of notice thereof at least twice in any newspaper published in the county where the work is being 
performed, and the proceeds credited to the Contractor’s account; or they may, at the option of the Town, be 
stored at the Contractor’s expense subject to a lien for the storage charges. 

If the Engineer shall certify as aforesaid as to the rate of progress, the Town may, instead of notifying the 
Contractors to discontinue all work or any part thereof, notify him from time to time to increase the work 
force, equipment and plant, or any of them, employed on the whole or any part of the work, stating the 
amount of increase required; and unless he shall, within five days after any such notice, increase his force, 
equipment and plant to the extent required therein, and maintain and employ the same from day to day until 
the condition as to the rate of progress shall, in the opinion of the Engineer, be fulfilled, the Town may 
employ and direct the labors of such additional force, equipment and plant as may, in the opinion of the 
Engineer, be necessary to insure the completion of the work or such part thereof within the time herein 
specified, or at the earliest possible date thereafter, and charge the expense thereof to the Contractor. Neither 
the notice from the Town to the Contractor to increase his force, equipment or plant, not the employment of 
additional force, equipment or plant by the Town shall be held to prevent a subsequent notice from the Town 
to him to discontinue work under the provisions of the preceding portion of this section. 

All expenses charged under this section shall be deducted and paid by the Town out of any moneys then due 
or to become due the Contractor under this contract, or any part thereof; and in such accounting the Town 
shall not be held to obtain the lowest figures for the work of completing the contract or any part thereof, or for 
ensuring its proper completion, or for the additional force, equipment or plant that may be employed, but all 
sums actually paid therefore shall be charged to the Contractor. In case the expenses so charged exceed the 
sum that would have been payable under this contract if the same had been completed by the Contractor, the 
Contractor shall pay the amount of the excess to the Town, upon completion of the work, without further 
demand being made therefore. 


21 



29. Compensation for Work 

The Town shall pay, and the Contractor shall receive, the prices stipulated in the Proposal attached hereto as 
full compensation for everything furnished and done by the Contractor under this contract, including all work 
required but not specifically mentioned, and also for all loss or damage arising out of the nature of the work 
aforesaid, or from the action of the elements, or from any unforeseen obstruction or difficulty encountered in 
the prosecution of the work, and for all risks of every description connected with the work, and for all 
expenses incurred by or in consequence of the suspension or discontinuance of the work as herein specified 
and for well and faithfully completing the work, and the whole thereof, as herein provided. 

30. Money may be Retained 

The Town may keep any money which would otherwise be payable at any time hereunder; may apply the 
same or so much as may be necessary therefore to the payment of any expenses, losses, or damages incurred 
by the Town and determined as herein provided; and may retain, until all claims are settled, so much of such 
money as the Town is of the opinion will be required to settle all claims filed with the Town, its officers, and 
agent relating to this contract. 

31. Estimates and Payments 

The Engineer shall, on or about the first day of each month, except as hereinafter provided, make an estimate 
in writing of the total amount and value of the work done to the first of the month by the Contractor. The 
Town shall retain a percentage of such estimated value, as set forth under SPECIAL CONDITIONS, as part 
security for fulfillment of this contract by the Contractor and shall deduct from the balance all previous 
payments and all sums to be retained under the provisions of this contract. The Town shall pay monthly to 
the Contractor the balance not retained as aforesaid, except that payment may be withheld at any time if the 
work is not proceeding in accordance with the contract. The Town may cause estimates and payments to be 
made more frequently than once in each month. 

Estimates of lump-sum items shall be based on a schedule dividing each item into is appropriate component 
parts together with a quantity and a unit price for each part such that the sum of the products or prices and 
quantities will equal the contract price for the item. This schedule shall be submitted by the Contractor for the 
approval of the Engineer before the first estimate becomes due. 

If the Engineer determines that the progress of the work will be benefited by the delivery to the site of certain 
materials and equipment, when available, in advance of actual requirement therefore and if such materials and 
equipment are delivered and properly stored and protected, the cost to the Contractor or subcontractor as 
established by invoices or other suitable vouchers may be included in the estimates. 

The Engineer shall, as soon as practicable (but not more than 65 days) after the completion of the work under 
this contract, make a final estimate in writing of the quantity of work done under the contract and the amount 
earned by the Contractor. The Engineer also shall fix the date of completion of said work and incorporate the 
same into final estimate. 

The Town shall pay to the Contractor the entire sum found to be due hereunder after deducting therefrom all 
previous payments, all amounts to be kept, and all amount to be retained under the provisions of this contract. 
Such payment shall be made not later than 15 days after, but in no event before the expiration of the time 
within which claims for labor performed and materials used or employed must be entered under the Lien Law, 
or, if such time is not specified by law, the expiration of 30 days after the completion of the final estimate. 

All quantities shown on progress estimates and all prior payments shall be subject to correction in the final 
estimate and payment. 
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32. Partial Payment Not Acceptance 

It is agreed that this is an entire contract for one whole and complete work and that no partial payments on 
account by the Town nor the use of parts of the proposed equipment shall constitute an acceptance of any part 
of the work before its entire completion and final acceptance. 

33. Liens 

If at any time before the expiration of the period within which claims must be entered under the Lien Law, or 
if not otherwise specified by law, within 30 days after the whole work herein agreed to be delivered have been 
performed, delivered, or completed and accepted by the Town, any person or persons claiming to have 
performed any labor or furnished any materials toward the performance or completion of this contract shall 
file with the Town suitable notice, the Town shall retain, until the discharge thereof, from the moneys under 
its control so much of such money as sufficient to satisfy and discharge the amount claimed to be due in such 
notice, together with the cost of any action or actions brought to enforce such lien created by the filing of such 
notice. 

34. Waiver 

Neither the inspection by the Engineer, not any act of thing done by the Town or its agents other than an 
express waiver by vote of the Town shall operate as a waiver of any provision of this contract; nor shall any 
waiver of any breach of this contract be held to be a waiver of any other subsequent breach. Any remedy 
provided in this contract shall be taken and construed as cumulative; that is in addition to each and every other 
remedy herein provided. 

35. Liability of the Town of Arlington 

No person, firm, or corporation, other than the signer of this contract as Contractor, now have any interest 
hereunder; no claim shall be made or be valid; and neither the Town nor any agent of the Town shall be liable 
for or be held to pay any money, except as herein provided. The acceptant by the Contractor of the payment 
of the final estimate shall operate as and shall be a release to the Town and every agent of the Town from all 
claim and liability to the Contractor for anything done or furnished for or relating to the work or for any act or 
neglect of the Town or of any person relating to of affecting the work, except the claim against the Town for 
the remainder, if there is any, of the amounts kept or retained as herein provided. 

36. Guarantee 

The Contractor guarantees that the work to be done under this contract, and the workmanship performed and 
the materials and equipment used in the construction of the same, shall be free from defects or flaws, that each 
item of equipment shall be in accordance with the specifications, that the strength of all parts of all 
manufactured equipment shall be adequate and that the performance test requirements of the specifications 
shall be fulfilled. This guarantee shall be for a period of one year from and after the date of completion of the 
work as stated in the final estimate. The Contractor shall repair or replace as required, promptly and without 
charge, all work, equipment, and material, or parts thereof, which fail to meet the above guarantee during one 
year herein quoted. 

It is hereby, however, agreed and understood that this guarantee shall not include any repairs or replacements 
made necessary by any cause or causes other than improper, inadequate, or defective work, workmanship, 
materials, or design by the Contractor or those employed directly or indirectly by him. 

37. Money Retained for Repairs 

The Town may retain out of the monies payable to the Contractor under the contract a sum as set for under 
SPECIAL CONDITIONS and may expend the same, in the manner hereinafter provided, in making such 
repairs or replacements of said work as the Town may deem expedient. 
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If at any time within the said period of guarantee any part of the work constructed under the terms of this 
contract requires repairing or replacement, the Town may notify the Contractor in writing to make the 
required repairs or replacements. If the Contractor neglects to make such repairs or replacements to the 
satisfaction of the Town within ten (10) days from the date of receipt of such notice, the Town may employ 
other persons to make the same. The Town shall pay the expense of the same out of the sum retained for that 
purpose. Upon expiration of the said period of guarantee, provided that the work at the time is in good order, 
the Contractor will be entitled to receive the whole or such part of the sum last aforesaid as may remain after 
the expense of making said repairs or replacements, in the manner aforesaid, has been paid therefrom. 

It is agreed that the Town may keep the whole or any portion of the sum retained for settlement of all claims 
arising out of this contract against the Town, its officers, or agents and for all expenses, losses, or damages 
incurred by the Town by reason of said claims. 

38. Address of Contractor 

The Contractor’s business address and his office at or near the site of the work are both hereby designated as 
places to which communications shall be delivered. The depositing of any letter, notice, or other 
communication in a postpaid wrapper directed to the Contractor’s business address in a post office box 
regularly maintained by the Post Office Department or the delivery at either designated address of any letter, 
notice, or other communication by mail or otherwise shall be deemed sufficient service thereof upon t he 
Contractor. The first-named address may be changed at any time by an instrument in writing, executed and 
acknowledged by the Contractor and delivered to the Engineer. Nothing herein contained shall be deemed to 
preclude or render inoperative the service of any notice, letter, or other communication upon the Contractor 
personally. 
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39. Certificate of Vote 


CERTIFICATE OF VOTE 


Clerk of 


I,_, _ 

(Name) (Corporation) 

hereby certify that, at a meeting of the Board of directors of said Corporation duly held on 
_at which a quorum was present and voting throughout, the following 


(Date) 


vote was duly passed is now in full force and effect: 


“VOTED” That_be and hereby is authorized, 

(Name of Officer authorized to sign for corporation) 

directed and empowered for, in the name and on behalf of this Corporation, to sign, seal with the corporate 
seal, execute, acknowledge and deliver all contracts, bonds and other obligations of this Corporation; by such 
_to be valid and binding upon this Corporation 


(Name of Officer) 

for all purposes, and that a certificate of the Clerk of this Corporation setting forth this vote shall be delivered 
to the Town of Arlington; and that this vote shall remain in full force and effect unless and until the same has 
been altered, amended or revoked by a subsequent vote of such directors and a certificate of such later vote 
attested by the Clerk of this Corporation is delivered to the Town of Arlington. 


I further certify that 
of said Corporation. 


(Name of Officer) 


is the duly elected 


(Title) 


Signed:_ 

(Clerk - Secreatry) 

Place of Business:_ 

Date of Contract:_ 

Countersignature:_ 

(Name & Title of Officer) 


AFFIX COPORATE SEAL 


***In the event that the Clerk or Secretary is the same person as the Officer authorized to sign that contract or other instrument for the 
Corporation, this certificate must be countersigned by another officer of the Corporation.** 
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V. PERFORMANCE BOND 


KNOW BY ALL MEN BY THESE PRESENTS, that_ 

as principal, and as surety, are held and firmly bound unto the Town of Arlington, Massachusetts in 
the sum of_ 

lawful money of the United States of America, to be paid to the Town of Arlington, Massachusetts, 
for which payments, well and truly to be made, we bind ourselves, our respective heirs, executors, 
administrators, successors and assigns, jointly and severally, firmly by these presents. 


WHEREAS, the said principal has made contract with the Town of Arlington bearing 
date of 2017. 


Now the condition of this obligation is such that if the principal shall well and truly keep and 
perform all the undertakings, covenants, agreements, terms and conditions of said contract on its 
part to be kept and performed during the original term of said contract and any extensions thereof 
that may be granted by the Owner, with or without notice to the surety, and during the life of any 
guaranty required under the contract and shall also well and truly keep and perform all the 
undertakings, covenants, agreements, terms and conditions of any and all duly authorized 
modifications, alterations, changes or additions to said contract that may hereafter be made, notice 
to the surety of such modifications, alterations, changes or additions being hereby waived, then this 
obligation shall become null and void; otherwise it shall remain in full force and virtue. 


In the event that the contract is abandoned by the Contractor, or is terminated by the Owner, under 
the provisions of “C.29 - Completion of Work if Contract is not Fulfilled” in SECTION C- 
CONTRACT, said surety hereby further agrees that said surety shall, if requested in writing by 
Owner, complete said contract. 

IN WITNESS WHEREOF we hereunto set our hands and seals this_day 

of 2017. 


SEAE 


SEAE 

PRINCIPAE 

SEAE 


SURETY 
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VI. GENERAL CONDITIONS 


1. Definitions 

The words “directed”, “required”, “permitted”, “ordered”, “designated”, “prescribed”, or words to like import 
shall mane the directions, requirement, permission, order, designation, prescription, etc. of the Engineer and 
similarly the words “approved”, “acceptable”, or “satisfactory”, or words of like import shall man approved by or 
acceptable or satisfactory to, the Engineer, subject in each case to the final determination of the Town unless 
otherwise expressly stated. 

The word “rock” wherever used as the name of material excavated or to be excavated, shall man the sound 
bedrock, properly removed by blasting, wedging or barring, also such boulders exceeding three-quarters of a 
cubic yard in volume removed from the excavations, also any portions of existing masonry structures removed 
from the excavations. Sound bedrock shall not include any rock disintegrated or fractured, in the opinion of the 
Engineer, to such an extent as to be easily removable by pick and shovel. The word “boulders” as used above 
shall include loose, detached fragments or portions of ledge and only such fragments or portions as exceed the 
specified three-quarters of a cubic yard limit shall be included in the classification of “rock”. 

The word “earth” wherever used as the name of an excavated material or material to be excavated, shall mean all 
kinds of material not defined as “rock” in the above paragraph. 

2. Abbreviations 

Wherever in the specifications, or on the drawings, any of the abbreviations which follow are used they shall have 
the following meaning: 

AASHO 
ACl 
AIEE 
AISC 
ASA 
ASCE 
ASH&AE 
ASME 
ASTM 
AWWA 
NBS 
NEC 
NEMA 

3. Handling Materials 

The Contractor shall at his own expense handle, haul and distribute all materials and equipment used and 
employed on the different portions of the works as required. Storage charges and demurrage charges by vendors 
and transportation companies, which result from delays in handling, shall be borne by the Contractor. 

4. Storage Room 

The Contractor shall provide suitable and adequate storage room for all materials during the progress of the work, 
and shall obtain the consent of the proper parties before entering or occupying with men, tools, or materials, any 
private land outside of the property or rights of way of the Town. 


- American Association of State Highway Officials 

- American Concrete Institute 

- American Institute of Electrical Engineers 

- American Institute of Steel Construction 

- American Standards Association 

- American Society of Civil Engineers 

- American Society of Heating and Air Conditioning Engineers 

- American Society of Mechanical Engineers 

- American Society for Testing Materials 

- American Water Works Association 

- National Bureau of Standards 

- National Electrical Code, latest edition 

- National Electrical Manufacturers Association 
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5. Shop Drawings, Schedules, and Descriptive Matter 

The Contractor shall furnish, as hereinafter required, all specified shop and details drawings. All drawings 
required shall be submitted in triplicate to the Engineer for review and in quadruplicate after review. 

The review by the Engineer of such drawings and details will be general and shall not relieve the Contractor of 
the responsibility for executing the entire work in accordance with the specifications and contract drawings. 
[Failure on the part of the Engineer to detect errors or omissions on s hop drawings shall not relieve the 
Contractor from the responsibility for such errors or omissions.] 

Should the contractor submit for review equipment that requires modifications to the structures, piping, layout, 
etc. detailed on the contract drawings, he shall also submit for review details of the proposed modifications. If 
such equipment and modifications are allowed, the Contractor, as not additional cost to the Town, shall do all 
work necessary to make such modifications. 

The Contractor shall also furnish for the Engineer’s review, all lists, schedules, and information regarding 
materials, fixtures and equipment as hereinafter required and specified. 

All such lists, schedules, etc., shall be submitted to the Engineer for reviews within fifteen (15) days following 
execution of the contract. Following review by the Engineer of such materials, fixtures, and equipment, the 
Contractor shall promptly place orders for the equipment. Order shall be placed within seven (7) days following 
the Engineer’s review and proof of such order shall be furnish to the Engineer. 

6. Equivalents 

Whenever the specifications define the material or article required by using the name of a proprietary product or 
of a manufacture or vendor rather than by using descriptive detail of substance and functions, the words “or 
equivalent” are to be understood to follow immediately the make of the maker, vendor or proprietary product. 
The words “or equivalent” shall be interpreted as including any material or article which, in the opinion of the 
Engineer, is equivalent in quality, durability, appearance, strength and design to the article named and which will 
perform adequately the functions imposed by the general design. 

Whenever in the specifications the names of manufacturers are mentioned as indicating that their products will 
comply with a particular specification, or when specific trade names or plated numbers or letters are mentioned, it 
is not intended to exclude products of other manufacturers whose names, trade names or symbols have not been 
mentioned, provided however, that such products otherwise comply, in the opinion of the Engineer, with the 
specifications. The Engineer’s opinion in all cases mentioned in this section shall be final. 

7. Materials and Workmanship 

All materials and equipment furnished under this contract shall be of standard high-grade quality and of the best 
workmanship and design. N o inferior or low-grade materials will be accepted, and all work must be done in a 
neat, first-class and workmanlike manner. 

The Engineer shall have the right to test and inspect or require certificates of tests of any materials to be used in 
the work. 

8. Inspection by the Engineer 

All materials and equipment furnished and work done by the Contractor shall be subject to inspection by the 
Engineer, and defective materials shall be removed from the site of the work and defective work repaired or 
replaced as directed. Facilities for inspection of the work shall at all times be furnished by the Contractor. 

9. Documents at Site of Work 

The Contractor shall have available at all times, at the site of the work, copies of the contractor documents, any 
plans and all standard specifications of the various associations which are referred to in the specifications. 
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10. Lines and Grades 

The Engineer shall establish such control stations, base lines and bench marks as may be necessary for the use of 
the Contractor. It shall be the specific duty of the Contractor to preserve and to protect the control base lines and 
bench marks so established. 

During construction, the Contractor shall use the control stations, base lines and bench marks established by the 
Engineer to develop his own lines and grades as needed to comply with those specified or shown on the drawings. 
The Contractor shall be held responsible for all lines and grades which he has developed. 

11. Scaffolding and Protection 

The Contractor shall provide safe scaffolding to accommodate the work. He shall build all necessary runways, 
temporary stairs, ladders, barricades, fences, etc. 

12. Public Safety and Property of Others 

The Contractor shall make all necessary provisions to protect the public safety, and maintain and protect existing 
structures of whatever kind, and shall repair all damage done to such structures. He shall give ample notification 
to the proper officials of any city or town, of any public utility, corporation, or other individual before entering 
upon their respective pubic ways or rights of way and shall conform to the customary regulations and 
requirements of said officials, corporations, or individuals. 

Extra precautions must be taken to avoid splattering adjoining property, automobiles, or structures. The 
Contractor shall be fully responsible for all damages to same. 

13. Existing Structures, Pipes, Conduits, Etc 

Any existing structures, pipes, conduits, wires, etc., shall be protected and if damaged shall be repaired by the 
Contractor without additional compensation. 

14. Sanitary Provisions 

The Contractor shall provide and maintain in a neat and sanitary condition such accommodations for the use of 
his employees as may be necessary to comply with the requirements of the State Department of Public Health, 
local health officials, or other authorities having jurisdiction. 

Every precaution shall be taken to prevent contamination or pollution of the ground at the site, or of any material 
or equipment which is to be incorporated in, or used in the construction of any work under this contract. 

15. Cutting and Patching 

The Contractor shall do all cutting, patching, drilling, grouting, etc., as necessary to complete the work, whether 
such work is described in the specifications or not. 

16. Debris 

Debris shall not be permitted to accumulate but shall be removed from the site of the work and disposed of by the 
Contractor. 

17. Measurement of Quantities 

For the estimating of quantities in which the computation of areas by analytic and geometric methods would be 
comparatively laborious, it is stipulated and agreed that the planimeter shall be considered an instrument of 
precision adapted to the measurement of such areas. 

For the purposes of measurement and computation of irregular volumes, the prismoidal formula shall be deemed a 
method of precision. 
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18. Compliance with Occupational Safety and Health Act of 1970 

The Contractor shall in the work of this contract comply with all pertinent standards and regulations established 
by the Occupational Safety and Health Administration, Department of Labor by the authority of the Williams- 
Steiger Occupational Safety and Health Act of 1970. This project is subject to all of the Safety and Health 
Regulations (see 29 CFR 1518) as promulgated by the U.S. Department of Labor on April 17, 1971. Contractors 
are urged to make themselves familiar with the requirements of these regulations. 

19. Order of Precedence Governing Specifications 

The Standard Specifications for Highways and Bridges of the Commonwealth of Massachusetts, 1988 Edition 
plus any supplements shall be considered a part of these specifications. 

In case of conflict between any sections of these specifications, plans, etc., the following order of precedence shall 
govern. 

1. Special Provisions 

2. Plans, Profiles, or Sections 

3. Standard Specifications for Construction work in Arlington 

4. Standard Specifications, 1988 Edition plus supplements, for Highways and Bridges of the 
Commonwealth of Massachusetts. 

20. Affirmative Action/Anti-Discrimination 

For the purposes of this contract, “minority” refers to Asian-American, Blacks, Spanish, Surnames Americans, 
North American Indians, and Cape Verdeans. Town refers to the Town of Arlington. 

During the performance of this contracts, the Contractor and all of (his) Sub-contractors (hereinafter collectively 
referred to as the Contractor) for himself, his assignees, and successors in interest, agree as follows: 

1. In connection with the performance of work under this contract, the Contractor shall not 
discriminate against any employee or applicant for employment because of race, color, 
religious creed, national origin, age or sex. The aforesaid provision shall include, but not be 
limited to, the following: e mployment upgrading, demotion, or transfer; recruitment 
advertising; recruitment layoff; termination; rates of pay or other forms of compensation; 
conditions or privileges of employment; and selection for apprenticeship. The Contractor 
shall post hereafter in conspicuous places, available for employees and applicants for 
employment, notices to be provided by the Town setting forth the provisions of the Fair 
Employment Practices Eaw of the Commonwealth (M.G.E. Chapter 15 IB). 

2. In connection with the performance of work under this contract, the Contractors, shall 
undertake in good faith affirmative action measures designed to eliminate any discriminatory 
barriers in the terms and conditions of employment on the grounds of race, color, religious 
creed, national origin, age or sex, and to eliminate and remedy any effects of such 
discrimination in the past. S uch affirmative action shall entail positive and aggressive 
measures to ensure equal opportunity in the areas of hiring, upgrading, demotion or transfer, 
recruitment, layoff or termination, rate of compensation, and in-service or apprenticeship 
training programs. This affirmative action shall include all action required to guarantee equal 
employment opportunity for all persons, regardless of race, color, religious creed, national 
origin, age or sex. A purpose of this provision is to ensure to the fullest extent possible an 
adequate supply of skilled tradesman for this and future Town public construction projects. 

3. As part of his obligation of remedial action under the foregoing section, the Contractor shall 
maintain on this project a not less than five percent ration of minority employee man hours to 
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total man hours in each job category including but not limited to bricklayers, carpenters, 
cement masons, electricians, ironworks, operation engineers and those “classes of work” 
enumerated in Section 44C of Chapter 149 of the Massachusetts General Laws. 

4. In the hiring of minority journeyman, apprentices, trainees and advances trainees, the 
Contractor shall rely on referrals from a multi-employer affirmative action program approved 
by the Town, traditional referral methods utilized by the construction industry, and referrals 
from agencies, not more than three in number at any one time, designated by the Liaison 
Co mm ittee or the Town. 

5. At the discretion of the Town there may be established for the life of this contract a body to 
be known as the Liaison Committee. The Liaison Co mm ittee shall be composed of one 
representative each from the agency or agencies administering this project, hereinafter called 
the administering agency, the Town and such other representative as may be designated by 
the Town in conjunction with the administering agency. 

6. The Contractor (or his Agent, if any, designated by him as the on-site equal employment 
opportunity officer) shall recognize the Liaison Committee as an affirmative action body, and 
shall establish a continuing working relationship with the Liaison Committee, consulting with 
the Liaison Co mm ittee on all matters related to minority recruitment, referral, employment 
and training. 

7. The Contractor shall prepare projected manning tables on a quarterly basis. These shall be 
broken down into projections, by week, or workers required in each trade. Copies shall be 
furnished one week in advance of the co mm encement of the period covered, and also when 
updated, to the Town or Liaison Committee. 

8. Records of employment referral orders, prepared by the Contractor, shall be made available 
to the Town and to the Liaison Committee on request. 

9. The Contractor shall prepare weekly reports in a form approved by Town of hours worked in 
each trade by each employee, identified as minority or non-minority. Copies of these shall be 
provided at the end of each such week to the Town and to the Liaison Committee. 

If the Contractor shall use any sub-contractor on any work performed under this contract, he shall take affirmative 
action to negotiate with qualified minority sub-contractors. This affirmative action shall cover both pre-bid and 
post-bid periods. It shall include notification to the Office of Minority Business Assistance (within the Executive 
Office of Communities and Development) or its designee, while bids are in preparation, of all products, work or 
services for which the Contractor intends to negotiate bids. 

In the employment of journeymen, apprentices, trainees and advanced trainees, the Contractor shall give 
preference, first, to citizens of the Commonwealth who have served in the armed forces of the United States in 
time of war and have been honorably discharged there from or released from active duty therein, and who are 
qualified to perform the work to which the employment relates, and, secondly, to citizens of the Commonwealth 
generally, and, if such cannot be obtained in sufficient numbers, then to citizens of the United States. 

A designee of the Town and a designee of the Liaison Committee shall each have right of access to the 
construction site. 

21. Compliance with Requirements 

The Contractor shall comply with the provisions of Executive Order O, 74, as amended by Executive Order NO. 
116 dated May 1, 1975, and of Chapter 151B as amended, of the Massachusetts General Laws, both of which are 
herein incorporated by preference and made a part of this contract. 
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22. Non-Discrimination 

The Contractor, in the performance of all work after award, and prior to completion of the contract work, will not 
discriminate on grounds of race, color, religious creed, national origin, age or sex in employment practices, in the 
selection or retention of sub-contractors, or in the procurement of materials and rentals of equipment. 

23. Solicitations for Sub-Contracts, and for the Procurement of Materials and Equipment 

In all solicitations either by competitive bidding or negotiation made by the Contractor either for work to be 
performed under a sub-contract or for the procurement of materials or equipment, each potential sub-contractor or 
supplier shall be notified I writing by the Contractor of the Contractor’s obligations under this contract relative to 
non-discrimination and affirmative action. 

24. Bidders Certification Requirement 

1. The bidders certification form currently in use will be deleted from all future bid documents. 

2. The following certification statement will be inserted in the bid document just above the bidders signature, as 
a substitute for the present bidder certification form: 

“The bidder hereby certifies he shall comply with the minority manpower rations and specific 
action steps contained in the appendix EEO attached hereto, including compliance with the 
minority contractor compliance specified in Section V of said appendix. T he contractor 
receiving the award of the contract shall be required to obtain from each of its sub-contractors 
and submit to the contracting or administering agency prior to the performance of any work 
under said contract a certification by said sub-contractor, regardless of tier, that it will comply 
with the minority manpower ration and specific affirmative action step contained in the 
appendix EEO.” 

25. Contractor’s Certification 

The Contractor’s certification form must be signed by all successful low bidder(s) prior to award by the 
contracting agency. (See attachment). 

26. Compliance-Information, Reports and Sanctions 

1. The Contractor will provide all information and reports required by the administering agency or the Town on 
instructions issued by either of them and will permit access to its facilities and nay books, records, accounts 
and other sources of information which may be determined by Town to the affect the employment of 
personnel. This provision shall apply only to information pertinent to the Town’s supplementary affirmative 
action contract requirements. Where information required is in the exclusive possession of another who fails 
or refuses to furnish this information, the Contractor shall so certify to the administering agency of the Town 
as appropriate and shall et forth what efforts he has made to obtain the information. 

2. Whenever the administering agency, the Town, or the Liaison Committee believes the General Contractor or 
any Sub-contractor may not be operating in compliance with the terms of this Section, the Town directly, or 
through it designated agent, shall conduct an appropriate investigation, and may confer with the parties, to 
determine if such Contractor is operating in compliance with this Section. If the Town or its agent finds the 
General Contractor or any Sub-contractor not in compliance, it shall make a preliminary report on non- 
compliance, and notify such Contractor in writing of such steps as will in the judgment of the Town or its 
agent bring such Contractor into compliance. In the event that such Contractor fails or refuses to fully 
perform such steps, the Town shall make a final report of non-compliance, and reco mm end to the 
administering agency the imposition of one or more of the sanctions listed below. If, however, the Town 
believes the General Contractor or any Sub-contractor has taken or is taking every possible measure to 
achieve compliance, it shall not make a final report of non-compliance. Within fourteen (14) days of the 
receipt of the recommendations of the Town, the administering agency shall move to impose one or more of 
the following sanctions, as it may deem appropriate to attain full and effective enforcement: 


32 




a. The recovery by the administering agency from the General Contractor of 1/100 of 1% of the 
contract award price or $1000 whichever sum is greater, in the nature of liquidated damages 
or, if a Sub-contractor is in non-compliance, the recovery by the administering agency from 
the General Contractor, to be assessed by the General Contractor as a back charge against the 
Sub-contractor, of 1/10 of 1% of the sub-contract price, or $400 whichever sum is greater, in 
the nature of liquidated damages, for each week that such party fails or refuses to comply. 

b. The suspension of any payment or part thereof due under the contract until such time as the 
General Contractor or any Sub-contractor is able to demonstrate his compliance with the 
terms of the contract. 

c. The termination, or cancellation, of the contract, in whole or in part, unless the General 
Contractor or any Sub-contractor is able to demonstrate within a sp ecified time his 
compliance with the terms of the contract. 

d. The denial to the General Contractor or any Sub-contractor of the right to participate in any 
future contracts awarded by the administering agency for a period of up to three years. 

3. If at any time after the imposition of one or more of the above sanctions a Contractor is able to demonstrate 
that he is in compliance with this Section, he may request the administering agency, in consultation with the 
Town, to suspend the sanctions conditionally, pending a final determination by the Town as to whether the 
Contractor is in compliance. Upon final determination of the Town, the administering agency, based on the 
recommendation of the Town, shall either lift the sanctions or reimpose them. 

4. Sanctions enumerated under Sections 2 shall not be imposed by the administering agency except after an 
adjudicatory proceeding, as that term is used M.G.L. c. 30A has been conducted. No investigation by the 
Town or its agent shall be initiated without prior notice to the Contractor. 

27. Severability 

The provisions of this section are severable, and if any of these provisions shall be held unconstitutional by any 
court of competent jurisdiction, the decision of such court shall not affect or impair any of the remaining 
provisions. 
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VII. SPECIAL PROVISIONS 


1. Scope of Work 

The Work under this Contract consists of furnishing all necessary labor, materials, equipment, & services required 
for the restoration of and enhancement of riverfront habitat along the Mystic River in the Town of Arlington. The 
work will include the rehabilitation of an existing drain line and outfall, as well as construction and landscaping 
work related to the extension of the native riparian habitat. Prior to the commencement of the work, the Town of 
Arlington Engineering Division will mark the limits and locations of work in the field. 

The estimated total value of this contract is projected to be $37,000. Quantities are estimated and are provided 
only for the purpose of comparing bids. The Town of Arlington reserves the right to increase or decrease the 
estimated total value of this contract without any changes in the Contractor’s unit bid prices. 

All items of work in this contract shall be in conformance with the “Commonwealth of Massachusetts, Highway 
Department (MHD) Standard Specifications for Highway and Bridges”, dated 1988, i ncluding the latest 
supplements and addendum thereto; the 2012 Construction Standards; the Arlington DPW Design & Construction 
Standards, the 2009 Manual on Uniform Traffic Control Devices and addendum thereto; the 1990 Standard 
Drawings for Signs and Supports; the 1968 Standard Drawings for Traffic Signals and Highway Lighting; the 
American Standards for Nursery Stock (ANSI Z 60.1 - 1986); and these Special Provisions. 

2. Contract Requirements & Definitions 

The words “municipal” or “municipality” in this document shall mean the Town of Arlington. 

The materials are subject to inspection prior to the awarding of a Contract. All materials shall meet or exceed the 
requirements as written in the Specifications. 

No contract award will be deemed to be legally made until a completed and signed contract is executed. The 
Contractor shall comply with all state and local laws, ordinances and regulations governing the type of work called 
for in these specifications, particularly in reference to safety and fire regulations. 

The Contractor must have a supervisor or foreman available at all times to direct operations. This supervisor or 
foreman will report to the Town any problems as well as give progress reports. 

The Contractor must show by past performance that he is capable of performing a contract of this magnitude and 
must enclose a list of other contracts he has completed in other cities and towns. 

The Contractor agrees not to sublet or assign the Contract in whole or in part without the written approval or the 
written authorization of the Town. However, nothing contained in this agreement shall create any contractual 
relationship between a subcontractor and the Town. 

3. Schedule & Safety Measures for Construction Impacts 

Prior to any construction activities commencing, the Contractor shall coordinate a P re-Construction meeting 
with the Town of Arlington Engineering Division to discuss scheduling, notification requirements, traffic 
management, and other job particulars. 

Work, unless otherwise noted, is restricted to a ten-hour window, five-day week, with the Prime Contractor and all 
subcontractors working on the same shift. The daily work shift shall begin no sooner than 7:00 A.M. and shall 
end no later than 5:00 P.M. Work shall be completed during periods of dry weather to the extent practical. 

No work shall be performed on Saturdays, Sundays, or Holidays without the expressed written approval of the 
Town and the concurrence of the Chief of Police, except in the situation of On-Call Emergency Services. Such 
approval shall be requested one week in advance of the date upon which the Contractor wishes to perform work. 
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All work proposed under this contract shall he completed by November 15, 2017. All prices submitted by the 
Contractor shall be fixed for the entire Contract period. 

The Contractor shall perform the work to a schedule prepared by the Contractor and approved by the Town. All 
work shall be scheduled only at times acceptable to the Town. The Contractor shall indicate the amount of time 
required to perform the work and present a tentative schedule to complete such work (weather permitting). 

The Contractor shall schedule the work in a manner that facilitates the completion of work at one location while 
starting the work at another. Excavation shall be limited to those areas that the Contractor can finish in a 
reasonable amount of time. 

At the end of each workday, all safety control devices shall be in place so that pedestrian safety is enhanced. It is 
the Contractor’s responsibility to provide all appropriate warning signs, refiectorized drums, fiashers, and other 
safety control devices necessary. The work is located on Department of Conservation and Recreation (DCR) 
property. Street closures, lane closures, partial lane closures, and detours on the adjacent DCR roadways is NOT 
to be allowed without prior written approval by the Engineer. Any such closures are considered part of the traffic 
management measures required under the Contract and will require adherence to DCR regulations. 

4. Qualification 

The Contractor shall be responsible for payment of prevailing wages for work performed as determined by the 
Director of Eabor and Industries under the provisions of the Massachusetts General Eaws, Chapter 149, Sections 
26 to 27D. 

5. Inspection 

One or more inspectors may be assigned by the Town to oversee construction of the work, and shall have the 
authority to monitor the work. All costs associated with inspection shall be borne by the Town. 

All extra work orders will require written approval by the Town before performing the work. 

6. Work by Others and Cooperation by the Contractor 

Agents of various Public Service Agencies, Municipal and State Departments may be entering on the work site to 
remove existing facilities, to construct or place new facilities or to make alterations to existing facilities. 

The Contractor shall perform the work in cooperation with the various agencies in a manner, which causes the 
least interference with the operations of the aforementioned agencies and shall have no claim for delay, which may 
be due, or result, from said work of these agents. 

The Contractor shall be fully responsible for arranging and coordinating his work that is to be performed by 
others. This coordination and phasing shall be submitted to the Town for his approval. 

Work required on all private utilities made necessary by the construction of this project will be accomplished by 
the respective utility companies at no additional cost to the Town. Each utility company shall be responsible for 
their own safety control including detail officers if required 

7. Public Safety & Convenience 

The Contractor’s attention is directed to the fact that work on this project is to be performed on parkland which is 
utilized by pedestrians and bicyclists. The Contractor shall be responsible for the installation of adequate 
precautions and other safety measures and controls deemed necessary by the Town for the Contractor’s own 
personnel. Any automotive equipment not protected by traffic cones, plastic drums, or temporary fencing that is 
working on a public way under this project shall have one amber flashing warning light mounted on the cab roof 
or in the highest practical point of the machinery. This light shall be in operation while the equipment is so 
working. 
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The Contractor shall be required to provide sweeping and cleaning of surfaces beyond the limits of the project to 
clean up m aterial caused by spillage or vehicular tracking during the various phases of the work shall be 
considered as incidental to the work being performed under the Contract and there will be no additional 
compensation. 

8. Cleaning Up 

During its progress, the work and the adjacent areas affected thereby shall be kept cleaned and all rubbish, surplus 
materials, and unneeded construction equipment shall be removed and all damage repaired so that the public and 
property owners will be inconvenienced as little as possible. 

Where material or debris has washed or flowed into or been placed in existing watercourses, ditches, gutters, 
drains, pipes structures, or elsewhere during the course of the Contractor's operations, such material or debris shall 
be entirely removed and satisfactorily disposed of during the progress of the work, and the ditches, channels, 
drains, pipes, structures, etc., shall, upon completion of the work, be left in a clean and neat condition. 

On or before the completion of the work, the Contractor shall, unless otherwise especially directed or permitted in 
writing, tear down and remove all temporary buildings and structures built by him; shall remove all temporary 
works, tools, and machinery or other construction equipment furnished by him; shall remove, acceptably disinfect, 
and cover all organic matter and material containing organic matter in, under, and around privies, houses, and 
other buildings used by him; shall remove all rubbish from any grounds which he has occupied; and shall leave the 
roads and all parts of the premises and adjacent property affected by his operations in a neat and satisfactory 
condition. 

The Contractor shall restore or replace, when and as directed by the Town, any public or private property damaged 
by his work, equipment, or employees, to a condition at least equal to that existing immediately prior to the 
beginning of operations. To this end the Contractor shall do as required all necessary highway or driveway, walk, 
and landscaping work. 

Suitable materials, equipment, and methods shall be used for such restoration. The restoration of existing property 
or structures shall be done as promptly as practicable as work progresses and shall not be left until the end of the 
Contract period. 

9. Provisions for Access at All Locations 

The Contractor shall cooperate with the various utility companies, public agencies and the municipality, and 
provide access through the site if required for their work or to observe work in connection with this project that 
affects their respective properties, but all official orders and directives to the Contractor will be issued by the 
Town or its duly appointed representative. 

10. Provisions for Travel & Prosecution of the Work 

Before starting any work under the contract, the Contractor shall coordinate a pre-construction meeting with the 
Town of Arlington Engineering Division and Town of Arlington Police Department to discuss job particulars 
including an anticipated schedule of work. The work schedule shall include a plan of his construction procedures 
and the safety measures he will use during the prosecution of the work. 

This plan shall indicate the temporary barricades, signs, drums, and other traffic control devices to be employed 
during the period of work to maintain traffic and pedestrian safety. Said plan shall conform to Part VI of the 2009 
edition of the MUTCD. 

Particular care should be taken to establish and maintain methods and procedures, which will not create 
unnecessary or unusual hazards to public safety. As necessary and/or as directed by the Town, uniformed traffic 
police shall be employed for the protection and maintenance of traffic. Reasonable facilities shall be provided by 
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the Contractor for the convenient, safe passage of pedestrians and vehicles through the project, and also to and 
from properties abutting the site of improvement. 

Particular care shall be exercised at all times to establish and maintain such methods of work on any roadway 
which would interfere with the existing flow of traffic shall be limited to approximately one-half width at any one 
time. At least one lane in each direction shall be kept open at all times. No detouring of traffic shall be allowed 
without permission of the Town and the Arlington Police Department. 

The Contractor shall give notice in writing to the Town at least seven days in advance of beginning any work 
affecting the maintenance of traffic where work affects the streets in use by the public. The Contractor must 
prosecute the work efficiently and with the least possible delay. The Contractor is responsible for furnishing, 
erecting, and maintaining any the temporary signing of the roadways required of this project, and the proper 
removal of the signs upon the completion of the project. 

Traffic Control devices required only during working hour operations shall be removed at the end of each working 
day. 

Signs having messages that are irrelevant to normal traffic conditions shall be removed or properly covered at the 
end of each work period. Signs shall be kept clean at all times and legends shall be distinctive and unmarred. The 
Contractor shall provide all cones, barrels, barricades, signs, and such other devices as deemed necessary by the 
Town and in conformance with the traffic management plans prepared by the Town’s consultant and Section VI of 
the MUTCD, as amended. 

11. Traffic Orders 

The Contractor shall complete work in DCR parkland only and NOT complete any work or park construction 
vehicles on the adjacent Mystic Valley Parkway roadway unless prior written approval is obtained from the 
Engineer. Should the Contractor obtain such permission. Uniformed Traffic Officers will be required during the 
requested periods. It shall be the responsibility of the Contractor to arrange for the necessary police details. As 
Mystic Valley Parkway is a DCR owned roadway, Massachusetts State Police details will be required. 

The Town will pay the exact charges to the Contract for police details ordered for this project provided written 
approval is first obtained from the Town and proper documentation of worked details is provided to the Town. 

If the Contractor fails to cancel any police detail not needed by the required deadline as set forth by the 
Massachusetts State Police, the cost for such detail as invoiced to the Town shall be deducted from the total 
reimbursement to the Contractor. 

12. Work Coordination & Abutter Notification 

The Contractor shall hand-distribute notices to all immediate abutters of the project at the direction of the Town at 
no additional cost to the Town. These notices will be prepared and provided by the Town. The distribution of 
these notices will be required one week prior to any construction activities commencing. 

13. Storage of Materials & Equipment 

All excavated materials and equipment to be incorporated in the work shall be placed so as not to injure any part 
of the work or existing facilities and so that free access can be had at all times to all parts of the work and to all 
public utility installations in the vicinity of the work. Materials and equipment shall be kept neatly piled and 
compactly stored in such locations as will cause a minimum of inconvenience to public travel. 

Excessive stockpiling, as determined by the Town, of excavated materials from construction will not be permitted. 
Proper sedimentation barriers shall be provided around any stockpiled earthen materials stored at the site provided 
stockpiling is completed in accordance with the Arlington Conservation Commission's Order of Conditions for 
the project. 
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14. Computation of Quantities 

For estimating quantities in which the computation of areas by geometric methods would be comparatively 
laborious, it is agreed that the planimeter shall be considered as an instrument of precision adapted to the 
measurement of such areas. 

It is further agreed that the computation of volume of prismoids shall be by the method of average end areas. 

15. Water Supply 

The Contractor shall obtain water from an approved source for all necessary operations at the site of the work, 
without charge therefore. 

If possible, the Town will furnish the Contractor upon request with an adequate source and supply of water at no 
charge, however it will likely not be available at the project site. If, upon request, the Town's water supply is not 
available or not functioning, the Contractor will be held responsible to furnish adequate supplies at his own cost. 

16. Sanitary Regulations 

The Contractor shall provide adequate sanitary facilities for the use of those employed on the Work. Such 
facilities shall be made available when the first employees arrive on the site of the Work, shall be properly 
secluded from public observation, and shall be constructed and maintained during the progress of the Work in 
suitable numbers and at such points and in such manner as may be required. 

The Contractor shall maintain the sanitary facilities in a satisfactory and sanitary condition at all times and shall 
enforce their use. He shall rigorously prohibit the committing of nuisances on the site of the Work, on the lands of 
the Owner, or on adjacent property. 

17. Increased or Decreased Contract Quantities 

The Town reserves the right to increase or decrease the quantity of any item of work. 

Unit prices provided in the Contract Proposal will be used to determine the total added cost or credits for 
modifications of the work performed on a unit price basis when such work is authorized in advance by the Town. 
The items shall include furnishing and installing, complete in place, the specified item to the satisfaction of the 
Town, and in accordance with the Plans, Specifications, and Special Provisions. 

No allowances will be made for loss of anticipated profits suffered or claimed by the Contractor resulting directly 
or indirectly from such increased or decreased quantities or from unbalanced allocation among the Contract items 
from any other cause. 

18. Contract Guarantee & Retainage 

The Contractor shall guarantee the completed job relative to workmanship and construction material for one year 
from date of project acceptance by the Town. The Contractor shall also guarantee all plantings for a period of two 
years from date final plantings are completed, as accepted by the Town. 

There will be a retainage of five (5%) percent of the value of all the items of work. The Town will hold the above 
retainage for a period of two (2) years from the date of satisfactory completion of the work. 

19. Precautions under Electric Lines 

The Contractor's attention is directed to the AASHTO Guide on Occupational Safety on Highway Construction 
Projects, Subpart N, 1926.550, relating to construction equipment clearances at overhead electric lines, which 
states in part "...the minimum clearance between the lines and any part of the crane or load must be at least ten feet 
from lines rated 50 KV or below, and greater distances for higher voltage...” 
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For the protection of personnel and equipment, the Contractor shall be aware of this regulation especially during 
paving operations using large semi-trailer vehicles. 
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VIII. SPECIFICATIONS 


1. Item 1: Erosion and Sedimentation Control 

1.1. Description 

Work under this item includes furnishing, installing, and maintaining all erosion control barriers for the 
duration of the project, as well as removal and disposal (as applicable) of the devices upon substantial 
completion of the project as denoted in writing by the Engineer. 

Installation shall be completed immediately after the site is cleared and before any excavation is completed. 
Barriers shall be installed in the locations denoted on the contract drawings and around any materials 
stockpiled on-site by the Contractor. 

Maintenance of the erosion control barriers shall include replacement of any materials compromised by 
construction activities or determined to be defective in the opinion of the Engineer, as well as routine 
removal and disposal of captured materials in accordance with all local. State, and Federal regulations. 

Work under this item shall also include maintenance of stormwater conveyance from the existing drain line 
to the Mystic River by the installation of a temporary drainage system during periods of wet weather. Such 
system shall also be put into place prior to the conclusion of each workday to protect the construction area 
should unexpected rainfall occur overnight. W ork shall be completed during periods of dry weather to the 
extent practical. 

1.2. Erosion and Sedimentation Control Devices 

Erosion and sedimentation control along the riverfront and on land above typical high water level shall 
consist of silt fence and straw (hay) bales. Straw bales shall be provided in accordance with the contract 
drawings. Twine for the straw bales (as applicable) shall be biodegradable. 

Portions of the work will occur at the riverbank where straw bales and silt fence cannot be used. A 
turbidity curtain will be required to capture any sedimentation from the project site for this stretch of 
riverfront as shown on the contract drawings. T he turbidity curtain shall have a depth of 3-ft. T he 
Contractor shall remove and dispose of any sedimentation that accumulates within the curtain area during 
the course of the project. 

Maintenance of stormwater conveyance from the existing drain line may be completed through the use of 
temporary piping, or by another means proposed by the Contractor and accepted by the Engineer. The 
Contractor will not be allowed to begin work without an approved plan for maintenance of stormwater 
conveyance from the Engineer. 

1.3. Method of Measurement and Basis of Payment 

Erosion and sedimentation control devices, including maintenance of stormwater conveyance, shall be 
measured in place by lump sum of total cost, complete and approved, inclusive of all labor, materials, 
hauling, disposal costs, and equipment necessary to complete the work as necessary or as directed by the 
Engineer. 

The work shall be paid for at the contract lump sum price. 
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2. Item 2: Landscaping 
2.1. Description 

Work under this item shall consist of all site landscaping work required in the construction of the riverfront 
restoration project. Landscaping work for this contract shall include the following: 

1. Clear and grub the project site 

2. Strip, stack, re-handle, and spread top-soil acceptable for re-use; haul and dispose of any soil 
determined to be unacceptable for re-use, or any excess soil not needed for re-use 

3. Furnish and spread additional top-soil (as applicable) in place of unacceptable top-soil 

4. Removal of eight (8) trees with the following diameters at breast height (dbh): 


o 

2" 

dbh- 

one 

(1) 

tree 

o 

3" 

dbh- 

two 

(2) 

trees 

o 

4" 

dbh- 

one 

(1) 

tree 

o 

5" 

dbh- 

one 

(1) 

tree 

o 

6" 

dbh- 

one 

(1) 

tree 

o 

9" 

dbh- 

one 

(1) 

tree 

o 

12 

"dbh 

- one (1) tree 


5. Furnish and install herbaceous plantings in accordance with the Planting Plan in the Contract 
Drawings 

6. Furnish and install shrubs (2-gallon size) in accordance with the Planting Plan in the Contract 
Drawings 

7. Furnish and install trees in accordance with the Planting Plan in the Contract Drawings 

8. Furnish, install, maintain, and remove temporary site fencing 

9. Warranty of two (2) years for all herbaceous plant, shrub, and tree plantings. The two year 
warranty period shall start on the date the final plantings are completed, as approved by the 
Engineer 

Top-soil stripped from the project area shall be evaluated by experienced personnel to determine whether or 
not it is suitable for re-use in accordance with this section. Contractor shall not provide additional top-soil, if 
required, without prior written consent of the Engineer. 

Tree removal shall include removal and disposal of the tree, including the stump. Stump grinding shall be 
completed if necessary to frilly remove the tree. 

No plantings (tree, shrubs, and herbaceous plantings) shall be completed between July 1st and August 30th to 
avoid exposure to excessive heat following installation. 

Any waste products associated with landscaping work shall be hauled and disposed of by the Contractor in 
accordance with all local. State, and Federal regulations, as part of this work. 

2.2. Method of Measurement and Basis of Payment 

Eandscaping shall be measured in place by lump sum of total cost, complete and approved, including all 
labor, materials, hauling, disposal costs, and equipment necessary to complete the work as necessary or as 
directed by the Engineer. 

The work shall be paid for at the contract lump sum price. 
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3. Item 3: Drainage Infrastructure Demolition 

3.1. Description 

Work under this item shall include demolition of the following drainage infrastructure assets to the extents 
noted: 

1. Demolition of the existing reinforced concrete drainage headwall (approximately 10-fit long, 4- 
ft tall, and 3-ft wide) 

2. Demolition of broken segments of 15" RCP drainage pipe currently (approximately 15 LF) 
located in eroded area behind the drainage headwall 

3. Saw-cutting existing 15" RCP drainage pipe to the extents shown on the contract drawings and 
demolition of the pipe NOT to remain in place 

Demolition shall include all labor and equipment necessary to break-up, remove, and dispose of the 
aforementioned drainage infrastructure items. The Contractor is responsible for disposing all materials in 
accordance with all local. State, and Federal regulations. 

3.2. Method of Measurement and Basis of Payment 

Drainage infrastructure demolition shall be measured in place by lump sum of total cost, complete and 
approved, including all labor, materials, hauling, disposal costs, and equipment necessary to complete the 
work as necessary or as directed by the Engineer. 

The work shall be paid for at the contract lump sum price. 


4. Item 4: Excavation 

4.1. Description 

Work under this item shall include the excavation for drainage infrastructure, landscape contouring, planting 
installations, manholes, drain lines, and other structures. The excavation for these structures shall be made to 
the depth and lines indicated on the contract drawings or established by the Engineer. This work also includes 
the stockpiling of suitable excavated material for backfill to be used in grading and contouring (as specified) 
and the hauling and disposal of surplus and/or unsuitable material in accordance with all government 
regulations. Work under this item shall be in conformance with Section 220 of the “Commonwealth of 
Massachusetts, Flighway Department Standard Specifications for Flighway and Bridges”, dated 1988, 
including the latest supplements and addendum thereto. 

4.2. Unsuitable Backfill Material 

Excavated soil that has been evaluated as unsuitable for backfill shall be removed from the site and disposed 
of properly. 

1. The soil excavated from the project area shall be evaluated by experienced personnel to 
determine whether or not it is suitable as a b ackfill in accordance with this section. An 
excavated soil that has been evaluated as suitable for backfill shall be reused provided its 
moisture content has been determined to be “suitable” in accordance with standards for proper 
moisture content. 
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2. Suitable backfill material shall be free of stones larger than half the size of the compacted lift 
as provided for in Mass DOT Standard Specifications for Highway Bridges, construction 
debris, trash, frozen soil and other foreign material. Suitable materials consist (but are not 
limited to) the following: 

a. Well graded gravel and sand; 

b. Poorly graded gravel and sand; 

c. Gravel-sand mixtures with a small amount of silt; 

d. Gravel-sand mixtures with a small amount of silt and trace amounts of clay. 

Unsuitable backfill materials consist of (but are not limited to) the following: 

a. Inorganic silts and clays; 

b. Organic silts; 

c. Organic soils including peat, humus, topsoil, swamp soils, mulch, and soils containing 
leaves, grass, branehes, and other fibrous vegetable matter. 

4.3. Method of Measurement and Basis of Payment 

Excavation will be measured per cubic yard of material removed. Excavation shall be made to the extents 
shown on the contract drawings. Contractor shall be responsible for the cost of all additional excavation 
above and beyond these limits unless otherwise approved by the Engineer. 

Excavation will be paid for at the contract unit bid price per cubic yard and shall include all excavations 
necessary for the installation of drainage infrastructure and constmction of the riverfront restoration, 
stockpiling of suitable backfill materials obtained from excavation, disposal of surplus material, and the 
furnishing of all equipment, tools, labor, and work incidental thereto. 

Backfilling when not obtained from excavation will be paid for at the contract unit price for the kind of 
material used. 


5. Item 5: Grading and Compaction 

5.1. Description 

Work under this item shall include the shaping, trimming, compacting, and finishing of the surface of the 
subgrade, and the preparation of all project features for topsoil, loam, riprap, slope stabilization, or other 
surface finishing as indicated on the contract drawings or established by the Engineer. This includes the 
placement of suitable backfill material that is being stockpiled by the Contractor in order to establish the 
required site grading. The placement of processed gravel required in place of unsuitable excavated material 
shall be paid for separately as specified. Work under this item shall be in conformance with Section 170 of 
the “Commonwealth of Massachusetts, Highway Department Standard Specifications for Highway and 
Bridges”, dated 1988, including the latest supplements and addendum thereto. 

5.2. Method of Measurement and Basis of Payment 

Grading and compaction will be measured per horizontal square yard of land graded and prepared for site 
finishing. 
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Grading and compaction will be paid for at the contract unit bid price per square yard and shall include all 
furnishing of all equipment, tools, labor, and work incidental thereto. 


6. Item 6: Processed Gravel 

6.1. Description 

Work under this item shall include furnishing material and installing as backfill for excavation as specified. 
Work under this item shall be in conformance with section 150 of the “Commonwealth of Massachusetts, 
Highway Department Standard Specifications for Highway and Bridges”, dated 1988, including the latest 
supplements and addendum thereto. 

6.2. Material 

Gravel shall consist of inert material that is hard, durable stone and coarse sand free from loam and clay 
surface coatings, be well graded and contain no stone having any dimension greater than three (3) inches. 

Gravel shall conform to the following requirements: 


Passing 3 inch sieve.100% 

Passing 1 1/2 inch sieve.70-100% 

Passing 3/4 inch sieve.50 - 85% 

Passing No. 4 sieve.30 - 60% 

Passing No. 200 sieve.0 - 10% 


New bank run or processed gravel is acceptable but must meet the above requirements and be processed by 
mechanical means. All processed gravel shall come from an approved stockpile. The equipment producing 
the processed gravel shall be of adequate size and with sufficient adjustments to produce the desired 
materials. The processed material shall be stockpiled in such a manner to minimize segregation of particle 
sizes. 

6.3. Method of Measurement and Basis of Payment 

Processed gravel shall be measured per cubic yard of actual material required as a r esult of unsuitable 
backfill material as approved by the Engineer. 

Contractor shall be responsible for the cost of all additional processed gravel above and beyond the limits 
approved by the Engineer. 

Processed gravel will be paid for at the contract unit bid price per cubic yard complete in place which shall 
include all labor, materials, transport and equipment necessary to complete the work as necessary or as 
directed by the Town. 


7. Item 7: Dense-Graded Crushed Stone 
7.1. Description 

Work under this item shall include furnishing dense-graded crushed stone material and installing it as 
bedding for the riverfront restoration features (forebay, swale, and spillways), path relocation, and as 
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otherwise shown on the contract drawings as specified. Work under this item shall be in conformance with 
section 150 of the “Commonwealth of Massachusetts, Highway Department Standard Specifications for 
Highway and Bridges”, dated 1988, including the latest supplements and addendum thereto. 

7.2. Material 

Dense-graded crushed stone shall consist of crusher-run coarse aggregates of crushed stone mixed with fine 
aggregates of natural sand or stone screenings uniformly pre-mixed with a predetermined quanity of water. 
Coarse aggregates shall consist of hard, durable particles of stone. Fine aggregate shall consist of natural or 
crushed sand. The composite material shall be free from clay, loam, or other plastic material, and contain no 
stone having any dimension greater than two (2) inches. 

The dense-graded crushed stone material shall conform to the following requirements: 


Passing 2 inch sieve.100% 

Passing 1 1/2 inch sieve.70-100% 

Passing 3/4 inch sieve.50-85% 

Passing No. 4 sieve.30-55% 

Passing No. 5 sieve.8-24% 

Passing No. 200 sieve.3-10% 


7.3. Method of Measurement and Basis of Payment 

Dense-graded crushed stone shall be measured per cubic yard of material installed as a su b-base for 
constructed project features as approved by the Engineer. 

Crushed Stone will be paid for at the contract unit bid price per cubic yard complete in place which shall 
include all labor, materials, transport, and equipment necessary to complete the work as necessary or as 
directed by the Town. 


8. Item 8: Riprap 

8.1. Description 

Work under this item shall include furnishing a protective riprap layer of angular shaped stones, with a depth 
of approximately 12-inches, as the surface course for all channel bottoms of the riverfront restoration 
features (forebay, swale, and spillways) and as otherwise shown on the contract drawings as specified. Work 
under this item shall be in conformance with section 983 of the “Commonwealth of Massachusetts, Highway 
Department Standard Specifications for Highway and Bridges”, dated 1988, including the latest supplements 
and addendum thereto. 

8.2. Material and Construction 

Riprap shall be sound, hard, durable rock which is angular in shape. Rounded stones, boulders, sandstone, or 
similar soft stone or relatively thin slabs will not be accepted. Riprap should conform to the following 
requirements and no more than 5% by weight of riprap stones shall pass through a 2-inch sieve. 


Size of Stone 

Max. % of Total Weight 

Smaller than Given Size 

400 lb. 

100 
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Size of Stone 

Max. % of Total Weieht 

Smaller than Given Size 

300 lb. 

80 

200 lb. 

50 

251b. 

10 


Riprap shall be placed upon an approved bed of dense-graded crushed stone as specified under a separate 
item. Each stone shall be carefully placed by hand or machine, on the prepared bed, normal to the slope and 
firmly bedded thereon. Larger stones shall be placed closely together and the intervening spaces filled with 
smaller stones in such a manner that the entire surface will form a compact mass. 

8.3. Method of Measurement and Basis of Payment 

Riprap shall be measured per ton of material installed as a surface course for constructed project features as 
approved by the Engineer. 

Riprap will be paid for at the contract unit bid price per ton complete in place which shall include all labor, 
materials, transport, and equipment necessary to complete the work as necessary or as directed by the Town. 


9. Item 9: Peastone Gravel 

9.1. Description 

Work under this item shall include furnishing the materials for and completing the installation of a peastone 
gravel pathway to the limits shown on the project drawings. 

9.2. Material and Construction 

Peastone gravel shall consist of inert material that is hard, durable particles of stone, free from clay, loam, or 
other deleterious materials, be well graded and contain no stone having any dimension greater than three- 
eighth (3/8) inches. 

Peastone gravel shall conform to the following requirements: 


Passing 1/2 inch sieve.100% 

Passing No. 3/8 inch sieve.90-100% 

Passing No. 4 sieve.10-30% 

Passing No. 8 sieve.0-10% 


Pathway sub-grade shall be 3" deep of crushed stone, installed and compacted as specified under separate 
bid items. 

The peastone gravel shall be placed directly upon the prepared sub-grade and leveled to desired grade and 
cross-section. Pathway depth shall be 2-inches and width shall be 6-feet. Following placement, pathway 
shall be compacted i. 
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The resulting peastone gravel pathway shall be stable, firm, and shall lie generally in a continuous plane with 
a minimum of surface warping. G rading shall be completed so as to minimize pooling of water or 
accumulation of ice or flow of water across walkways. 

9.3. Method of Measurement and Basis of Payment 

Peastone gravel shall be measured per ton of peastone gravel installed at the project site for construction of 
the pathway. 

Peastone gravel will be paid for at the contract unit bid price per ton complete in place which shall include all 
labor, materials, transport and equipment necessary to complete the work as necessary or as directed by the 
Town. Contractor shall be responsible for the cost of all additional peastone gravel above and beyond the 
limits approved by the Engineer and required for the construction of the pathway. 


10. Item 10: Flared End Unit 

10.1. Description 

Work under this item shall include furnishing and installing a precast reinforced concrete flared end outlet 
section for a 15-inch diameter pipe. This work shall also include connecting the flared end unit to the existing 
saw-cut 15-inch diameter drain pipe, including any couplings, adhesives, and other materials/appurtenances 
required. Further, this item shall include any required work to integrate the outlet with the riprap of the 
proposed sediment forebay as shown on the contract drawings. 

10.2. Method of Measurement and Basis of Payment 

The work shall be measured in place by each flared end unit installed, complete in place and accepted, 
including all labor, materials, hauling, and equipment necessary to complete the work as necessary or as 
directed by the Engineer. 

This work shall be paid for at the unit bid price per each flared end unit installed complete in place. 


11. Item 11: Granite Block Installations 
11.1. Description 

Work under this item shall include the installation of granite blocks at the project site in accordance with the 
contract drawings. Granite block installation work for this contract shall include the following: 

1. Transport granite block (approximate 2-tons) from the Arlington Department of Public Works 
yard to the project site and install as a bench as indicated on the contract drawings 

2. Transport granite block curb sections from the Arlington Department of Public Works yard to 
the project site and install as slope stabilization (approximate! 25-EF as installed) for the 
riverfront restoration feature as indicated on the contract drawings 

3. Reset two (2) granite block sections (approximately 9-ft long, 2-ft wide, and 1-ft tall) from the 
riverbank and return to their original position as riverfront slope stabilizers as indicated on the 
contract drawings 
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11.2. Method of Measurement and Basis of Payment 

The work shall be measured in place by lump sum of total cost, complete and approved, including all labor, 
materials, hauling, and equipment necessary to complete the work as n ecessary or as directed by the 
Engineer. 

The work shall be paid for at the contract lump sum price. 


12. Item 12: Granite Sign Post 

12.1. Description 

Work under this item shall include furnishing and installing a granite sign post as indicated on the contract 
drawings. Granite post shall be gray in color and shall be approved by the Engineer prior to procurement by 
the Contractor. This work shall also include furnishing and installing a concrete foundation for the granite 
sign post and installation of an informative sign to the post with the appropriate adhesive in accordance with 
the post supplier's recommendations. The informative sign shall be provided to the Contractor by the Town. 

12.2. Method of Measurement and Basis of Payment 

The work shall be measured in place by each granite sign post installed, complete in place and accepted, 
including all labor, materials, hauling, and equipment necessary to complete the work as necessary or as 
directed by the Engineer. 

This work shall be paid for at the unit bid price per each granite sign post installed complete in place. 
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Massachusetts Department of Environmental Protection 
Bureau of Resource Protection - Wetlands 

WPA Form 5 - Order of Conditions 

Massachusetts Wetlands Protection Act M.G.L, c. 131, §40 

City/Town 

A. General Information (cont.) 

6. Property recorded at the Registry of Deeds for (attach additional information if more than 
one parcel); 

a. County b. Certificate Number (if registered land) 



c. Book 


d. Page 


7. Dates: 


c. Date of Issuance 


a. Date Notice of intent Filed b. Date Public Hearing Closed c. Date of Issuance 

8. Final Approved Plans and Other Documents (attach additional plan or document references 
as needed): 

Mystic Riverfront Restoration Project (inclusive of Attachments A - D) _ 

a. Plan Title 

William Copithorne _ ___ 

b. Prepared By c. Signed and Stamped by 

February 6, 2017 ___ 

d. Final Revision Date e. Scale 

Demolition and Sediment Control Plan _ revised 2/22/17 

f. Additional Plan or Document Tide g. Date 


B. Findings 


Findings pursuant to the Massachusetts Wetlands Protection Act: 

Foiiowing the review of the above-referenced Notice of Intent and based on the information 
provided in this application and presented at the public hearing, this Commission finds that 
the areas in which work is proposed is significant to the following interests of the Wetlands 
Protection Act (the Act). Check all that apply: 


□ Public Water Supply 

□ Private Water Supply 
Groundwater Supply 


□ Land Containing Shellfish 


Fisheries 


Storm Damage Prevention i. 


^ Prevention of 
Pollution 
S Protection of 
Wildlife Habitat 

M Flood Control 


2 , This Commission hereby finds the project, as proposed, is: (check one of the following boxes) 


Approved subject to: 

a. Ei the following conditions which are necessary in accordance with the performance 
standards set forth in the wetlands regulations. This Commission orders that ali work shall 
be performed in accordance with the Notice of Intent referenced above, the foiiowing 
General Conditions, and any other special conditions attached to this Crder. To the extent 
that the following conditions modify or differ from the plans, specifications, or other 
proposals submitted with the Notice of Intent, these conditions shall control. 
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Massachusetts Department of Environmental Protection 

Bureau of Resource Protection - Wetlands 

WPA Form 5 - Order of Conditions 

Massachusetts Wetlands Protection Act M.G.L. c. 131, §40 


B. Findings (cont.) 



Provided by MassDEP: 

91-0284 _ 

MassDEP Fite # 


eDEP Transaction # 

Arlington _ 

City/Town 


Denied because: 


b. □ the proposed work cannot be conditioned to meet the performance standards set forth 
in the wetland regulations. Therefore, work on this project may not go forward unless and 
until a new Notice of Intent is submitted which provides measures which are adequate to 
protect the interests of the Act, and a final Order of Conditions is issued. A description of 
the performance standards which the proposed work cannot meet is attached to this 
Order. 


c. □ the information submitted by the applicant is not sufficient to describe the site, the work, 
or the effect of the work on the interests identified in the Wetlands Protection Act. 

Therefore, work on this project may not go forward unless and until a revised Notice of 
Intent is submitted which provides sufficient information and includes measures which are 
adequate to protect the Act’s interests, and a final Order of Conditions is issued. A 
description of the specific information which is lacking and why it is necessary is 
attached to this Order as per 310 CWIR 10.05(6){c). 

3. El Buffer Zone Impacts: Shortest distance between limit of project 0_ 

disturbance and the wetland resource area specified in 310 CMR 10.02(1)(a) iinearfeet 


Inland Resource Area Impacts: Check all that apply below. (For Approvals Only) 


Resource Area 

4. E Bank 

5. E Bordering 

Vegetated Wetland 

6. E Land Under 

Waterbodies and 
Waterways 

7. E Bordering Land 
Subject to Flooding 

Cubic Feet Flood Storage 

8. □ Isolated Land 
Subject to Flooding 

Cubic Feet Flood Storage 

9. E Riverfront Area 

Sq ft within 100 ft 

Sq ft between 100- 
200 ft 


Proposed 

Alteration 

20_ 

a. iinearfeet 

0 _ 

a. square feet 
190 

a. square feet 


e. c/y dredged 

0 _ 

a. square feet 

0 _ 

e. cubic feet 


a. square feet 


c. cubic feet 

500 _ 

a. total sq. feel 
500 

c. square feet 

0 _ 

g, square feet 


Permitted 

Alteration 

20 _ 

b. Iinearfeet 
0 

b. square feet 
190 

b. square feet 


f. c/y dredged 
0 

b. square feet 

0 _ 

f. cubic feet 


b. square feet 


d. cubic feet 
500 

b. total sq. feet 
500 

d. square feet 
0 

h. square feet 


Proposed 

Replacement 

20 _ 

c. linear feet 

_ 

c. square feet 

190 

c. square feet 


500 

c. square feet 


g. cubic feet 


e. cubic feet 


500 _ 

e. square feet 

0 _ 

!. square feet 


Permitted 

Replacement 

20 

d. Iinearfeet 
40 

d. square feet 
190 

d. square feet 


500 

d. square feet 


h. cubic feet 


f. cubic feet 


500 

f. square feet 
0 

j. square feet 
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Provided by yassDEP; 
91-0284 


Massachusetts Department of Environmental Protection 

Bureau of Resource Protection - Wetlands 

WPA Form 5 - Order of Conditions 

Massachusetts Wetlands Protection Act M.G.L c. 131, §40 


B. Findings (cont.) 



MassDEP File # 


eDEP Transaction # 

Arlington _ 

City/Town 


Coastal Resource Area Impacts: Check all that apply below. {For Approvals Only) 


10. □ Designated Port 
Areas 

11 . □ Land Under the 
Ocean 


12. □ Barrier Beaches 

13. □ Coastal Beaches 

14. □ Coastal Dunes 

15. □ Coastal Banks 

16 . □ Rocky Intertidal 
Shores 

17. □ Salt Marshes 

18 . 11] Land Under Salt 
Ponds 


19. □ Land Containing 
Shellfish 


Proposed Permitted Proposed Permitted 

Alteration Alteration Replacement Replacement 

Indicate size under Land Under the Ocean, below 


a. square feet b, square feet 


c. c/y dredged d. c/y dredged 

Indicate size under Coastal Beaches and/or Coastal Dunes 


below 


cu yd 

cu yd 

a. square feet 

b. square feet 

c. nourishment 

d. nourishment 



cu yd 

cu yd 

a, square feet 

b, square feet 

c. nourishment 

d. nourishment 

a. iinear feet 

b. linear feet 



a. square feet 

b, square feet 



a. square feet 

b. square feet 

c. square feet 

d. square feet 

a. square feet 

b. square feet 



c. c/y dredged 

d. c/y dredged 



a. square feet 

b, square feet 

c. square feet 

d. square feet 


20. n Fish Runs Indicate size under Coastal Banks, Inland Bank, Land Under 

the Ocean, and/or inland Land Under Waterbodies and 
Waterways, above 


21 . O Land Subject to 
Coastal Storm 
Flowage 

22 . O Riverfront Area 

Sq ft within 100 ft 

Sq ft between 100- 
.200ft. 


a. c/y dredged 

b. c/y dredged 

a. square feet 

b. square feet 

a. total sq. feet 

b. total sq. feet 

c. square feet 

d. square feet 

q. square feet 

h, square feet 


e. square feet 


i. square feet 


f, square feet 


j. square feet 
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Provided by MassDEP: 
91-0284 



Massachusetts Department of Environmental Protection 

Bureau of Resource Protection - Wetlands 

WPA Form 5 - Order of Conditions 

Massachusetts Wetlands Protection Act M.G.L. c. 131, §40 


MassDEP File # 


eDEP Transaction # 

Arlington _ 

City/Town 


B. Findings (cont.) 


*#23. If the 
project is for 
the purpose of 
restoring or 
enhancing a 
wetland 
resource area 
in addition to 
the square 
footage that 
has been 
entered in 
Section B.5,c 


23. Restoration/Enhancement*: 


40 _1 


a. square feet of BVW 

24. □ Stream Crossing(s): 

b. square feet of salt marsh 

a. number of new stream crossings 

b. number of replacement stream crossings 

C. General Conditions Under Massachusetts Wetlands Protection Act 


(BVW) or 
B.17.c{Sait 
Marsh) above, 
please enter 
the additional 
amount here. 


The following conditions are only applicable to Approved projects. 

1. Failure to comply with all conditions stated herein, and with all related statutes and other 
regulatory measures, shall be deemed cause to revoke or modify this Order. 

2. The Order does not grant any property rights or any exclusive privileges; it does not 
authorize any injury to private property or invasion of private rights. 

3. This Order does not relieve the permittee or any other person of the necessity of complying 
with all other applicable federal, state, or local statutes, ordinances, bylaws, or regulations. 


4. The work authorized hereunder shall be completed within three years from the date of this 

Order unless either of the following apply; 

a. The work is a maintenance dredging project as provided for in the Act; or 

b. The time for completion has been extended to a specified date more than three years, 
but less than five years, from the date of issuance. If this Order is intended to be valid 
for more than three years, the extension date and the special circumstances warranting 
the extended time period are set forth as a special condition in this Order. 

c. If the work is for a Test Project, this Order of Conditions shall be valid for no more than 
one year. 


5. This Order may be extended by the issuing authority for one or more periods of up to three 
years each upon application to the issuing authority at least 30 days prior to the expiration 
date of the Order. An Order of Conditions for a Test Project may be extended for one 
additional year only upon written application by the applicant, subject to the provisions of 310 
CMR10.05(11)(f). 

6 . If this Order constitutes an Amended Order of Conditions, this Amended Order of 
Conditions does not extend the issuance date of the original Final Order of Conditions and 
the Order wilt expire on n/a unless extended in writing by the Department. 

7. Any fill used in connection with this project shall be clean fill. Any fill shall contain no trash, 
refuse, rubbish, or debris, including but not limited to lumber, bricks, plaster, wire, lath, 
paper, cardboard, pipe, tires, ashes, refrigerators, motor vehicles, or parts of any of the 
foregoing. 
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Massachusetts Department of Environmental Protection 

Bureau of Resource Protection - Wetlands 

WPA Form 5 - Order of Conditions 

Massachusetts Wetlands Protection Act M.G.L. c. 131, §40 


Provided by MassDEP: 

91-0284 _ 

MassDEP File # 


eDEP Transaction# 

Arlington 

City/Town 


C. General Conditions Under Massachusetts Wetlands Protection Act 


8 . This Order is not final until all administrative appeal periods from this Order have elapsed, 
or if such an appeal has been taken, until all proceedings before the Department have been 
completed. 

9. No work shall be undertaken until the Order has become final and then has been recorded 
in the Registry of Deeds or the Land Court for the district in which the land is located, within 
the chain of title of the affected property. In the case of recorded land, the Final Order shall 
also be noted in the Registry's Grantor Index under the name of the owner of the land upon 
which the proposed work is to be done. In the case of the registered land, the Final Order 
shall also be noted on the Land Court Certificate of Title of the owner of the land upon 
which the proposed work is done. The recording information shall be submitted to the 
Conservation Commission on the form at the end of this Order, which form must be 
stamped by the Registry of Deeds, prior to the commencement of work. 

10. A sign shall be displayed at the site not less then two square feet or more than three 
square feet in size bearing the words, 

“Massachusetts Department of Environmental Protection" [or, “MassDEP’’] 

“File Number 91-0284 

11. Where the Department of Environmental Protection is requested to issue a Superseding 
Order, the Conservation Commission shall be a party to all agency proceedings and 
hearings before MassDEP. 

12. Upon completion of the work described herein, the applicant shall submit a Request for 
Certificate of Compliance (WPA Form 8A) to the Conservation Commission. 

13. The work shall conform to the plans and special conditions referenced in this order. 

14. Any change to the plans identified in Condition #13 above shall require the applicant to 
inquire of the Conservation Commission in writing whether the change is significant enough 
to require the filing of a new Notice of Intent. 

15. The Agent or members of the Conservation Commission and the Department of 
Environmental Protection shall have the right to enter and inspect the area subject to this 
Order at reasonable hours to evaluate compliance with the conditions stated in this Order, 
and may require the submittal of any data deemed necessary by the Conservation 
Commission or Department for that evaluation. 

16. This Order of Conditions shall apply to any successor in interest or successor in control of 
the property subject to this Order and to any contractor or other person performing work 
conditioned by this Order. 
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Massachusetts Department of Environmental Protection 

Bureau of Resource Protection - Wetlands 

WPA Form 5 ~ Order of Conditions 

Massachusetts Wetlands Protection Act M.G.L. c. 131, §40 


Provided by MassDEP; 

91-0284 _ 

MassDEP File # 

eDEP Transaction # 

Arlington _ 

City/Town 


C. General Conditions Under Massachusetts Wetlands Protection Act (cont.) 


17. Prior to the start of work, and if the project involves work adjacent to a Bordering Vegetated 
Wetland, the boundary of the wetland in the vicinity of the proposed work area shall be 
marked by wooden stakes or flagging. Once in place, the wetland boundary markers shall 
be maintained until a Certificate of Compliance has been issued by the Conservation 
Commission. 


18. All sedimentation barriers shall be maintained in good repair until all disturbed areas have 
been fully stabilized with vegetation or other means. At no time shall sediments be 
deposited in a wetland or water body. During construction, the applicant or his/her designee 
shall inspect the erosion controls on a daily basis and shall remove accumulated sediments 
as needed. The applicant shall immediately control any erosion problems that occur at the 
site and shall also immediately notify the Conservation Commission, which reserves the 
right to require additional erosion and/or damage prevention controls it may deem 
necessary. Sedimentation barriers shall serve as the limit of work unless another limit of 
work line has been approved by this Crder. 


19. The work associated with this Crder (the “Project”) 

(1) S is subject to the Massachusetts Stormwater Standards 

(2) □ is NCT subject to the Massachusetts Stormwater Standards 

If the work is subject to the Stormwater Standards, then the project is subject to the 
following conditions; 

a) All work, including site preparation, land disturbance, construction and redevelopment, 
shall be implemented in accordance with the construction period pollution prevention and 
erosion and sedimentation control plan and, if applicable, the Stormwater Pollution 
Prevention Plan required by the National Pollution Discharge Elimination System 
Construction General Permit as required by Stormwater Condition 8. Construction period 
erosion, sedimentation and pollution control measures and best management practices 
(BMPs) shali remain in place until the site is fully stabilized. 

b) No stormwater runoff may be discharged to the post-construction stormwater BMPs 
unless and until a Registered Professional Engineer provides a Certification that: 

/. all construction period BMPs have been removed or will be removed by a date certain 
specified in the Certification. For any construction period BMPs intended to be converted 
to post construction operation for stormwater attenuation, recharge, and/or treatment, the 
conversion is allowed by the MassDEP Stormwater Handbook BMP specifications and that 
the BMP has been properly cleaned or prepared for post construction operation, including 
removal of ail construction period sediment trapped in inlet and outlet control structures; 

/;. as-built final construction BMP plans are included, signed and stamped by a Registered 
Professional Engineer, certifying the site is fully stabilized; 

Hi. any illicit discharges to the stormwater management system have been removed, as per 
the requirements of Stormwater Standard 10; 
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Massachusetts Department of Environmental Protection Provided by MassDEP; 

Bureau of Resource Protection - Wetlands - 

^ , __ MassDEP File# 

WPA Form 5 - Order of Conditions 

Massachusetts Wetlands Protection Act M.G.L. c. 131, §40 eOEPTransaction# 

Arlington _ 

City/Town 

C. General Conditions Under Massachusetts Wetlands Protection Act {cont^ 



iv. all post-construction stormwater BMPs are installed in accordance with the plans 
(including all planting plans) approved by the issuing authority, and have been inspected to 
ensure that they are not damaged and that they are in proper working condition; 

V. any vegetation associated with post-construction BMPs is suitably established to 
withstand erosion. 

c) The landowner is responsible for BMP maintenance until the issuing authority is notified 
that another party has legally assumed responsibility for BMP maintenance. Prior to 
requesting a Certificate of Compliance, or Partial Certificate of Compliance, the responsible 
party (defined in General Condition 18(e)) shall execute and submit to the issuing authority 
an Operation and Maintenance Compliance Statement (“O&M Statement) for the 
Stormwater BMPs identifying the party responsible for implementing the stormwater BMP 
Operation and Maintenance Plan (“O&M Plan”) and certifying the following: 

i. ) the O&M Plan is complete and will be implemented upon receipt of the Certificate of 

Compliance, and 

ii. ) the future responsible parties shall be notified in writing of their ongoing legal 

responsibility to operate and maintain the stormwater management BMPs and 

implement the Stormwater Pollution Prevention Plan. 

d) Post-construction pollution prevention and source control shall be implemented in 
accordance with the long-term pollution prevention plan section of the approved 
Stormwater Report and. if applicable, the Stormwater Pollution Prevention Plan required by 
the National Pollution Discharge Elimination System Multi-Sector General Permit. 

e) Unless and until another party accepts responsibility, the landowner, or owner of any 
drainage easement, assumes responsibility for maintaining each BMP. To overcome this 
presumption, the landowner of the property must submit to the issuing authority a legally 
binding agreement of record, acceptable to the issuing authority, evidencing that another 
entity has accepted responsibility for maintaining the BMP, and that the proposed 
responsible party shall be treated as a permittee for purposes of implementing the 
requirements of Conditions 18(f) through 18(k) with respect to that BMP. Any failure of the 
proposed responsible party to implement the requirements of Conditions 18(0 through 
18(k) with respect to that BMP shall be a violation of the Order of Conditions or Certificate 
of Compliance. In the case of stormwater BMPs that are serving more than one lot, the 
legally binding agreement shall also identify the lots that will be serviced by the stormwater 
BMPs. A plan and easement deed that grants the responsible party access to perform the 
required operation and maintenance must be submitted along with the legally binding 
agreement. 

f) The responsible party shall operate and maintain all stormwater BMPs in accordance 
with the design plans, the O&M Plan, and the requirements of the Massachusetts 
Stormwater Handbook. 
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Massachusetts Department of Environmental Protection 

Bureau of Resource Protection - Wetlands 

WPA Form 5 - Order of Conditions 

Massachusetts Wetlands Protection Act M.G.L. c. 131, §40 


Provided by MassDEP: 
91-0284 _ 

MassDEP Fiie # 


eDEP Transaction # 
Arlington _ 

City/Town 


C. General Conditions Under Massachusetts Wetlands Protection Act (cont.) 


g) The responsible party shall: 

1. Maintain an operation and maintenance log for the last three (3) consecutive 
calendar years of inspections, repairs, maintenance and/or replacement of the 
stormwater management system or any part thereof, and disposal (for disposal the 
log shall indicate the type of material and the disposal location); 

2. Make the maintenance log available to MassDEP and the Conservation 
Commission ("Commission”) upon request; and 

3. Allow members and agents of the MassDEP and the Commission to enter and 
inspect the site to evaluate and ensure that the responsible party is in compliance 
with the requirements for each BMP established in the O&M Plan approved by the 
issuing authority. 

h) All sediment or other contaminants removed from stormwater BMPs shall be disposed 
of in accordance with all applicable federal, state, and local laws and regulations. 

i) Illicit discharges to the stormwater management system as defined in 310 CMR 10.04 
are prohibited. 

j) The stormwater management system approved in the Order of Conditions shall not be 
changed without the prior written approval of the issuing authority. 

k) Areas designated as qualifying pervious areas for the purpose of the Low impact Site 
Design Credit (as defined in the MassDEP Stormwater Handbook, Volume 3, Chapter 1, 
Low Impact Development Site Design Credits) shall not be altered without the prior written 
approval of the issuing authority. 

i) Access for maintenance, repair, and/or replacement of BMPs shall not be withheld. 

Any fencing constructed around stormwater BMPs shall include access gates and shall be 
at least six inches above grade to allow for wildlife passage. 

Special Conditions (if you need more space for additional conditions, please attach a text 
document): 

See attached Special Conditions #21 - 40 _ 


20. For Test Projects subject to 310 CMR 10.05(11), the applicant shall also implement the 
monitoring plan and the restoration plan submitted with the Notice of Intent, if the 
conservation commission or Department determines that the Test Project threatens the 
public health, safety or the environment, the applicant shall implement the removal plan 
submitted with the Notice of Intent or modify the project as directed by the conservation 
commission or the Department. 
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Provided by MassDEP: 
91-0284 



Massachusetts Department of Environmental Protection 

Bureau of Resource Protection - Wetlands 

WPA Form 5 - Order of Conditions 

Massachusetts Wetlands Protection Act M.G.L. c. 131, §40 


WlassDEP File # 


eDEP Transaction # 

Arlington _ 

City/Town 


D. Findings Under Municipal Wetlands Bylaw or Ordinance 


1 . Is a municipal wetlands bylaw or ordinance applicable? S Yes □ No 

2 . The Arlington _hereby finds (check one that applies): 

Conservation Commission 

a. [H that the proposed work cannot be conditioned to meet the standards set forth in a 
municipal ordinance or bylaw, specifically: 


1, Municipal Ordinance or Bylaw 2. Citation 

Therefore, work on this project may not go forward unless and until a revised Notice of 
Intent is submitted which provides measures which are adequate to meet these 
standards, and a final Order of Conditions is issued. 

b. that the following additional conditions are necessary to comply with a municipal 
ordinance or bylaw: 

Arlington Bylaw for Wetlands Protection __ Title V, Art 8 

1, Municipal Ordinance or Bylaw 2. Citation 

3 . The Commission orders that all work shall be performed in accordance with the following 
conditions and with the Notice of Intent referenced above. To the extent that the following 
conditions modify or differ from the plans, specifications, or other proposals submitted with 
the Notice of Intent, the conditions shall control. 

The special conditions relating to municipal ordinance or bylaw are as follows (if you need 
more space for additional conditions, attach a text document); 

See attached Special Conditions #21-40 __ 
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Massachusetts Department of Environmental Protection 

Bureau of Resource Protection - Wetlands 

WPA Form 5 “■ Order of Conditions 

Massachusetts Wetlands Protection Act M.G.L. c, 131, §40 


Provided by MassDEP; 
91-0284 
MassDEP Fite # 


eDEP Transaction # 

Arlington __ 

City/Town 


E. Signatures 

This Order is valid for three years, unless otherwise specified as a special 
condition pursuant to General Conditions #4, from the date of issuance. 

Please indicate the number of members who will sign this form. 

This Order must be signed by a majority of the Conservation Commission. 


1. Date of Issuance 


2 . Number of Signers 


The Order must be mailed by certified mail (return receipt requested) or hand delivered to the applicant. A 
copy also must be mailed or hand delivered at the same time to the appropriate Department of 
Environmental Protection Regional Office, if not filing etect;;onica!ly,>pnd the property owner, if different 
from applicant. 

Signatures: 




^ by hand delivery on 


□ by certified mail, return receipt 
requested, on 


Date 


Date 


F. Appeals 

The applicant, the owner, any person aggrieved by this Order, any owner of land abutting the 
land subject to this Order, or any ten residents of the city or town in which such land is located, 
are hereby notified of their right to request the appropriate MassDEP Regional Office to issue a 
Superseding Order of Conditions. The request must be made by certified mail or hand delivery 
to the Department, with the appropriate filing fee and a completed Request for Departmental 
Action Fee Transmittal Form, as provided in 310 CMR 10.03(7) within ten business days from 
the date of issuance of this Order. A copy of the request shall at the same time be sent by 
certified mail or hand delivery to the Conservation Commission and to the applicant, if he/she is 
not the appellant. 


Any appellants seeking to appeal the Department's Superseding Order associated with this 
appeal will be required to demonstrate prior participation in the review of this project. Previous 
participation in the permit proceeding means the submission of written information to the 
Conservation Commission prior to the close of the public hearing, requesting a Superseding 
Order, or providing written information to the Department prior to issuance of a Superseding 
Order. 


The request shall state clearly and concisely the objections to the Order which is being 
appealed and how the Order does not contribute to the protection of the interests identified in 
the Massachusetts Wetlands Protection Act (M.G.L. c. 131, § 40), and is inconsistent with the 
wetlands regulations (310 CMR 10.00). To the extent that the Order is based on a municipal 
ordinance or bylaw, and not on the Massachusetts Wetlands Protection Act or regulations, the 
Department has no appellate j urisd iction. . 
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Massachusetts Department of Environmental Protection 

Bureau of Resource Protection - Wetlands 

WPA Form 5 - Order of Conditions 

Massachusetts Wetlands Protection Act M.G.L. c. 131, §40 


G. Recording Information 



Provided by MassDEP; 

91-0284 _ 

MassDEP File # 


eDEP Transaction # 

Arlington 

City/Town 


Prior to commencement of work, this Order of Conditions must be recorded in the Registry of 
Deeds or the Land Court for the district in which the land is located, within the chain of title of 
the affected property. In the case of recorded land, the Final Order shall also be noted in the 
Registry’s Grantor Index under the name of the owner of the land subject to the Order. In the 
case of registered land, this Order shall also be noted on the Land Court Certificate of Title of 
the owner of the land subject to the Order of Conditions. The recording information on this page 
shall be submitted to the Conservation Commission listed below. 

Arlington Conservation Commission, 730 Massachusetts Ave., Arlington , MA 02476 _ 

Conservation Commission 

Detach on dotted line, have stamped by the Registry of Deeds and submit to the Conservation 
Commission. 

To: 


Arlington ___ 

Conservation Commission 

Please be advised that the Crder of Conditions for the Project at; 

Mystic River Reservation _ 91-0284 _ 

Project Location MassDEP Fite Number 

Has been recorded at the Registry of Deeds of: 


County 


Book 


Page 


for: 


Property Owner 

and has been noted in the chain of title of the affected property in: 


Book Page 

In accordance with the Crder of Conditions issued on: 


Date 

If recorded land, the instrument number identifying this transaction is: 


Instrument Number 

If registered land, the document number identifying this transaction is: 


Document Number 


Signature of Applicant 
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Massachusetts Department of Environmental Protection 

Bureau of Resource Protection - Wetlands 

Request for Departmental Action Fee 
Transmittal Form 

Massachusetts Wetlands Protection Act M.G.L. c. 131, §40 


A. Request Information 


1. Location of Project 


DEP File Number: 


Provided by DEP 


a. Street Address 


b. City/Town, Zip 


Important: 

When filling 
out forms on 
the computer, 
use only the 
tab key to 
move your 
cursor - do 
not use the 
return key. 



c. Check number d. Fee amount 

2. Person or party making request (if appropriate, name the citizen group’s representative): 

Name 

Mailing Address 

'City/Town State Zip Code 

Phone Number ~~ Fax Number (if applicable) 

3 . Applicant (as shown on Determination of Applicability (Form 2), Order of Resource Area Delineation 
(Form 4B), Order of Conditions (Form 5), Restoration Order of Conditions (Form 5A), or Notice of 
Non-Significance (Form 6)): 


Name 


Mailing Address 


City/Town 

state Zip Code 

Phone Number 

4. DEP File Number: 

Fax Number (if applicable) 




B. Instructions 


1. When the Departmental action request is for (check one): 

□ Superseding Order of Conditions - Fee: $120.00 (single family house projects) or $245 (all other 
projects) 

Q Superseding Determination of Applicability - Fee: $120 
Q Superseding Order of Resource Area Delineation - Fee: $120 
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Massachusetts Department of Environmental Protection 

Bureau of Resource Protection - Wetlands 

Request for Departmental Action Fee 
Transmittal Form 

Massachusetts Wetlands Protection Act M.G.L. c, 131, §40 


B. Instructions (coni) 


DEP Fite Number: 


Provided by DEP 


Send this form and check or money order, payable to the Commonwealth of Massachusetts, to: 

Department of Environmental Protection 
Box 4062 
Boston, MA 02211 

2. On a separate sheet attached to this form, state clearly and concisely the objections to the 
Determination or Order which is being appealed. To the extent that the Determination or Order is 
based on a municipal bylaw, and not on the Massachusetts Wetlands Protection Act or regulations, 
the Department has no appellate jurisdiction. 

3. Send a copy of this form and a copy of the check or money order with the Request for a 
Superseding Determination or Order by certified mail or hand delivery to the appropriate DEP 
Regional Office (see http://vww.mass.aov/eea/aqencies/massdep/about/contacts/) . 

4. A copy of the request shall at the same time be sent by certified mail or hand delivery to the 
Conservation Commission and to the applicant, if he/she is not the appellant. 


wpaform5.doc* rev. 4/22/2015 
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.ARLINGTON CONSERVATION COMMISSION 

ORDER OF CONDITIONS MYSTIC RIVERFRONT RESTORATION DEP FILE NO. 91-0284 

Referenced Documents 


1. Notice of Intent application, Mystic Riverfront Restoration, Arlington, prepared by William 
Copithome, Assistant Town Engineer, Town of Arlington Department of Public Works (DPW), 51 
Grove Street, Arlington, MA 02476, dated 2/6/17, containing: 

a. cover letter, 2 pages, dated 2/6/17 

b. NOI Form - WPA Form 3 

c. Wetland Fee Transmittal Forms 

d. Attachment A - Notices 

• Notification to Abutters 

® Legal notice of Public Hearing 

• Affidavit of Service 

e. Attachment B - Project Narrative 
f Attachment C - Plans 

• Attachment Cl - Site Locus Map 

• Attachment C2 - Project Plans including: Existing Conditions Plan, Demolition and 
Sediment Control Plan, Riverfront Restoration Plan, Proposed Resource Area Plan, 
Planting Plan, and Construction Details 

• Attachment C3 - Site Pictures including: Picture 1 - Current Site Conditions 
(January 2017), Picture 2 - Concrete Outfall looking towards river. Picture 3 - 
Concrete Outfall looking upstream, and Picture 4 ~ Erosion behind concrete outfall 

g. Attachment D - DCR Support Letter 

h. Demolition and Sediment Control Plan ~ revised to extend sediment control along riverbank; 
submitted 2/22/17 


Findings 

(under the Wetlands Protection Act and Arlington Wetlands Bylaw) 

The Conservation Commission held hearings on the Notices of Intent on February 16, 2017 and March 
2,2017. The Commission closed the hearing on March 2,2017 and deliberated and voted on March 2, 
2017. Several members of the Commission attended a site visit on December 27,2017 with the 
Assistant Town Engineer, the Town Planning Department representative, and the former Conservation 
Commission Administrator. 

The Commission finds that the current conditions of the Mystic Riverfront Restoration area, at the end 
of Park Street in Arlington, show banlc erosion behind a broken concrete storm water headwall in the 
riverfront location that was directly impacted by the 2013 Oil Tanker Spill into the Mystic River. 
During the oil spill remediation effort, oil-soaked moss and other loose oil-covered plant debris were 
removed from the riverbank at this location. The Mystic Riverfront Restoration project is funded by a 
Natural Resource Damages Assessment (NRD) grant from the Massachusetts Department of 
Environmental Protection (DEP Contract BWSC-NRD-2015-02). The project site is located within the 
Mystic River Reservation parkland owned by the Department of Conservation and Recreation (DCR). 
The Commission finds that the following Resource Areas are present on the site: 200-foot Riverfront 
Area, Bordering Vegetated Wetland (BVW), 100-foot buffer zone to the BVW, Land Under 
Waterbodies and Waterways, 
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.ARLINGTON CONSERVATION COMMISSION. 

ORDER OF CONDITIONS MYSTIC RIVERFRONT RESTORATION DEP FILE NO. 91 -0284 


The Project will remove a broken concrete storm water outfall, remove broken stonn water pipe 
pieces, and direct storm water into a new riparian wetland habitat along the river. The project will 
create 500 square feet of new habitat (BLSF), install native plantings, re-direct an existing dirt foot¬ 
path around the new habitat area, and add signage and benches for community enjoyment of the newly 
restored riverbank area. There will be no permanent filling within the BLSF. The project will result in 
a net increase of flood storage within the 100-year flood elevation. The project will help stabilize the 
riverbank, enhance the natural ecosystem, and help to improve water quality of the river by filtering 
impurities from storm water runoff. The project will allow for direct community involvement and 
education during the creation and maintenance of the newly restored wetland. 

DCR has communicated their support of the project (as shown in Attachment D of the NOI) and the 
Applicant plans to generate a Memorandum of Understanding (MOU) with DCR following the 
permitting process, to define the responsibilities of the Town of Arlington and the DCR in the future 
access and maintenance of the restoration area. 

In a separate project (not included in this NOI), the Town of Arlington has agreed to install and 
maintain a new pretreatment system for the storm drain pipe that leads to the outfall at the proposed 
location. This separate but linked project to be managed by the Arlington Department of Public Works 
(DPW) will capture oils, sediment, and litter to prevent debris and contamination from entering the 
newly restored wetland and reduce contamination and sedimentation in the Mystic River at this 
location. The final location for the pretreatment system has not been established at this time; therefore, 
a separate NOI may be submitted by DPW for this work if the final location is within 200 feet of the 
Mystic River. 

The combination of these two projects (the Riverfront Restoration proposed and the Town’s 
contribution to update the storm water pretreatment in this area) will provide for a sustainable 
restoration of the Upper Mystic Riverbank and improvement of water quality. 

The Commission finds that the delineation of 20 linear feet of temporary disturbance of Bank, 20 
linear feet of restored Bank, creation of 40 square feet of BVW, 190 square feet of temporary 
disturbance of Land Under Waterbodies, creation of 500 square feet of BLSF, and restoration of 500 
square feet within 100-feet of the Riverfront Area in a total Riverfront Area of 1,035,000 square feet 
(on the Arlington side of the Mystic River) are accurate. 

The Commission finds that the Resource Areas on the Property are significant to the Resource Area 
values protected by the Act and by the Bylaw, as specified in the Bylaw Regulations and 310 CMR 
10.00 for each Resource Area. 

Based on the testimony at the public hearings, and review of the application materials and the 
documents listed above submitted during the public hearings, the Commission concludes that while the 
proposed project will have a temporary effect upon the interests of the Wetlands Protection Act or the 
resource area values of the Arlington Wetlands Bylaw, the conditions imposed will protect the 
resource area values. 
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The Commission finds that the Applicant established the absence of alternatives that are reasonably 
available and practicable to its proposed work, including that within Riverfront Area under 310 CMR 
10.58 and within the Restricted Zone of the AURA, as required by Section 4.B of the Bylaw and 
Section 25.D of the Arlington Regulations for Wetlands Protection (“Bylaw Regulations”). 

The Commission finds that the proposed project, with the conditions below, meets the performance 
standards in the Bylaw Regulations and state Wetlands Regulations, 310 CMR 10.00. 

Based on the foregoing, the Commission voted unanimously to approve the project under the Wetlands 
Protection Act, c.131, s.40 (“the Act”) and Arlington Wetlands Bylaw subject to the following 
additional conditions contained herein. 

Additional Special Conditions 

21. Work permitted by this Order and Permit shall conform to the Notice of Intent, plans and oral 
presentations (as recorded in hearing minutes) submitted by the applicant and the applicant’s agents or 
representatives, as well as any plans and other data submitted per these Conditions and approved by 
the Commission and which are listed above. 

22. The provisions of this Order and Permit shall apply to and be binding upon the applicant and 
applicant’s assigns, tenants, employees, contractors, or agents. 

23. No work shall be started under this Order until: (a) all other required permits or approvals have 
been obtained and (b) the appeal period of ten (10) business days from the date of issue of this Order 
has expired without any appeal being filed. No work shall be started under this Permit until all other 
necessary pemiits or approvals have been obtained. 

24. The applicant shall ensure that a copy of this Order of Conditions and Permit for work, with any 
referenced plans, is available on site at all times, and that contractors, site managers, foremen, and sub¬ 
contractors understand its provisions. 

25. Prior to starting work, the applicant shall submit to the Commission the names and 24-hour phone 
numbers of project managers or the persons responsible for site work or mitigation. 

26. Before work begins, erosion and sediment controls shall be installed at the limits of the work area, 
as shown in the Demolition and Sediment Control Plan included in Attachment C2 of the NOI, in such 
a manner as to protect the waterway and drainage systems leading to the waterway. These will include 
a turbidity curtain to protect sediment from entering the Mystic River, a silt fence and straw wattle to 
protect the riverbank area, and temporary construction fencing around the entire work area. 

27. The contractor shall contact the Conservation Administrator (ConComm@town.arlington.ma.us ; 
781-316-3012) to arrange for a site walk to confirm the installation and placement of erosion controls 
prior to the start of any work. 
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29. All dumpsters must be covered at the end of each work day, and no dumpsters will be allowed 
overnight within the 100 foot Buffer Zone or Adjacent Upland Resource Areas or other Resource 
Areas. 

30. No uncovered stockpiling of materials shall be permitted overnight within 100 feet of any 
waterway or water body. The area shown on the plans for stockpiling is permitted. 

31. Construction access and activities shall be restricted to areas that are currently maintained as 
riverbank area as shown on Attachment C2 of the NOT Areas that are disturbed by the construction 
activities shall be reseeded, replanted, and restabilized prior to the removal of the erosion control 
barrier (see the Planting Plan in Attachment C2). 

32. Arrangements shall be made for dewatering, for any rinsing of tools, equipment, etc. associated 
with on-site mixing or use of concrete or other materials. In no case may this be placed in stormdrains 
without prior settling of fines. Any spillage of materials shall be cleaned up promptly. 

33. Any dirt or debris spilled or tracked onto any paved streets shall be swept up and removed daily. 

34. In the event of discovery of hazardous materials on the site during excavation work, clean up of 
these materials shall conform to the requirements and standards of State law and regulations. 

35. No heavy equipment may be stored overnight in the riverfront area and no refueling or 
maintenance of machinery shall be allowed within the 100-foot Buffer Zone or within any Resource 
Area. 

37. The Commission, its employees and its agents, with proper notification of the site supervisor, shall 
have the right of entry onto the site to inspect for compliance with the terms of this Order of 
Conditions and Permit. 

38. Any plantings and landscaping within the 100-foot Buffer Zone or Riverfront Area shall conform 
to the Planting Plan in Attachment C2 of the NOI and the following: 

(a) No plant materials shall be used of any species which appears on the Massachusetts 
Prohibited Plant list at http://www.mass.gov/agr/farmproducts/prohibitedplantlist.htm 

(b) Fertilizers, pesticides, or herbicides shall not be used within the Buffer Zone, except as 
noted in (c) unless a specific need for treating a particular specimen or species has been 
demonstrated to the Commission, and permission has been granted. 

(c) Fertilizers may be used at the time of installation of any plant materials, and once more 
within a year after planting. 

(d) Native plant installations must be maintained and replaced, if necessary, for a minimum of 
2-years from the planting date(s). 

39. The Commission expects that a Memorandum of Understanding (MOU) will be developed between 
the Applicant and DCR for the operation and maintenance of the newly restored riverfront area. A 
copy of the MOU shall be provided to the Comission. 
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40. When requesting a Certificate of Compliance for this Order of Conditions, the applicant must 
submit a written statement from a Massachusetts professional engineer, registered land surveyor, or 
registered landscape architect certifying that the completed work complies with the plans 
referenced in this Order, or provide an as-built plan and statement describing any differences. 
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To view and print Weekly Payroll & Statement of Compliance Forms, click on 
WWW.mass.gov/dols/pw . 


PLEASE NOTE: The attached Prevailing Wage Schedule is valid for 90 days. An 
Awarding Authority should re-request an up to date Prevailing Wage Schedule 
if it has NOT opened bids or selected a contractor within 90 days of the 
issuance date of the attached prevailing wage schedule. 

*For MULTI-YEAR projects bid on or after 8/8/08, Awarding Authorities must 
request an Annual Update to this Prevailing Wage Schedule each year for the 
duration of the project, no later than two weeks before the anniversary date 
of the execution of the general contract. Annual updates are not required for 
projects that last LESS THAN ONE YEAR. 

*For CM AT RISK projects (bid pursuant to GL C.149A), Awarding Authorities 
must request a Prevailing Wage Schedule NOT sooner than 90-days before the 
earlier of: (a) the execution date of the GMP Amendment, or (b) the bid for 
the first construction scope of work. 

*For MULTI-YEAR CM AT RISK projects. Awarding Authorities must request an 
Annual Update to this Prevailing Wage Schedule each year for the duration of 
the project, no later than two weeks before the anniversary date, which is 
the earlier of: (a)the execution date of the GMP Amendment, or (b) the 
execution date of the first amendment to procure construction scopes of work. 

Apprentice wages (expressed as dollar figures) and the required benefits are 
listed on the Prevailing Wage Schedule. For further details, please see 
opinion letter PW-2010-03-03.16.10 (dated March 18, 2010) at 
WWW.mass.gov/dols/pw . 

Request Prevailing Wage Rates online at: www.mass.gov/dols/pw. 

THIS IS A SYSTEM-GENERATED EMAIL. PLEASE DO NOT REPLY TO THIS EMAIL. TO 
CONTACT DLS REGARDING PREVAILING WAGE MATTERS, CALL 617-626-6953. 


APPROVAL/DENIAL COMMENTS 


This e-mail message, including any attachments, is for the sole use of the 
intended recipient(s) and may contain confidential and privileged 
information. Any unauthorized review, use, disclosure, or distribution is 
strictly prohibited and may be the subject of legal action. If you are not 
the intended recipient, please contact the sender by reply e-mail and destroy 
all copies of the original message. Thank you. 







THE COMMONWEALTH OF MASSACHUSETTS 



CHARLES D. BAKER 


Governor 


KARYN E. POLITO 
Lt. Governor 


EXECUTIVE OFFICE OF LABOR AND WORKFORCE DEVELOPMENT 
DEPARTMENT OF LABOR STANDARDS 


Prevailing Wage Rates 

As determined by the Director under the provisions of the 
Massachusetts Generai Laws, Chapter 149, Sections 26 to 27H 


RONALD L. WALKER, II 

Secretary 

WILLIAM D MCKINNEY 

Director 


Awarding Authority: Town of Arlington 

Contract Number: 17-05 City/Town: ARLINGTON 

Description of Work: Mystic Riverfront Restoration Project to include but not limited to Landscaping, Excavation, Grading, Drainage 

Infrastructure Demolition) as specified. 


Job Location: 


Mystic Valley Parkway/Park Ave 


Information about Prevailing Wage Schedules for Awarding Authorities and Contractors 

• This wage schedule applies only to the specific project referenced at the top of this page and uniquely identified by the 
“Wage Request Number” on all pages of this schedule. 

• An Awarding Authority must request an updated wage schedule from the Department of Labor Standards (“DLS”) if it has 
not opened bids or selected a contractor within 90 days of the date of issuance of the wage schedule. For CM AT RISK 
projects (bid pursuant to G.L. C.149A), the earlier of: (a) the execution date of the GMP Amendment, or (b) the bid for the first 
constmction scope of work must be within 90-days of the wage schedule issuance date. 

• The wage schedule shall be incorporated in any advertisement or call for bids for the project as required by M.G.L. c. 149, 

§ 27. The wage schedule shall be made a part of the contract awarded for the project. The wage schedule must be posted in a 
conspicuous place at the work site for the life of the project in accordance with M.G.L. c. 149 § 27. The wages listed on the 
wage schedule must be paid to employees performing constmction work on the project whether they are employed by the prime 
contractor, a filed sub-bidder, or any sub-contractor. 

• All apprentices working on the project are required to be registered with the Massachusetts Department of Labor 
Standards, Division of Apprentice Standards (DLS/DAS). Apprentice must keep his/her apprentice identification card on 
his/her person during all work hours on the project. An apprentice registered with DAS may be paid the lower apprentice 
wage rate at the applicable step as provided on the prevailing wage schedule. Any apprentice not registered with DLS/DAS 
regardless of whether or not they are registered with any other federal, state, local, or private agency must be paid the 
journeyworker's rate for the trade. 

• The wage rates will remain in effect for the duration of the project, except in the case of multi-year public construction 
projects. For constmction projects lasting longer than one year, awarding authorities must request an updated wage schedule. 
Awarding authorities are required to request these updates no later than two weeks before the anniversary of the date the 
contract was executed by the awarding authority and the general contractor. For multi-year CM AT RISK projects, awarding 
authority must request an annual update no later than two weeks before the anniversary date, determined as the earlier of: (a) 
the execution date of the GMP Amendment, or (b) the execution date of the first amendment to permit procurement of 
constmction services. Contractors are required to obtain the wage schedules from awarding authorities, and to pay no less than 
these rates to covered workers. The annual update requirement is not applicable to 27F “rental of equipment” contracts. 

• Every contractor or subcontractor which performs constmction work on the project is required to submit weekly payroll 
reports and a Statement of Compliance directly to the awarding authority by mail or email and keep them on file for three years. 
Each weekly payroll report must contain: the employee’s name, address, occupational classification, hours worked, and wages 
paid. Do not submit weekly payroll reports to DLS. A sample of a payroll reporting form may be obtained at 
http://www.mass.gov/dols/pw. 

• Contractors with questions about the wage rates or classifications included on the wage schedule have an affirmative 
obligation to inquire with DLS at (617) 626-6953. 

• Employees not receiving the prevailing wage rate set forth on the wage schedule may report the violation to the Fair Labor 
Division of the office of the Attorney General at (617) 727-3465. 

• Failure of a contractor or subcontractor to pay the prevailing wage rates listed on the wage schedule to all employees who 
perfonn construction work on the project is a violation of the law and subjects the contractor or subcontractor to civil and 
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Classification 

Construction 

Effective Date 

Base Wage 

Health 

Pension 

Snpplemental 

Unemployment 

Total Rate 

(2 AXLE) DRIVER - EQUIPMENT 

TEAMSTERS JOINT COUNCIL NO. 10 ZONE A 

12/01/2016 

$33.25 

$10.91 

$10.89 

$0.00 

$55.05 

(3 AXLE) DRIVER - EQUIPMENT 

12/01/2016 

$33.32 

$10.91 

$10.89 

$0.00 

$55.12 

TEAMSTERS JOINT COUNCIL NO. 10 ZONE A 

(4 & 5 AXLE) DRIVER - EQUIPMENT 

12/01/2016 

$33.44 

$10.91 

$10.89 

$0.00 

$55.24 

TEAMSTERS JOINT COUNCIL NO. 10 ZONE A 

ADS/SUBMERSIBLE PILOT 

08/01/2015 

$88.29 

$9.80 

$19.23 

$0.00 

$117.32 

PILE DRIVER LOCAL 56 (ZONE 1) 

For apprentice rates see "Apprentice- PILE DRIVER" 

AIR TRACK OPERATOR 

12/01/2016 

$37.10 

$7.60 

$14.15 

$0.00 

$58.85 

LABORERS - ZONE 1 


06/01/2017 

$38.10 

$7.60 

$14.15 

$0.00 

$59.85 


12/01/2017 

$38.95 

$7.60 

$14.15 

$0.00 

$60.70 


06/01/2018 

$39.90 

$7.60 

$14.15 

$0.00 

$61.65 


12/01/2018 

$40.85 

$7.60 

$14.15 

$0.00 

$62.60 


06/01/2019 

$41.85 

$7.60 

$14.15 

$0.00 

$63.60 


12/01/2019 

$42.85 

$7.60 

$14.15 

$0.00 

$64.60 

For apprentice rates see "Apprentice- LABORER" 

ASBESTOS REMOVER - PIPE / MECH. EQUIPT. 

12/01/2016 

$33.90 

$11.50 

$7.10 

$0.00 

$52.50 

HEAT & FROST INSULATORS LOCAL 6 (BOSTON) 


06/01/2017 

$34.90 

$11.50 

$7.10 

$0.00 

$53.50 


12/01/2017 

$35.90 

$11.50 

$7.10 

$0.00 

$54.50 


06/01/2018 

$36.90 

$11.50 

$7.10 

$0.00 

$55.50 


12/01/2018 

$37.90 

$11.50 

$7.10 

$0.00 

$56.50 


06/01/2019 

$38.90 

$11.50 

$7.10 

$0.00 

$57.50 


12/01/2019 

$39.90 

$11.50 

$7.10 

$0.00 

$58.50 


06/01/2020 

$40.90 

$11.50 

$7.10 

$0.00 

$59.50 


12/01/2020 

$41.90 

$11.50 

$7.10 

$0.00 

$60.50 

ASPHALT RAKER 

12/01/2016 

$36.60 

$7.60 

$14.15 

$0.00 

$58.35 

LABORERS - ZONE 1 


06/01/2017 

$37.60 

$7.60 

$14.15 

$0.00 

$59.35 


12/01/2017 

$38.45 

$7.60 

$14.15 

$0.00 

$60.20 


06/01/2018 

$39.40 

$7.60 

$14.15 

$0.00 

$61.15 


12/01/2018 

$40.35 

$7.60 

$14.15 

$0.00 

$62.10 


06/01/2019 

$41.35 

$7.60 

$14.15 

$0.00 

$63.10 


12/01/2019 

$42.35 

$7.60 

$14.15 

$0.00 

$64.10 

For apprentice rates see "Apprentice- LABORER" 

ASPHALT/CONCRETE/CRUSHER PLANT-ON SITE 

12/01/2016 

$45.38 

$10.00 

$15.25 

$0.00 

$70.63 

OPERA TING ENGINEERS LOCAL 4 


06/01/2017 

$46.38 

$10.00 

$15.25 

$0.00 

$71.63 


12/01/2017 

$47.38 

$10.00 

$15.25 

$0.00 

$72.63 

For apprentice rates see "Apprentice- OPERATING ENGINEERS" 

BACKHOE/FRONT-END LOADER 

12/01/2016 

$45.38 

$10.00 

$15.25 

$0.00 

$70.63 

OPERA TING ENGINEERS LOCAL 4 


06/01/2017 

$46.38 

$10.00 

$15.25 

$0.00 

$71.63 


12/01/2017 

$47.38 

$10.00 

$15.25 

$0.00 

$72.63 

For apprentice rates see "Apprentice- OPERATING ENGINEERS" 


Issue Date: 05/02/2017 


Wage Request Number: 20170502-046 


Page! of 33 





Classification 

Effective Date 

Base Wage 

Health 

Pension 

Snpplemental 

Unemployment 

Total Rate 

BARCO-TYPE JUMPING TAMPER 

12/01/2016 

$36.60 

$7.60 

$14.15 

$0.00 

$58.35 

LABORERS - ZONE 1 

06/01/2017 

$37.60 

$7.60 

$14.15 

$0.00 

$59.35 


12/01/2017 

$38.45 

$7.60 

$14.15 

$0.00 

$60.20 


06/01/2018 

$39.40 

$7.60 

$14.15 

$0.00 

$61.15 


12/01/2018 

$40.35 

$7.60 

$14.15 

$0.00 

$62.10 


06/01/2019 

$41.35 

$7.60 

$14.15 

$0.00 

$63.10 


12/01/2019 

$42.35 

$7.60 

$14.15 

$0.00 

$64.10 

For apprentice rates see "Apprentice- LABORER" 







BLOCK PAVER, RAMMER / CURB SETTER 

12/01/2016 

$37.10 

$7.60 

$14.15 

$0.00 

$58.85 

LABORERS - ZONE 1 

06/01/2017 

$38.10 

$7.60 

$14.15 

$0.00 

$59.85 


12/01/2017 

$38.95 

$7.60 

$14.15 

$0.00 

$60.70 


06/01/2018 

$39.90 

$7.60 

$14.15 

$0.00 

$61.65 


12/01/2018 

$40.85 

$7.60 

$14.15 

$0.00 

$62.60 


06/01/2019 

$41.85 

$7.60 

$14.15 

$0.00 

$63.60 


12/01/2019 

$42.85 

$7.60 

$14.15 

$0.00 

$64.60 

For apprentice rates see "Apprentice- LABORER" 







BOILER MAKER 

01/01/2017 

$42.92 

$6.97 

$16.21 

$0.00 

$66.10 


BOILERMAKERS LOCAL 29 


Apprentice - BOILERMAKER - Local 29 
Effective Date - 01/01/2017 


Step 

percent 

Apprentice Base Wage 

Health 

Pension 

Unemployment 

Total Rate 

1 

65 

$27.90 

$6.97 

$10.54 

$0.00 

$45.41 

2 

65 

$27.90 

$6.97 

$10.54 

$0.00 

$45.41 

3 

70 

$30.04 

$6.97 

$11.35 

$0.00 

$48.36 

4 

75 

$32.19 

$6.97 

$12.16 

$0.00 

$51.32 

5 

80 

$34.34 

$6.97 

$12.97 

$0.00 

$54.28 

6 

85 

$36.48 

$6.97 

$13.78 

$0.00 

$57.23 

7 

90 

$38.63 

$6.97 

$14.59 

$0.00 

$60.19 

8 

95 

$40.77 

$6.97 

$15.40 

$0.00 

$63.14 


Notes: 


Apprentice to Jonrneyworker Ratio: 1:5 

BRICK/STONE/ARTIFICIAL MASONRY (INCL. MASONRY 03/01/2017 $50.76 $10.75 $19.22 $000 $80.73 

WATERPROOFING) 

BRICKLAYERS LOCAL 3 (BOSTON) 


Issne Date: 05/02/2017 
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Classification 


Effective Date Base Wage Health 


Pension 


Snpplemental 

Unemployment 


Total Rate 


Apprentice - BRICK/PLASTER/CEMENT MASON - Local 3 Boston 


Effective Date - 03/01/2017 




Supplemental 




Step percent 

Apprentice Base Wage 

Health 

Pension 

Unemployment 

Total Rate 


1 50 

$25.38 

$10.75 

$19.22 

$0.00 


$55.35 


2 60 

$30.46 

$10.75 

$19.22 

$0.00 


$60.43 


3 70 

$35.53 

$10.75 

$19.22 

$0.00 


$65.50 


00 

o 

$40.61 

$10.75 

$19.22 

$0.00 


$70.58 


5 90 

$45.68 

$10.75 

$19.22 

$0.00 


$75.65 


Notes: 






~~i 


1 

Apprentice to Journeyworker Ratio: 1:5 






1 


BULLDOZER/GRADER/SCRAPER 

12/01/2016 

$44.94 

$10.00 

$15.25 

$0.00 


$70.19 

OPERA TING ENGINEERS LOCAL 4 

06/01/2017 

$45.93 

$10.00 

$15.25 

$0.00 


$71.18 


12/01/2017 

$46.92 

$10.00 

$15.25 

$0.00 


$72.17 

For apprentice rates see "Apprentice- OPERATING ENGINEERS" 








CAISSON & UNDERPINNING BOTTOM MAN 

12/01/2016 

$37.45 

$7.60 

$14.35 

$0.00 


$59.40 

LABORERS - FOUNDATION AND MARINE 








For apprentice rates see "Apprentice- LABORER" 








CAISSON & UNDERPINNING LABORER 

12/01/2016 

$36.30 

$7.60 

$14.35 

$0.00 


$58.25 

LABORERS - FOUNDATION AND MARINE 








For apprentice rates see "Apprentice- LABORER" 








CAISSON & UNDERPINNING TOP MAN 

12/01/2016 

$36.30 

$7.60 

$14.35 

$0.00 


$58.25 

LABORERS - FOUNDATION AND MARINE 








For apprentice rates see "Apprentice- LABORER" 








CARBIDE CORE DRILL OPERATOR 

12/01/2016 

$36.60 

$7.60 

$14.15 

$0.00 


$58.35 

LABORERS - ZONE 1 

06/01/2017 

$37.60 

$7.60 

$14.15 

$0.00 


$59.35 


12/01/2017 

$38.45 

$7.60 

$14.15 

$0.00 


$60.20 


06/01/2018 

$39.40 

$7.60 

$14.15 

$0.00 


$61.15 


12/01/2018 

$40.35 

$7.60 

$14.15 

$0.00 


$62.10 


06/01/2019 

$41.35 

$7.60 

$14.15 

$0.00 


$63.10 


12/01/2019 

$42.35 

$7.60 

$14.15 

$0.00 


$64.10 

For apprentice rates see "Apprentice- LABORER" 








CARPENTER 

03/01/2017 

$38.77 

$9.90 

$17.00 

$0.00 


$65.67 

CARPENTERS -ZONE 2 (Eastern Massachusetts) 

09/01/2017 

$39.78 

$9.90 

$17.00 

$0.00 


$66.68 


03/01/2018 

$40.78 

$9.90 

$17.00 

$0.00 


$67.68 


09/01/2018 

$41.82 

$9.90 

$17.00 

$0.00 


$68.72 


03/01/2019 

$42.85 

$9.90 

$17.00 

$0.00 


$69.75 
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Classification 


Effective Date Base Wage Health 


Pension Total Rate 

Unemployment 


Apprentice - CARPENTER - Zone 2 Eastern MA 


Effective Date - 

Step percent 

03/01/2017 

Apprentice Base Wage 

Health 

Pension 

Supplemental 

Unemployment 

Total Rate 

1 

50 


$19.39 

$9.90 

$1.63 

$0.00 

$30.92 

2 

60 


$23.26 

$9.90 

$1.63 

$0.00 

$34.79 

3 

70 


$27.14 

$9.90 

$12.11 

$0.00 

$49.15 

4 

75 


$29.08 

$9.90 

$12.11 

$0.00 

$51.09 

5 

80 


$31.02 

$9.90 

$13.74 

$0.00 

$54.66 

6 

80 


$31.02 

$9.90 

$13.74 

$0.00 

$54.66 

7 

90 


$34.89 

$9.90 

$15.37 

$0.00 

$60.16 

8 

90 


$34.89 

$9.90 

$15.37 

$0.00 

$60.16 

Effective Date - 

09/01/2017 




Supplemental 


Step 

percent 


Apprentice Base Wage 

Health 

Pension 

Unemployment 

Total Rate 

1 

50 


$19.89 

$9.90 

$1.63 

$0.00 

$31.42 

2 

60 


$23.87 

$9.90 

$1.63 

$0.00 

$35.40 

3 

70 


$27.85 

$9.90 

$12.11 

$0.00 

$49.86 

4 

75 


$29.84 

$9.90 

$12.11 

$0.00 

$51.85 

5 

80 


$31.82 

$9.90 

$13.74 

$0.00 

$55.46 

6 

80 


$31.82 

$9.90 

$13.74 

$0.00 

$55.46 

7 

90 


$35.80 

$9.90 

$15.37 

$0.00 

$61.07 

8 

90 


$35.80 

$9.90 

$15.37 

$0.00 

$61.07 


Notes: 


Apprentice to Journeyworker Ratio: 1:5 

CEMENT MASONRY/PLASTERING 

BRICKLAYERS LOCAL 3 (BOSTON) 


01/01/2017 

$45.67 

$12.20 

$19.41 

$1.30 

$78.58 

07/01/2017 

$46.30 

$12.20 

$19.41 

$1.30 

$79.21 

01/01/2018 

$46.54 

$12.20 

$19.41 

$1.30 

$79.45 

07/01/2018 

$46.79 

$12.20 

$19.41 

$1.30 

$79.70 

01/01/2019 

$47.03 

$12.20 

$19.41 

$1.30 

$79.94 

07/01/2019 

$47.27 

$12.20 

$19.41 

$1.30 

$80.18 

01/01/2020 

$47.52 

$12.20 

$19.41 

$1.30 

$80.43 
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Classification 


Effective Date Base Wage Health 


Pension 


Snpplemental 

Unemployment 


Total Rate 


Apprentice - CEMENT MASONRY/PLASTERING - Eastern Mass (Boston) 




Effective Date - 

Step percent 

01/01/2017 

Apprentice Base Wage 

Health 

Pension 

Supplemental 

Unemployment 

Total Rate 

1 

50 


$22.84 

$12.20 

$12.41 

$0.00 

$47.45 

2 

60 


$27.40 

$12.20 

$14.41 

$1.30 

$55.31 

3 

65 


$29.69 

$12.20 

$15.41 

$1.30 

$58.60 

4 

70 


$31.97 

$12.20 

$16.41 

$1.30 

$61.88 

5 

75 


$34.25 

$12.20 

$17.41 

$1.30 

$65.16 

6 

80 


$36.54 

$12.20 

$18.41 

$1.30 

$68.45 

7 

90 


$41.10 

$12.20 

$19.41 

$1.30 

$74.01 

Effective Date - 

Step percent 

07/01/2017 

Apprentice Base Wage 

Health 

Pension 

Supplemental 

Unemployment 

Total Rate 


1 

50 

$23.15 

$12.20 

$12.41 

$0.00 

$47.76 

2 

60 

$27.78 

$12.20 

$14.41 

$1.30 

$55.69 

3 

65 

$30.10 

$12.20 

$15.41 

$1.30 

$59.01 

4 

70 

$32.41 

$12.20 

$16.41 

$1.30 

$62.32 

5 

75 

$34.73 

$12.20 

$17.41 

$1.30 

$65.64 

6 

80 

$37.04 

$12.20 

$18.41 

$1.30 

$68.95 

7 

90 

$41.67 

$12.20 

$19.41 

$1.30 

$74.58 

Notes: 

1 

Steps 3,4 are 500 hrs. All other steps are 

1,000 hrs. 




~~i 

_^1 


Apprentice to Jonrneyworker Ratio: 1:3 


CHAIN SAW OPERATOR 

12/01/2016 

$36.60 

$7.60 

$14.15 

$0.00 

$58.35 

LABORERS - ZONE 1 

06/01/2017 

$37.60 

$7.60 

$14.15 

$0.00 

$59.35 


12/01/2017 

$38.45 

$7.60 

$14.15 

$0.00 

$60.20 


06/01/2018 

$39.40 

$7.60 

$14.15 

$0.00 

$61.15 


12/01/2018 

$40.35 

$7.60 

$14.15 

$0.00 

$62.10 


06/01/2019 

$41.35 

$7.60 

$14.15 

$0.00 

$63.10 


12/01/2019 

$42.35 

$7.60 

$14.15 

$0.00 

$64.10 

For apprentice rates see "Apprentice- LABORER" 







CLAM SHELLS/SLURRY BUCKETS/HEADING MACHINES 

12/01/2016 

$46.38 

$10.00 

$15.25 

$0.00 

$71.63 

OPERA TING ENGINEERS LOCAL 4 

06/01/2017 

$47.38 

$10.00 

$15.25 

$0.00 

$72.63 


12/01/2017 

$48.38 

$10.00 

$15.25 

$0.00 

$73.63 

For apprentice rates see "Apprentice- OPERATING ENGINEERS" 







COMPRESSOR OPERATOR 

12/01/2016 

$31.17 

$10.00 

$15.25 

$0.00 

$56.42 

OPERA TING ENGINEERS LOCAL 4 

06/01/2017 

$31.86 

$10.00 

$15.25 

$0.00 

$57.11 


12/01/2017 

$32.55 

$10.00 

$15.25 

$0.00 

$57.80 

For apprentice rates see "Apprentice- OPERATING ENGINEERS" 







DELEADER (BRIDGE) 

01/01/2017 

$51.41 

$7.85 

$16.10 

$0.00 

$75.36 


PAINTERS LOCAL 35 - ZONE 2 
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Classification 


Effective Date 

Base Wage 

Health 

„ Supplemental 

Pension 

Unemployment 

Total Rate 

Apprentice- PAINTER Local 35 - BRIDGES/TANKS 







Effective Date - 01/01/2017 




Supplemental 




Step 

percent 

Apprentice Base Wage Health 

Pension 

Unemployment 

Total Rate 


1 

50 

$25.71 

$7.85 

$0.00 

$0.00 


$33.56 


2 

55 

$28.28 

$7.85 

$3.66 

$0.00 


$39.79 


3 

60 

$30.85 

$7.85 

$3.99 

$0.00 


$42.69 


4 

65 

$33.42 

$7.85 

$4.32 

$0.00 


$45.59 


5 

70 

$35.99 

$7.85 

$14.11 

$0.00 


$57.95 


6 

75 

$38.56 

$7.85 

$14.44 

$0.00 


$60.85 


7 

80 

$41.13 

$7.85 

$14.77 

$0.00 


$63.75 


8 

90 

$46.27 

$7.85 

$15.44 

$0.00 


$69.56 


Notes: 

1 

Steps are 750 hrs. 






~~i 

1 


Apprentice to Journeyworker Ratio:l:l 





- ■ 



DEMO: ADZEMAN 


12/01/2016 

$36.50 

$7.60 

$14.15 

$0.00 


$58.25 

LABORERS - ZONE 1 


06/01/2017 

$37.50 

$7.60 

$14.15 

$0.00 


$59.25 



12/01/2017 

$38.35 

$7.60 

$14.15 

$0.00 


$60.10 



06/01/2018 

$39.30 

$7.60 

$14.15 

$0.00 


$61.05 



12/01/2018 

$40.25 

$7.60 

$14.15 

$0.00 


$62.00 



06/01/2019 

$41.25 

$7.60 

$14.15 

$0.00 


$63.00 



12/01/2019 

$42.25 

$7.60 

$14.15 

$0.00 


$64.00 

For apprentice rates see 

"Apprentice- LABORER" 








DEMO: BACKHOE/LOADER/HAMMER OPERATOR 

12/01/2016 

$37.50 

$7.60 

$14.15 

$0.00 


$59.25 

LABORERS - ZONE 1 


06/01/2017 

$38.50 

$7.60 

$14.15 

$0.00 


$60.25 



12/01/2017 

$39.35 

$7.60 

$14.15 

$0.00 


$61.10 



06/01/2018 

$40.30 

$7.60 

$14.15 

$0.00 


$62.05 



12/01/2018 

$41.25 

$7.60 

$14.15 

$0.00 


$63.00 



06/01/2019 

$42.25 

$7.60 

$14.15 

$0.00 


$64.00 



12/01/2019 

$43.25 

$7.60 

$14.15 

$0.00 


$65.00 

For apprentice rates see 

"Apprentice- LABORER" 








DEMO: BURNERS 


12/01/2016 

$37.25 

$7.60 

$14.15 

$0.00 


$59.00 

LABORERS - ZONE 1 


06/01/2017 

$38.25 

$7.60 

$14.15 

$0.00 


$60.00 



12/01/2017 

$39.10 

$7.60 

$14.15 

$0.00 


$60.85 



06/01/2018 

$40.05 

$7.60 

$14.15 

$0.00 


$61.80 



12/01/2018 

$41.00 

$7.60 

$14.15 

$0.00 


$62.75 



06/01/2019 

$42.00 

$7.60 

$14.15 

$0.00 


$63.75 



12/01/2019 

$43.00 

$7.60 

$14.15 

$0.00 


$64.75 


For apprentice rates see "Apprentice- LABORER" 
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Classification 

Effective Date 

Base Wage 

Health 

Pension 

Snpplementai 

Unemployment 

Total Rate 

DEMO: CONCRETE CUTTER/SAWYER 

12/01/2016 

$37.50 

$7.60 

$14.15 

$0.00 

$59.25 

LABORERS - ZONE 1 

06/01/2017 

$38.50 

$7.60 

$14.15 

$0.00 

$60.25 


12/01/2017 

$39.35 

$7.60 

$14.15 

$0.00 

$61.10 


06/01/2018 

$40.30 

$7.60 

$14.15 

$0.00 

$62.05 


12/01/2018 

$41.25 

$7.60 

$14.15 

$0.00 

$63.00 


06/01/2019 

$42.25 

$7.60 

$14.15 

$0.00 

$64.00 


12/01/2019 

$43.25 

$7.60 

$14.15 

$0.00 

$65.00 

For apprentice rates see "Apprentice- LABORER" 







DEMO; JACKHAMMER OPERATOR 

12/01/2016 

$37.25 

$7.60 

$14.15 

$0.00 

$59.00 

LABORERS - ZONE 1 

06/01/2017 

$38.25 

$7.60 

$14.15 

$0.00 

$60.00 


12/01/2017 

$39.10 

$7.60 

$14.15 

$0.00 

$60.85 


06/01/2018 

$40.05 

$7.60 

$14.15 

$0.00 

$61.80 


12/01/2018 

$41.00 

$7.60 

$14.15 

$0.00 

$62.75 


06/01/2019 

$42.00 

$7.60 

$14.15 

$0.00 

$63.75 


12/01/2019 

$43.00 

$7.60 

$14.15 

$0.00 

$64.75 

For apprentice rates see "Apprentice- LABORER" 







DEMO: WRECKING LABORER 

12/01/2016 

$36.50 

$7.60 

$14.15 

$0.00 

$58.25 

LABORERS - ZONE 1 

06/01/2017 

$37.50 

$7.60 

$14.15 

$0.00 

$59.25 


12/01/2017 

$38.35 

$7.60 

$14.15 

$0.00 

$60.10 


06/01/2018 

$39.30 

$7.60 

$14.15 

$0.00 

$61.05 


12/01/2018 

$40.25 

$7.60 

$14.15 

$0.00 

$62.00 


06/01/2019 

$41.25 

$7.60 

$14.15 

$0.00 

$63.00 


12/01/2019 

$42.25 

$7.60 

$14.15 

$0.00 

$64.00 

For apprentice rates see "Apprentice- LABORER" 







DIRECTIONAL DRILL MACHINE OPERATOR 

12/01/2016 

$44.94 

$10.00 

$15.25 

$0.00 

$70.19 

OPERA TING ENGINEERS LOCAL 4 

06/01/2017 

$45.93 

$10.00 

$15.25 

$0.00 

$71.18 


12/01/2017 

$46.92 

$10.00 

$15.25 

$0.00 

$72.17 

For apprentice rates see "Apprentice- OPERATING ENGINEERS" 







DIVER 

PILE DRIVER LOCAL 56 (ZONE 1) 

08/01/2015 

$58.86 

$9.80 

$19.23 

$0.00 

$87.89 

For apprentice rates see "Apprentice- PILE DRIVER" 







DIVER TENDER 

PILE DRIVER LOCAL 56 (ZONE 1) 

08/01/2015 

$42.04 

$9.80 

$19.23 

$0.00 

$71.07 

For apprentice rates see "Apprentice- PILE DRIVER" 







DIVER TENDER (EFFLUENT) 

PILE DRIVER LOCAL 56 (ZONE 1) 

08/01/2015 

$63.06 

$9.80 

$19.23 

$0.00 

$92.09 

For apprentice rates see "Apprentice- PILE DRIVER" 







DIVER/SLURRY (EFFLUENT) 

PILE DRIVER LOCAL 56 (ZONE 1) 

08/01/2015 

$88.23 

$9.80 

$19.23 

$0.00 

$117.26 

For apprentice rates see "Apprentice- PILE DRIVER" 







DRAWBRIDGE OPERATOR (Construction) 

03/01/2017 

$48.33 

$13.00 

$17.45 

$0.00 

$78.78 

ELECTRICIANS LOCAL 103 

09/01/2017 

$49.28 

$13.00 

$17.48 

$0.00 

$79.76 


03/01/2018 

$50.48 

$13.00 

$17.51 

$0.00 

$80.99 


09/01/2018 

$51.67 

$13.00 

$17.55 

$0.00 

$82.22 


03/01/2019 

$52.87 

$13.00 

$17.59 

$0.00 

$83.46 


For apprentice rates see "Apprentice- ELECTRICIAN" 
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Classification Effective Date Base Wage Health Pension Snpplemental Total Rate 

_2_Uneniplqyment_ 


ELECTRICIAN 

03/01/2017 

$48.33 

$13.00 

$17.45 

$0.00 

$78.78 

ELECTRICIANS LOCAL 103 

09/01/2017 

$49.28 

$13.00 

$17.48 

$0.00 

$79.76 


03/01/2018 

$50.48 

$13.00 

$17.51 

$0.00 

$80.99 


09/01/2018 

$51.67 

$13.00 

$17.55 

$0.00 

$82.22 


03/01/2019 

$52.87 

$13.00 

$17.59 

$0.00 

$83.46 


Apprentice- ELECTRICIAN - Local 103 
Effective Date - 03/01/2017 

Step percent 

Apprentice Base Wage 

Health 

Pension 

Supplemental 

Unemployment 

Total Rate 

1 

40 


$19.33 

$13.00 

$0.58 

$0.00 

$32.91 

2 

40 


$19.33 

$13.00 

$0.58 

$0.00 

$32.91 

3 

45 


$21.75 

$13.00 

$13.37 

$0.00 

$48.12 

4 

45 


$21.75 

$13.00 

$13.37 

$0.00 

$48.12 

5 

50 


$24.17 

$13.00 

$13.75 

$0.00 

$50.92 

6 

55 


$26.58 

$13.00 

$14.11 

$0.00 

$53.69 

7 

60 


$29.00 

$13.00 

$14.48 

$0.00 

$56.48 

8 

65 


$31.41 

$13.00 

$14.85 

$0.00 

$59.26 

9 

70 


$33.83 

$13.00 

$15.22 

$0.00 

$62.05 

10 

75 


$36.25 

$13.00 

$15.60 

$0.00 

$64.85 

Effective Date - 

Step percent 

09/01/2017 

Apprentice Base Wage 

Health 

Pension 

Supplemental 

Unemployment 

Total Rate 

1 

40 


$19.71 

$13.00 

$0.59 

$0.00 

$33.30 

2 

40 


$19.71 

$13.00 

$0.59 

$0.00 

$33.30 

3 

45 


$22.18 

$13.00 

$13.39 

$0.00 

$48.57 

4 

45 


$22.18 

$13.00 

$13.39 

$0.00 

$48.57 

5 

50 


$24.64 

$13.00 

$13.76 

$0.00 

$51.40 

6 

55 


$27.10 

$13.00 

$14.12 

$0.00 

$54.22 

7 

60 


$29.57 

$13.00 

$14.50 

$0.00 

$57.07 

8 

65 


$32.03 

$13.00 

$14.87 

$0.00 

$59.90 

9 

70 


$34.50 

$13.00 

$15.25 

$0.00 

$62.75 

10 

75 


$36.96 

$13.00 

$15.62 

$0.00 

$65.58 


Notes: : i 

App Prior 1/1/03; 30/35/40/45/50/55/65/70/75/80 j 

Apprentice to Jonrneyworker Ratio:2:3*** 

ELEVATOR CONSTRUCTOR 01/01/2017 $55.86 $15.28 $15.71 $0.00 $86.85 

ELEVATOR CONSTRUCTORS LOCAL 4 
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Classification 


Effective Date Base Wage Health 


Pension 


Snpplemental 

Unemployment 


Total Rate 


Apprentice - ELEVATOR CONSTRUCTOR - Local 4 
Effective Date - 01/01/2017 


Step 

percent 

Apprentice Base Wage 

Health 

Pension 

Unemployment 

Total Rate 

1 

50 

$27.93 

$15.28 

$0.00 

$0.00 

$43.21 

2 

55 

$30.72 

$15.28 

$15.71 

$0.00 

$61.71 

3 

65 

$36.31 

$15.28 

$15.71 

$0.00 

$67.30 

4 

70 

$39.10 

$15.28 

$15.71 

$0.00 

$70.09 

5 

80 

$44.69 

$15.28 

$15.71 

$0.00 

$75.68 


Notes: 

Steps 1-2 are 6 mos.; Steps 3-5 are 1 year 


Apprentice to Journeyworker Ratio:l:l 


ELEVATOR CONSTRUCTOR HELPER 

ELEVATOR CONSTRUCTORS LOCAL 4 

For apprentice rates see "Apprentice - ELEVATOR CONSTRUCTOR" 

01/01/2017 

$39.10 

$15.28 

$15.71 

$0.00 

$70.09 

FENCE & GUARD RAIL ERECTOR 

12/01/2016 

$36.60 

$7.60 

$14.15 

$0.00 

$58.35 

LABORERS - ZONE 1 


06/01/2017 

$37.60 

$7.60 

$14.15 

$0.00 

$59.35 


12/01/2017 

$38.45 

$7.60 

$14.15 

$0.00 

$60.20 


06/01/2018 

$39.40 

$7.60 

$14.15 

$0.00 

$61.15 


12/01/2018 

$40.35 

$7.60 

$14.15 

$0.00 

$62.10 


06/01/2019 

$41.35 

$7.60 

$14.15 

$0.00 

$63.10 


12/01/2019 

$42.35 

$7.60 

$14.15 

$0.00 

$64.10 

For apprentice rates see "Apprentice- LABORER" 

FIELD ENG.INST.PERSON-BLDG,SITE,HVY/HWY 

05/01/2017 

$42.15 

$10.00 

$15.25 

$0.00 

$67.40 

OPERA TING ENGINEERS LOCAL 4 


11/01/2017 

$42.88 

$10.00 

$15.25 

$0.00 

$68.13 


05/01/2018 

$43.59 

$10.00 

$15.25 

$0.00 

$68.84 

For apprentice rates see "Apprentice- OPERATING ENGINEERS" 

FIELD ENG.PARTY CHIEF-BLDG,SITE,HVY/HWY 

05/01/2017 

$43.61 

$10.00 

$15.25 

$0.00 

$68.86 

OPERA TING ENGINEERS LOCAL 4 


11/01/2017 

$44.34 

$10.00 

$15.25 

$0.00 

$69.59 


05/01/2018 

$45.06 

$10.00 

$15.25 

$0.00 

$70.31 

For apprentice rates see "Apprentice- OPERATING ENGINEERS" 

FIELD ENG.ROD PERSON-BLDG,SITE,HVY/HWY 

05/01/2017 

$22.41 

$10.00 

$15.25 

$0.00 

$47.66 

OPERA TING ENGINEERS LOCAL 4 


11/01/2017 

$22.83 

$10.00 

$15.25 

$0.00 

$48.08 


05/01/2018 

$23.26 

$10.00 

$15.25 

$0.00 

$48.51 

For apprentice rates see "Apprentice- OPERATING ENGINEERS" 

FIRE ALARM INSTALLER 

03/01/2017 

$48.33 

$13.00 

$17.45 

$0.00 

$78.78 

ELECTRICIANS LOCAL 103 


09/01/2017 

$49.28 

$13.00 

$17.48 

$0.00 

$79.76 


03/01/2018 

$50.48 

$13.00 

$17.51 

$0.00 

$80.99 


09/01/2018 

$51.67 

$13.00 

$17.55 

$0.00 

$82.22 


03/01/2019 

$52.87 

$13.00 

$17.59 

$0.00 

$83.46 

For apprentice rates see "Apprentice- ELECTRICIAN" 
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Classification 

Effective Date 

Base Wage 

Health 

Pension 

Snpplemental 

Unemployment 

Total Rate 

FIRE ALARM REPAIR / MAINTENANCE 

/ COMMlSSlO^mOELECTRICIANS 

LOCAL 103 

03/01/2017 

09/01/2017 

$36.25 

$36.96 

$13.00 

$13.00 

$15.60 

$15.62 

$0.00 

$0.00 

$64.85 

$65.58 


03/01/2018 

$37.86 

$13.00 

$15.65 

$0.00 

$66.51 


09/01/2018 

$38.75 

$13.00 

$15.67 

$0.00 

$67.42 

For apprentice rates see "Apprentice- TELECOMMUNICATIONS TECHNICIAN" 

03/01/2019 

$39.65 

$13.00 

$15.70 

$0.00 

$68.35 

FIREMAN (ASST. ENGINEER) 

OPERA TING ENGINEERS LOCAL 4 

12/01/2016 

06/01/2017 

$37.65 

$38.49 

$10.00 

$10.00 

$15.25 

$15.25 

$0.00 

$0.00 

$62.90 

$63.74 

For apprentice rates see "Apprentice- OPERATING ENGINEERS" 

12/01/2017 

$39.32 

$10.00 

$15.25 

$0.00 

$64.57 

FLAGGER & SIGNALER 

LABORERS - ZONE 1 

12/01/2016 

$20.50 

$7.60 

$14.15 

$0.00 

$42.25 

For apprentice rates see "Apprentice- LABORER" 







FLOORCOVERER 

FLOORCOVERERS LOCAL 2168 ZONE I 

03/01/2016 

$42.13 

$9.80 

$17.62 

$0.00 

$69.55 


Apprentice - FLOORCOVERER - Local 2168 Zone I 







Effective Date - 03/01/2016 




Supplemental 




Step 

percent 

Apprentice Base Wage 

Health 

Pension 

Unemployment 

Total Rate 


1 

50 

$21.07 

$9.80 

$1.79 

$0.00 


$32.66 


2 

55 

$23.17 

$9.80 

$1.79 

$0.00 


$34.76 


3 

60 

$25.28 

$9.80 

$12.25 

$0.00 


$47.33 


4 

65 

$27.38 

$9.80 

$12.25 

$0.00 


$49.43 


5 

70 

$29.49 

$9.80 

$14.04 

$0.00 


$53.33 


6 

75 

$31.60 

$9.80 

$14.04 

$0.00 


$55.44 


7 

80 

$33.70 

$9.80 

$15.83 

$0.00 


$59.33 


8 

85 

$35.81 

$9.80 

$15.83 

$0.00 


$61.44 


Notes: 

Steps are 750 hrs. 






~~i 

1 


,_ 







1 


Apprentice to Journeyworker Ratio:l:l 








FORK LIFT/CHERRY PICKER 

12/01/2016 

$45.38 

$10.00 

$15.25 

$0.00 


$70.63 

OPERA TING ENGINEERS LOCAL 4 










06/01/2017 

$46.38 

$10.00 

$15.25 

$0.00 


$71.63 



12/01/2017 

$47.38 

$10.00 

$15.25 

$0.00 


$72.63 

For apprentice rates see ' 

'Apprentice- OPERATING ENGINEERS" 








GENERATOR/LIGHTING PLANT/HEATERS 

12/01/2016 

$31.17 

$10.00 

$15.25 

$0.00 


$56.42 

OPERA TING ENGINEERS LOCAL 4 




$15.25 






06/01/2017 

$31.86 

$10.00 

$0.00 


$57.11 



12/01/2017 

$32.55 

$10.00 

$15.25 

$0.00 


$57.80 

For apprentice rates see ' 

'Apprentice- OPERATING ENGINEERS" 








GLAZIER (GLASS PLANK/AIR BARRIER/INTERIOR 

01/01/2017 

$40.91 

$7.85 

$16.10 

$0.00 


$64.86 


SYSTEMS) 

GLAZIERS LOCAL 35 (ZONE 2) 
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Classification 


Effective Date Base Wage Health 


Pension 


Snpplemental 

Unemployment 


Total Rate 


Apprentice - GLAZIER - Local 35 Zone 2 
Effective Date - 01/01/2017 


Step 

percent 

Apprentice Base Wage 

Health 

Pension 

Unemployment 

Total Rate 

1 

50 

$20.46 

$7.85 

$0.00 

$0.00 

$28.31 

2 

55 

$22.50 

$7.85 

$3.66 

$0.00 

$34.01 

3 

60 

$24.55 

$7.85 

$3.99 

$0.00 

$36.39 

4 

65 

$26.59 

$7.85 

$4.32 

$0.00 

$38.76 

5 

70 

$28.64 

$7.85 

$14.11 

$0.00 

$50.60 

6 

75 

$30.68 

$7.85 

$14.44 

$0.00 

$52.97 

7 

80 

$32.73 

$7.85 

$14.77 

$0.00 

$55.35 

8 

90 

$36.82 

$7.85 

$15.44 

$0.00 

$60.11 


Notes: 

Steps are 750 hrs. 


Apprentice to Journeyworker Ratio:l:l 


HOISTING ENGINEER/CRANES/GRADALLS 

12/01/2016 

$45.38 

$10.00 

$15.25 

$0.00 

$70.63 

OPERA TING ENGINEERS LOCAL 4 

06/01/2017 

$46.38 

$10.00 

$15.25 

$0.00 

$71.63 


12/01/2017 

$47.38 

$10.00 

$15.25 

$0.00 

$72.63 
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Classification 


Effective Date Base Wage Health 


Pension 


Snpplemental 

Unemployment 


Total Rate 


Apprentice - OPERA TING ENGINEERS - Local 4 


Effective Date - 12/01/2016 

Step percent 

Apprentice Base Wage 

Health 

Pension 

Supplemental 

Unemployment 

Total Rate 


1 

55 

$24.96 

$10.00 

$0.00 

$0.00 


$34.96 


2 

60 

$27.23 

$10.00 

$15.25 

$0.00 


$52.48 


3 

65 

$29.50 

$10.00 

$15.25 

$0.00 


$54.75 


4 

70 

$31.77 

$10.00 

$15.25 

$0.00 


$57.02 


5 

75 

$34.04 

$10.00 

$15.25 

$0.00 


$59.29 


6 

80 

$36.30 

$10.00 

$15.25 

$0.00 


$61.55 


7 

85 

$38.57 

$10.00 

$15.25 

$0.00 


$63.82 


8 

90 

$40.84 

$10.00 

$15.25 

$0.00 


$66.09 


Effective Date - 06/01/2017 




Supplemental 




Step 

percent 

Apprentice Base Wage 

Health 

Pension 

Unemployment 

Total Rate 


1 

55 

$25.51 

$10.00 

$0.00 

$0.00 


$35.51 


2 

60 

$27.83 

$10.00 

$15.25 

$0.00 


$53.08 


3 

65 

$30.15 

$10.00 

$15.25 

$0.00 


$55.40 


4 

70 

$32.47 

$10.00 

$15.25 

$0.00 


$57.72 


5 

75 

$34.79 

$10.00 

$15.25 

$0.00 


$60.04 


6 

80 

$37.10 

$10.00 

$15.25 

$0.00 


$62.35 


7 

85 

$39.42 

$10.00 

$15.25 

$0.00 


$64.67 


8 

90 

$41.74 

$10.00 

$15.25 

$0.00 


$66.99 


Notes: 







~~i 


1 

Apprentice to Journeyworker Ratio: 1:6 

— 




— 

1 


HVAC (DUCTWORK) 

02/01/2017 

$43.72 

$11.45 

$23.07 

$2.35 


$80.59 

SHEETMETAL WORKERS LOCAL 17-A 










08/01/2017 

$44.82 

$11.45 

$23.07 

$2.35 


$81.69 



02/01/2018 

$45.97 

$11.45 

$23.07 

$2.35 


$82.84 

For apprentice rates see ' 

"Apprentice- SHEET METAL WOEUCER" 








HVAC (ELECTRICAL CONTROLS) 

03/01/2017 

$48.33 

$13.00 

$17.45 

$0.00 


$78.78 

ELECTRICIANS LOCAL 103 











09/01/2017 

$49.28 

$13.00 

$17.48 

$0.00 


$79.76 



03/01/2018 

$50.48 

$13.00 

$17.51 

$0.00 


$80.99 



09/01/2018 

$51.67 

$13.00 

$17.55 

$0.00 


$82.22 



03/01/2019 

$52.87 

$13.00 

$17.59 

$0.00 


$83.46 

For apprentice rates see ' 

"Apprentice- ELECTRICIAN" 








HVAC (TESTING AND BALANCING - AIR) 

02/01/2017 

$43.72 

$11.45 

$23.07 

$2.35 


$80.59 

SHEETMETAL WORKERS LOCAL 17-A 










08/01/2017 

$44.82 

$11.45 

$23.07 

$2.35 


$81.69 



02/01/2018 

$45.97 

$11.45 

$23.07 

$2.35 


$82.84 

For apprentice rates see ' 

"Apprentice- SHEET METAL WORKER" 








HVAC (TESTING AND BALANCING -WATER) 

03/01/2017 

$51.19 

$9.70 

$18.14 

$0.00 


$79.03 

PIPEFITTERS LOCAL 537 









For apprentice rates see ' 

"Apprentice- PIPEFITTER" or "PLUMBER/PIPEEITTER" 







HVAC MECHANIC 


03/01/2017 

$51.19 

$9.70 

$18.14 

$0.00 


$79.03 


PIPEFITTERS LOCAL 537 
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Classification 

Effective Date 

Base Wage 

Health 

Pension 

Snpplemental 

Unemployment 

Total Rate 

For apprentice rates see "Apprentice- PIPEFITTER" or "PLUMBER/PIPEEITTER" 







HYDRAULIC DRILLS 

12/01/2016 

$37.10 

$7.60 

$14.15 

$0.00 

$58.85 

LABORERS - ZONE 1 

06/01/2017 

$38.10 

$7.60 

$14.15 

$0.00 

$59.85 


12/01/2017 

$38.95 

$7.60 

$14.15 

$0.00 

$60.70 


06/01/2018 

$39.90 

$7.60 

$14.15 

$0.00 

$61.65 


12/01/2018 

$40.85 

$7.60 

$14.15 

$0.00 

$62.60 


06/01/2019 

$41.85 

$7.60 

$14.15 

$0.00 

$63.60 


12/01/2019 

$42.85 

$7.60 

$14.15 

$0.00 

$64.60 

For apprentice rates see "Apprentice- LABORER" 







INSULATOR (PIPES & TANKS) 

HEAT & FROST INSULATORS LOCAL 6 (BOSTON) 

09/01/2016 

$45.09 

$11.75 

$14.20 

$14.20 

$0.00 

$71.04 

09/01/2017 

$47.09 

$11.75 

$0.00 

$73.04 


09/01/2018 

$49.34 

$11.75 

$14.20 

$0.00 

$75.29 


09/01/2019 

$51.84 

$11.75 

$14.20 

$0.00 

$77.79 


Apprentice - ASBESTOS INSULATOR (Pipes & Tanks) - Local 6 Boston 
Effective Date - 09/01/2016 

Step percent Apprentice Base Wage Health 

Pension 

Supplemental 

Unemployment 

Total Rate 

1 

50 


$22.55 

$11.75 

$10.45 

$0.00 

$44.75 

2 

60 


$27.05 

$11.75 

$11.20 

$0.00 

$50.00 

3 

70 


$31.56 

$11.75 

$11.95 

$0.00 

$55.26 

4 

80 


$36.07 

$11.75 

$12.70 

$0.00 

$60.52 

Effective Date - 

09/01/2017 




Supplemental 


Step 

percent 


Apprentice Base Wage 

Health 

Pension 

Unemployment 

Total Rate 

1 

50 


$23.55 

$11.75 

$10.45 

$0.00 

$45.75 

2 

60 


$28.25 

$11.75 

$11.20 

$0.00 

$51.20 

3 

70 


$32.96 

$11.75 

$11.95 

$0.00 

$56.66 

4 

80 


$37.67 

$11.75 

$12.70 

$0.00 

$62.12 


Notes: i 

Steps are 1 year ^ 

Apprentice to Journeyworker Ratio: 1:4 

IRONWORKER/WELDER 03/16/2017 $44.65 $7.80 $20.85 $0.00 $73.30 

IRONWORKERS LOCAL 7 (BOSTON AREA) 
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Classification 


Effective Date Base Wage Health 


Pension 


Snpplemental 

Unemployment 


Total Rate 


Apprentice - IRONWORKER - Local 7 Boston 
Effective Date - 03/16/2017 


Step 

percent 

Apprentice Base Wage 

Health 

Pension 

Unemployment 

Total Rate 

1 

60 

$26.79 

$7.80 

$20.85 

$0.00 

$55.44 

2 

70 

$31.26 

$7.80 

$20.85 

$0.00 

$59.91 

3 

75 

$33.49 

$7.80 

$20.85 

$0.00 

$62.14 

4 

80 

$35.72 

$7.80 

$20.85 

$0.00 

$64.37 

5 

85 

$37.95 

$7.80 

$20.85 

$0.00 

$66.60 

6 

90 

$40.19 

$7.80 

$20.85 

$0.00 

$68.84 


Notes: 

** Structural 1:6; Ornamental 1:4 

Apprentice to Journeyworker Ratio:** 


JACKHAMMER & PAVING BREAKER OPERATOR 12/01/2016 $36.60 $7.60 $14.15 $0.00 $58.35 

LABORERS - ZONE I 

06/01/2017 $37.60 $7.60 $14.15 $0.00 $59.35 

12/01/2017 $38.45 $7.60 $14.15 $0.00 $60.20 

06/01/2018 $39.40 $7.60 $14.15 $0.00 $61.15 

12/01/2018 $40.35 $7.60 $14.15 $0.00 $62.10 

06/01/2019 $41.35 $7.60 $14.15 $0.00 $63.10 

12/01/2019 $42.35 $7.60 $14.15 $0.00 $64.10 

For apprentice rates see "Apprentice- LABORER" 

LABORER 12/01/2016 $36.35 $7.60 $14.15 $0.00 $58.10 

LABORERS - ZONE I 

06/01/2017 $37.35 $7.60 $14.15 $0.00 $59.10 

12/01/2017 $38.20 $7.60 $14.15 $0.00 $59.95 

06/01/2018 $39.15 $7.60 $14.15 $0.00 $60.90 

12/01/2018 $40.10 $7.60 $14.15 $0.00 $61.85 

06/01/2019 $41.10 $7.60 $14.15 $0.00 $62.85 

12/01/2019 $42.10 $7.60 $14.15 $0.00 $63.85 
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Classification 


Effective Date Base Wage Health 


Pension 


Snpplemental 

Unemployment 


Total Rate 


Apprentice - LABORER - Zone 1 
Effective Date - 12/01/2016 

Step percent 

Apprentice Base Wage 

Health 

Pension 

Supplemental 

Unemployment 

Total Rate 

1 

60 


$21.81 

$7.60 

$14.15 

$0.00 

$43.56 

2 

70 


$25.45 

$7.60 

$14.15 

$0.00 

$47.20 

3 

80 


$29.08 

$7.60 

$14.15 

$0.00 

$50.83 

4 

90 


$32.72 

$7.60 

$14.15 

$0.00 

$54.47 

Effective Date - 

06/01/2017 




Supplemental 


Step 

percent 


Apprentice Base Wage 

Health 

Pension 

Unemployment 

Total Rate 

1 

60 


$22.41 

$7.60 

$14.15 

$0.00 

$44.16 

2 

70 


$26.15 

$7.60 

$14.15 

$0.00 

$47.90 

3 

80 


$29.88 

$7.60 

$14.15 

$0.00 

$51.63 

4 

90 


$33.62 

$7.60 

$14.15 

$0.00 

$55.37 


Notes: 


Apprentice to Journeyworker Ratio: 1:5 


LABORER: CARPENTER TENDER 

LABORERS - ZONE 1 

For apprentice rates see "Apprentice- LABORER" 

12/01/2016 

06/01/2017 

12/01/2017 

06/01/2018 

12/01/2018 

06/01/2019 

12/01/2019 

$36.35 

$37.35 

$38.20 

$39.15 

$40.10 

$41.10 

$42.10 

$7.60 

$7.60 

$7.60 

$7.60 

$7.60 

$7.60 

$7.60 

$14.15 

$14.15 

$14.15 

$14.15 

$14.15 

$14.15 

$14.15 

$0.00 

$0.00 

$0.00 

$0.00 

$0.00 

$0.00 

$0.00 

$58.10 

$59.10 

$59.95 

$60.90 

$61.85 

$62.85 

$63.85 

LABORER: CEMENT FINISHER TENDER 

12/01/2016 

$36.35 

$7.60 

$14.15 

$0.00 

$58.10 

LABORERS - ZONE 1 


06/01/2017 

$37.35 

$7.60 

$14.15 

$0.00 

$59.10 


12/01/2017 

$38.20 

$7.60 

$14.15 

$0.00 

$59.95 


06/01/2018 

$39.15 

$7.60 

$14.15 

$0.00 

$60.90 


12/01/2018 

$40.10 

$7.60 

$14.15 

$0.00 

$61.85 


06/01/2019 

$41.10 

$7.60 

$14.15 

$0.00 

$62.85 


12/01/2019 

$42.10 

$7.60 

$14.15 

$0.00 

$63.85 

For apprentice rates see "Apprentice- LABORER" 

LABORER: HAZARDOUS WASTE/ASBESTOS REMOVER 

12/01/2016 

$36.50 

$7.60 

$14.15 

$0.00 

$58.25 

LABORERS - ZONE 1 


06/01/2017 

$37.50 

$7.60 

$14.15 

$0.00 

$59.25 


12/01/2017 

$38.35 

$7.60 

$14.15 

$0.00 

$60.10 


06/01/2018 

$39.30 

$7.60 

$14.15 

$0.00 

$61.05 


12/01/2018 

$40.25 

$7.60 

$14.15 

$0.00 

$62.00 


06/01/2019 

$41.25 

$7.60 

$14.15 

$0.00 

$63.00 


12/01/2019 

$42.28 

$7.60 

$14.15 

$0.00 

$64.03 

For apprentice rates see "Apprentice- LABORER" 
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Classification 

Effective Date 

Base Wage 

Health 

Pension 

Snpplemental 

Unemployment 

Total Rate 

LABORER: MASON TENDER 

12/01/2016 

$36.60 

$7.60 

$14.15 

$0.00 

$58.35 

LABORERS - ZONE 1 

06/01/2017 

$37.60 

$7.60 

$14.15 

$0.00 

$59.35 


12/01/2017 

$38.45 

$7.60 

$14.15 

$0.00 

$60.20 


06/01/2018 

$39.40 

$7.60 

$14.15 

$0.00 

$61.15 


12/01/2018 

$40.35 

$7.60 

$14.15 

$0.00 

$62.10 


06/01/2019 

$41.35 

$7.60 

$14.15 

$0.00 

$63.10 


12/01/2019 

$42.35 

$7.60 

$14.15 

$0.00 

$64.10 

For apprentice rates see "Apprentice- LABORER" 







LABORER: MULTI-TRADE TENDER 

12/01/2016 

$36.35 

$7.60 

$14.15 

$0.00 

$58.10 

LABORERS - ZONE 1 

06/01/2017 

$37.35 

$7.60 

$14.15 

$0.00 

$59.10 


12/01/2017 

$38.20 

$7.60 

$14.15 

$0.00 

$59.95 


06/01/2018 

$39.15 

$7.60 

$14.15 

$0.00 

$60.90 


12/01/2018 

$40.10 

$7.60 

$14.15 

$0.00 

$61.85 


06/01/2019 

$41.10 

$7.60 

$14.15 

$0.00 

$62.85 


12/01/2019 

$42.10 

$7.60 

$14.15 

$0.00 

$63.85 

For apprentice rates see "Apprentice- LABORER" 







LABORER: TREE REMOVER 

12/01/2016 

$36.35 

$7.60 

$14.15 

$0.00 

$58.10 

LABORERS - ZONE 1 

06/01/2017 

$37.35 

$7.60 

$14.15 

$0.00 

$59.10 


12/01/2017 

$38.20 

$7.60 

$14.15 

$0.00 

$59.95 


06/01/2018 

$39.15 

$7.60 

$14.15 

$0.00 

$60.90 


12/01/2018 

$40.10 

$7.60 

$14.15 

$0.00 

$61.85 


06/01/2019 

$41.10 

$7.60 

$14.15 

$0.00 

$62.85 


12/01/2019 

$42.10 

$7.60 

$14.15 

$0.00 

$63.85 

This classification applies to all tree work associated with the removal of standing trees, and trimming and removal of branches and limbs when the work is not done for 


a utility company for the purpose of operation, maintenance or repair of utility company equipment. For apprentice rates see " 

Apprentice- LABORER" 



LASER BEAM OPERATOR 

12/01/2016 

$36.60 

$7.60 

$14.15 

$0.00 

$58.35 

LABORERS - ZONE 1 

06/01/2017 

$37.60 

$7.60 

$14.15 

$0.00 

$59.35 


12/01/2017 

$38.45 

$7.60 

$14.15 

$0.00 

$60.20 


06/01/2018 

$39.40 

$7.60 

$14.15 

$0.00 

$61.15 


12/01/2018 

$40.35 

$7.60 

$14.15 

$0.00 

$62.10 


06/01/2019 

$41.35 

$7.60 

$14.15 

$0.00 

$63.10 


12/01/2019 

$42.35 

$7.60 

$14.15 

$0.00 

$64.10 

For apprentice rates see "Apprentice- LABORER" 







MARBLE & TILE FINISHERS 

02/01/2017 

$38.78 

$10.75 

$17.67 

$0.00 

$67.20 


BRICKLAYERS LOCAL 3 - MARBLE & TILE 
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Classification 


Effective Date Base Wage Health 


Pension 


Snpplemental 

Unemployment 


Total Rate 


Apprentice - MARBLE & TILE FINISHER - Local 3 Marble & Tile 
Effective Date - 02/01/2017 


Step 

percent 

Apprentice Base Wage 

Health 

Pension 

Unemployment 

Total Rate 

1 

50 

$19.39 

$10.75 

$17.67 

$0.00 

$47.81 

2 

60 

$23.27 

$10.75 

$17.67 

$0.00 

$51.69 

3 

70 

$27.15 

$10.75 

$17.67 

$0.00 

$55.57 

4 

80 

$31.02 

$10.75 

$17.67 

$0.00 

$59.44 

5 

90 

$34.90 

$10.75 

$17.67 

$0.00 

$63.32 


Notes: 


Apprentice to Journeyworker Ratio: 1:3 


MARBLE MASONS,TILELAYERS & TERRAZZO MECH 

BRICKLAYERS LOCAL 3 - MARBLE & TILE 

02/01/2017 

$50.80 

$10.75 

$19.22 

$0.00 

$80.77 


Apprentice - MARBLE-TILE-TERRAZZO MECHANIC - Local 3 Marble & Tile 




Effective Date - 02/01/2017 

Step percent 

Apprentice Base Wage 

Health 

Pension 

Supplemental 

Unemployment 

Total Rate 

1 

50 

$25.40 

$10.75 

$19.22 

$0.00 

$55.37 

2 

60 

$30.48 

$10.75 

$19.22 

$0.00 

$60.45 

3 

70 

$35.56 

$10.75 

$19.22 

$0.00 

$65.53 

4 

80 

$40.64 

$10.75 

$19.22 

$0.00 

$70.61 

5 

90 

$45.72 

$10.75 

$19.22 

$0.00 

$75.69 

Notes: 






~i 


Apprentice to Jonrneyworker Ratio: 1:5 


MECH. SWEEPER OPERATOR (ON CONST. SITES) 

OPERA TING ENGINEERS LOCAL 4 

For apprentice rates see "Apprentice- OPERATING ENGINEERS" 

12/01/2016 

06/01/2017 

12/01/2017 

$44.94 

$45.93 

$46.92 

$10.00 

$10.00 

$10.00 

$15.25 

$15.25 

$15.25 

$0.00 

$0.00 

$0.00 

$70.19 

$71.18 

$72.17 

MECHANICS MAINTENANCE 

12/01/2016 

$44.94 

$10.00 

$15.25 

$0.00 

$70.19 

OPERA TING ENGINEERS LOCAL 4 


06/01/2017 

$45.93 

$10.00 

$15.25 

$0.00 

$71.18 


12/01/2017 

$46.92 

$10.00 

$15.25 

$0.00 

$72.17 

For apprentice rates see "Apprentice- OPERATING ENGINEERS" 

MILLWRIGHT (Zone 1) 

04/01/2017 

$38.62 

$9.90 

$18.50 

$0.00 

$67.02 

MILLWRIGHTS LOCAL 1121 - Zone 1 


10/01/2017 

$39.52 

$9.90 

$18.50 

$0.00 

$67.92 


04/01/2018 

$40.42 

$9.90 

$18.50 

$0.00 

$68.82 


10/01/2018 

$41.32 

$9.90 

$18.50 

$0.00 

$69.72 


04/01/2019 

$42.22 

$9.90 

$18.50 

$0.00 

$70.62 


Issne Date: 05/02/2017 Wage Request Number: 20170502-046 Page 18 of 33 




Classification Effective Date Base Wage Health Pension Snpplemental Total Rate 

Unemployment 


Apprentice - MILLWRIGHT - Local 1121 Zone 1 


Effective Date - 04/01/2017 




Supplemental 




Step percent 

Apprentice Base Wage 

Health 

Pension 

Unemployment 

Total Rate 


1 55 

$21.24 

$9.90 

$5.31 

$0.00 


$36.45 


2 65 

$25.10 

$9.90 

$15.13 

$0.00 


$50.13 


3 75 

$28.97 

$9.90 

$16.10 

$0.00 


$54.97 


4 85 

$32.83 

$9.90 

$17.06 

$0.00 


$59.79 


Effective Date - 10/01/2017 




Supplemental 




Step percent 

Apprentice Base Wage 

Health 

Pension 

Unemployment 

Total Rate 


1 55 

$21.74 

$9.90 

$5.31 

$0.00 


$36.95 


2 65 

$25.69 

$9.90 

$15.13 

$0.00 


$50.72 


3 75 

$29.64 

$9.90 

$16.10 

$0.00 


$55.64 


4 85 

$33.59 

$9.90 

$17.06 

$0.00 


$60.55 


Notes: 






~~i 


Steps are 2,000 hours 






1 


Apprentice to Journeyworker Ratio: 1:5 








MORTAR MIXER 

12/01/2016 

$36.60 

$7.60 

$14.15 

$0.00 


$58.35 

LABORERS - ZONE 1 

06/01/2017 

$37.60 

$7.60 

$14.15 

$0.00 


$59.35 


12/01/2017 

$38.45 

$7.60 

$14.15 

$0.00 


$60.20 


06/01/2018 

$39.40 

$7.60 

$14.15 

$0.00 


$61.15 


12/01/2018 

$40.35 

$7.60 

$14.15 

$0.00 


$62.10 


06/01/2019 

$41.35 

$7.60 

$14.15 

$0.00 


$63.10 


12/01/2019 

$42.35 

$7.60 

$14.15 

$0.00 


$64.10 

For apprentice rates see "Apprentice- LABORER" 








OILER (OTHER THAN TRUCK CRANES,GRAD ALLS) 

12/01/2016 

$22.96 

$10.00 

$15.25 

$0.00 


$48.21 

OPERA TING ENGINEERS LOCAL 4 

06/01/2017 

$23.47 

$10.00 

$15.25 

$0.00 


$48.72 


12/01/2017 

$23.99 

$10.00 

$15.25 

$0.00 


$49.24 

For apprentice rates see "Apprentice- OPERATING ENGINEERS" 








OILER (TRUCK CRANES, GRADATES) 

12/01/2016 

$26.94 

$10.00 

$15.25 

$0.00 


$52.19 

OPERA TING ENGINEERS LOCAL 4 

06/01/2017 

$27.54 

$10.00 

$15.25 

$0.00 


$52.79 


12/01/2017 

$28.15 

$10.00 

$15.25 

$0.00 


$53.40 

For apprentice rates see "Apprentice- OPERATING ENGINEERS" 








OTHER POWER DRIVEN EQUIPMENT - CLASS II 

12/01/2016 

$44.94 

$10.00 

$15.25 

$0.00 


$70.19 

OPERA TING ENGINEERS LOCAL 4 

06/01/2017 

$45.93 

$10.00 

$15.25 

$0.00 


$71.18 


12/01/2017 

$46.92 

$10.00 

$15.25 

$0.00 


$72.17 

For apprentice rates see "Apprentice- OPERATING ENGINEERS" 








PAINTER (BRIDGES/TANKS) 

01/01/2017 

$51.41 

$7.85 

$16.10 

$0.00 


$75.36 


PAINTERS LOCAL 35 - ZONE 2 
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Classification 


Effective Date Base Wage Health 


Pension 


Snpplemental 

Unemployment 


Total Rate 


Apprentice - PAINTER Local 35 - BRIDGES/TANKS 
Effective Date - 01/01/2017 


Step 

percent 

Apprentice Base Wage 

Health 

Pension 

Unemployment 

Total Rate 

1 

50 

$25.71 

$7.85 

$0.00 

$0.00 

$33.56 

2 

55 

$28.28 

$7.85 

$3.66 

$0.00 

$39.79 

3 

60 

$30.85 

$7.85 

$3.99 

$0.00 

$42.69 

4 

65 

$33.42 

$7.85 

$4.32 

$0.00 

$45.59 

5 

70 

$35.99 

$7.85 

$14.11 

$0.00 

$57.95 

6 

75 

$38.56 

$7.85 

$14.44 

$0.00 

$60.85 

7 

80 

$41.13 

$7.85 

$14.77 

$0.00 

$63.75 

8 

90 

$46.27 

$7.85 

$15.44 

$0.00 

$69.56 


Notes: i 

L _^1 

Apprentice to Journeyworker Ratio:l:l 

PAINTER (SPRAY OR SANDBLAST, NEW) * 01/01/2017 $42.31 $7.85 $16.10 $0.00 $66.26 

* If 30% or more of surfaces to be painted are new construction, 

NEW paint rate shall be useA.PAINTERSLOCAL 35 - ZONE 2 


Apprentice - PAINTER Local 35 Zone 2 - Spray/Sandblast - New 
Effective Date - 01/01/2017 


Step 

percent 

Apprentice Base Wage 

Health 

Pension 

Unemployment 

Total Rate 

1 

50 

$21.16 

$7.85 

$0.00 

$0.00 

$29.01 

2 

55 

$23.27 

$7.85 

$3.66 

$0.00 

$34.78 

3 

60 

$25.39 

$7.85 

$3.99 

$0.00 

$37.23 

4 

65 

$27.50 

$7.85 

$4.32 

$0.00 

$39.67 

5 

70 

$29.62 

$7.85 

$14.11 

$0.00 

$51.58 

6 

75 

$31.73 

$7.85 

$14.44 

$0.00 

$54.02 

7 

80 

$33.85 

$7.85 

$14.77 

$0.00 

$56.47 

8 

90 

$38.08 

$7.85 

$15.44 

$0.00 

$61.37 


Notes: i 

Steps are 750 hrs. 

[_ _ ^1 

Apprentice to Jonrneyworker Ratio:l:l 

PAINTER (SPRAY OR SANDBLAST, REPAINT) 01/01/2017 $40.37 $7.85 $16.10 $0.00 $64.32 

PAINTERS LOCAL 35 - ZONE 2 
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Classification 


Effective Date Base Wage Health 


Pension 


Snpplemental 

Unemployment 


Total Rate 


Apprentice - PAINTER Local 35 Zone 2 - Spray/Sandblast - Repaint 
Effective Date - 01/01/2017 


Step 

percent 

Apprentice Base Wage 

Health 

Pension 

Unemployment 

Total Rate 

1 

50 

$20.19 

$7.85 

$0.00 

$0.00 

$28.04 

2 

55 

$22.20 

$7.85 

$3.66 

$0.00 

$33.71 

3 

60 

$24.22 

$7.85 

$3.99 

$0.00 

$36.06 

4 

65 

$26.24 

$7.85 

$4.32 

$0.00 

$38.41 

5 

70 

$28.26 

$7.85 

$14.11 

$0.00 

$50.22 

6 

75 

$30.28 

$7.85 

$14.44 

$0.00 

$52.57 

7 

80 

$32.30 

$7.85 

$14.77 

$0.00 

$54.92 

8 

90 

$36.33 

$7.85 

$15.44 

$0.00 

$59.62 


Notes: 

Steps are 750 hrs. 


Apprentice to Journeyworker Ratio:l:l 


PAINTER (TRAFFIC MARKINGS) 

12/01/2016 

$36.35 

$7.60 

$14.15 

$0.00 

$58.10 

LABORERS - ZONE 1 

06/01/2017 

$37.35 

$7.60 

$14.15 

$0.00 

$59.10 


12/01/2017 

$38.20 

$7.60 

$14.15 

$0.00 

$59.95 


06/01/2018 

$39.15 

$7.60 

$14.15 

$0.00 

$60.90 


12/01/2018 

$40.10 

$7.60 

$14.15 

$0.00 

$61.85 


06/01/2019 

$41.10 

$7.60 

$14.15 

$0.00 

$62.85 


12/01/2019 

$42.10 

$7.60 

$14.15 

$0.00 

$63.85 

For Apprentice rates see "Apprentice- LABORER" 







PAINTER / TAPER (BRUSH, NEW) * 

* If 30% or more of surfaces to be painted are new construction, 

NEW paint rate shall be used.PAINTERSLOCAL 35 - ZONE 2 

01/01/2017 

$40.91 

$7.85 

$16.10 

$0.00 

$64.86 


Apprentice - PAINTER - Local 35 Zone 2 - 

- BRUSH NEW 





Effective Date - 01/01/2017 

Step percent 

Apprentice Base Wage 

Health 

Pension 

Supplemental 

Unemployment 

Total Rate 

1 

50 

$20.46 

$7.85 

$0.00 

$0.00 

$28.31 

2 

55 

$22.50 

$7.85 

$3.66 

$0.00 

$34.01 

3 

60 

$24.55 

$7.85 

$3.99 

$0.00 

$36.39 

4 

65 

$26.59 

$7.85 

$4.32 

$0.00 

$38.76 

5 

70 

$28.64 

$7.85 

$14.11 

$0.00 

$50.60 

6 

75 

$30.68 

$7.85 

$14.44 

$0.00 

$52.97 

7 

80 

$32.73 

$7.85 

$14.77 

$0.00 

$55.35 

8 

90 

$36.82 

$7.85 

$15.44 

$0.00 

$60.11 

Notes: 

1 

Steps are 750 hrs. 





~~i 

1 

Apprentice to Journeyworker Ratio:l:l 
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Classification 


Pension 


PAINTER / TAPER (BRUSH, REPAINT) 

PAINTERS LOCAL 35 - ZONE 2 


Effective Date Base Wage 


Heaith 


Snppiemental 

Unemployment 


Total Rate 


01/01/2017 $38.97 $7.85 $16.10 $0.00 $62.92 


Apprentice - PAINTER Local 35 Zone 2 - BR USH REPAINT 


Effective Date - 01/01/2017 

Step percent 

Apprentice Base Wage 

Health 

Pension 

Supplemental 

Unemployment 

Total Rate 

1 

50 

$19.49 

$7.85 

$0.00 

$0.00 

$27.34 

2 

55 

$21.43 

$7.85 

$3.66 

$0.00 

$32.94 

3 

60 

$23.38 

$7.85 

$3.99 

$0.00 

$35.22 

4 

65 

$25.33 

$7.85 

$4.32 

$0.00 

$37.50 

5 

70 

$27.28 

$7.85 

$14.11 

$0.00 

$49.24 

6 

75 

$29.23 

$7.85 

$14.44 

$0.00 

$51.52 

7 

80 

$31.18 

$7.85 

$14.77 

$0.00 

$53.80 

8 

90 

$35.07 

$7.85 

$15.44 

$0.00 

$58.36 


Notes: 

Steps are 750 hrs. 


Apprentice to Journeyworker Ratio:l:l 


PANEL & PICKUP TRUCKS DRIVER 

TEAMSTERS JOINT COUNCIL NO. 10 ZONE A 

12/01/2016 

$33.08 

$10.91 

$10.89 

$0.00 

$54.88 

PIER AND DOCK CONSTRUCTOR (UNDERPINNING AND 
DECK) 

PILE DRIVER LOCAL 56 (ZONE I) 

For apprentice rates see "Apprentice- PILE DRIVER" 

08/01/2015 

$42.04 

$9.80 

$19.23 

$0.00 

$71.07 

PILE DRIVER 

PILE DRIVER LOCAL 56 (ZONE I) 

08/01/2015 

$42.04 

$9.80 

$19.23 

$0.00 

$71.07 


Apprentice - PILE DRIVER - Local 56 Zone 1 

Effective Date - 08/01/2015 

Step percent Apprentice Base Wage Health 

Supplemental 
Pension Unemployment 

Total Rate 

1 

50 

$21.02 

$9.80 

$19.23 

$0.00 

$50.05 

2 

60 

$25.22 

$9.80 

$19.23 

$0.00 

$54.25 

3 

70 

$29.43 

$9.80 

$19.23 

$0.00 

$58.46 

4 

75 

$31.53 

$9.80 

$19.23 

$0.00 

$60.56 

5 

80 

$33.63 

$9.80 

$19.23 

$0.00 

$62.66 

6 

80 

$33.63 

$9.80 

$19.23 

$0.00 

$62.66 

7 

90 

$37.84 

$9.80 

$19.23 

$0.00 

$66.87 

8 

90 

$37.84 

$9.80 

$19.23 

$0.00 

$66.87 

Notes: 






~i 


Apprentice to Jonrneyworker Ratio: 1:3 

PIPEFITTER & STEAMFITTER 03/01/2017 $51.19 $9.70 $18.14 $0.00 $79.03 

PIPEFITTERS LOCAL 537 
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Classification 


Effective Date Base Wage Health 


Pension 


Snpplemental 

Unemployment 


Total Rate 


Apprentice - PIPEFITTER - Local S3 7 


Effective Date - 03/01/2017 




Supplemental 




Step 

percent 

Apprentice Base Wage 

Health 

Pension 

Unemployment 

Total Rate 


1 

40 

$20.48 

$9.70 

$7.50 

$0.00 


$37.68 


2 

45 

$23.04 

$9.70 

$18.14 

$0.00 


$50.88 


3 

60 

$30.71 

$9.70 

$18.14 

$0.00 


$58.55 


4 

70 

$35.83 

$9.70 

$18.14 

$0.00 


$63.67 


5 

80 

$40.95 

$9.70 

$18.14 

$0.00 


$68.79 


Notes: 

** 1:3; 3:15; 1:10 thereafter/ Steps 

are 1 yr. 





~~i 


1 

Refrig/AC Mechanic **l:l;l:2;2:4;3:6;4:8;5:10;6:12;7:14;8:17;9:20;10:23(Max) 



1 


Apprentice to Journeyworker Ratio:** 








PIPELAYER 


12/01/2016 

$36.60 

$7.60 

$14.15 

$0.00 


$58.35 

LABORERS - ZONE 1 


06/01/2017 

$37.60 

$7.60 

$14.15 

$0.00 


$59.35 



12/01/2017 

$38.45 

$7.60 

$14.15 

$0.00 


$60.20 



06/01/2018 

$39.40 

$7.60 

$14.15 

$0.00 


$61.15 



12/01/2018 

$40.35 

$7.60 

$14.15 

$0.00 


$62.10 



06/01/2019 

$41.35 

$7.60 

$14.15 

$0.00 


$63.10 



12/01/2019 

$42.35 

$7.60 

$14.15 

$0.00 


$64.10 

For apprentice rates see '' 

'Apprentice- LABORER" 








PLUMBERS & GASFITTERS 

03/01/2017 

$52.69 

$11.32 

$15.46 

$0.00 


$79.47 


PLUMBERS & GASFITTERS LOCAL 12 


Apprentice - PL UMBER/GASFITTER - Local 12 
Effective Date - 03/01/2017 


Step 

percent 

Apprentice Base Wage 

Health 

Pension 

Unemployment 

Total Rate 

1 

35 

$18.44 

$11.32 

$5.74 

$0.00 

$35.50 

2 

40 

$21.08 

$11.32 

$6.49 

$0.00 

$38.89 

3 

55 

$28.98 

$11.32 

$8.73 

$0.00 

$49.03 

4 

65 

$34.25 

$11.32 

$10.23 

$0.00 

$55.80 

5 

75 

$39.52 

$11.32 

$11.72 

$0.00 

$62.56 


Notes: i 

** 1:2; 2:6; 3:10; 4:14; 5:19/Steps are 1 yr ' 

I Step4 with lic$58.50 StepS with lic$65.36 I 

Apprentice to Journeyworker Ratio:** 

PNEUMATIC CONTROLS (TEMP.) 03/01/2017 $51.19 $9.70 $18.14 $0.00 $79.03 

PIPEFITTERS LOCAL 537 

For apprentice rates see "Apprentice- PIPEFITTER" or "PLUMBER/PIPEEITTER" 
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Classification 

Effective Date 

Base Wage 

Health 

Pension 

Snpplemental 

Unemployment 

Total Rate 

PNEUMATIC DRILL/TOOL OPERATOR 

12/01/2016 

$36.60 

$7.60 

$14.15 

$0.00 

$58.35 

LABORERS - ZONE 1 

06/01/2017 

$37.60 

$7.60 

$14.15 

$0.00 

$59.35 


12/01/2017 

$38.45 

$7.60 

$14.15 

$0.00 

$60.20 


06/01/2018 

$39.40 

$7.60 

$14.15 

$0.00 

$61.15 


12/01/2018 

$40.35 

$7.60 

$14.15 

$0.00 

$62.10 


06/01/2019 

$41.35 

$7.60 

$14.15 

$0.00 

$63.10 


12/01/2019 

$42.35 

$7.60 

$14.15 

$0.00 

$64.10 

For apprentice rates see "Apprentice- LABORER" 







POWDERMAN & BLASTER 

12/01/2016 

$37.35 

$7.60 

$14.15 

$0.00 

$59.10 

LABORERS - ZONE 1 

06/01/2017 

$38.35 

$7.60 

$14.15 

$0.00 

$60.10 


12/01/2017 

$39.20 

$7.60 

$14.15 

$0.00 

$60.95 


06/01/2018 

$40.15 

$7.60 

$14.15 

$0.00 

$61.90 


12/01/2018 

$41.10 

$7.60 

$14.15 

$0.00 

$62.85 


06/01/2019 

$42.10 

$7.60 

$14.15 

$0.00 

$63.85 


12/01/2019 

$43.10 

$7.60 

$14.15 

$0.00 

$64.85 

For apprentice rates see "Apprentice- LABORER" 







POWER SHOVEL/DERRICK/TRENCHING MACHINE 

12/01/2016 

$45.38 

$10.00 

$15.25 

$0.00 

$70.63 

OPERA TING ENGINEERS LOCAL 4 

06/01/2017 

$46.38 

$10.00 

$15.25 

$0.00 

$71.63 


12/01/2017 

$47.38 

$10.00 

$15.25 

$0.00 

$72.63 

For apprentice rates see "Apprentice- OPERATING ENGINEERS" 







PUMP OPERATOR (CONCRETE) 

12/01/2016 

$45.38 

$10.00 

$15.25 

$0.00 

$70.63 

OPERA TING ENGINEERS LOCAL 4 

06/01/2017 

$46.38 

$10.00 

$15.25 

$0.00 

$71.63 


12/01/2017 

$47.38 

$10.00 

$15.25 

$0.00 

$72.63 

For apprentice rates see "Apprentice- OPERATING ENGINEERS" 







PUMP OPERATOR (DEWATERING, OTHER) 

12/01/2016 

$31.17 

$10.00 

$15.25 

$0.00 

$56.42 

OPERA TING ENGINEERS LOCAL 4 

06/01/2017 

$31.86 

$10.00 

$15.25 

$0.00 

$57.11 


12/01/2017 

$32.55 

$10.00 

$15.25 

$0.00 

$57.80 

For apprentice rates see "Apprentice- OPERATING ENGINEERS" 







READY MIX CONCRETE DRIVERS after 4/30/10 

05/01/2017 

$28.18 

$8.23 

$9.72 

$0.00 

$46.13 

(Drivers Hired After AI2>0I20\0)teamsters LOCAL 25c 

07/01/2017 

$28.18 

$8.48 

$9.72 

$0.00 

$46.38 

READY-MIX CONCRETE DRIVER 

05/01/2017 

$29.48 

$8.23 

$9.72 

$0.00 

$47.43 

TEAMSTERS LOCAL 25c 

07/01/2017 

$29.48 

$8.48 

$9.72 

$0.00 

$47.68 

RECLAIMERS 

12/01/2016 

$44.94 

$10.00 

$15.25 

$0.00 

$70.19 

OPERA TING ENGINEERS LOCAL 4 

06/01/2017 

$45.93 

$10.00 

$15.25 

$0.00 

$71.18 


12/01/2017 

$46.92 

$10.00 

$15.25 

$0.00 

$72.17 

For apprentice rates see "Apprentice- OPERATING ENGINEERS" 







RESIDENTIAL WOOD FRAME (All Other Work) 

CARPENTERS -ZONE 2 (Residential Wood) 

06/01/2016 

$25.32 

$9.80 

$16.82 

$0.00 

$51.94 

RESIDENTIAL WOOD FRAME CARPENTER ** 

04/01/2017 

$26.31 

$7.07 

$7.18 

$0.00 

$40.56 

** The Residential Wood Frame Carpenter classification applies 
only to the construction of new, wood frame residences that do 

10/01/2017 

$26.93 

$7.07 

$7.18 

$0.00 

$41.18 

not exceed four stories including the h&ismsxit. carpenters -zone 

04/01/2018 

$27.35 

$7.07 

$7.18 

$0.00 

$41.60 

2 (Residential Wood) 

10/01/2018 

$27.77 

$7.07 

$7.18 

$0.00 

$42.02 


04/01/2019 

$28.20 

$7.07 

$7.18 

$0.00 

$42.45 


10/01/2019 

$28.63 

$7.07 

$7.18 

$0.00 

$42.88 


As of 9/1/09 Carpentry work on wood-frame residential WEATHERIZATION projects shall be paid the RESIDENTIAL WOOD FRAME CARPENTER rate. 
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Classification 


Effective Date Base Wage Health 


Pension 


Snpplemental 

Unemployment 


Total Rate 


Apprentice - CARPENTER (Residential Wood Frame) - Zone 2 


Effective Date - 

Step percent 

04/01/2017 

Apprentice Base Wage 

Health 

Pension 

Supplemental 

Unemployment 

Total Rate 

1 

60 


$15.79 

$7.07 

$0.00 

$0.00 

$22.86 

2 

60 


$15.79 

$7.07 

$0.00 

$0.00 

$22.86 

3 

65 


$17.10 

$7.07 

$7.18 

$0.00 

$31.35 

4 

70 


$18.42 

$7.07 

$7.18 

$0.00 

$32.67 

5 

75 


$19.73 

$7.07 

$7.18 

$0.00 

$33.98 

6 

80 


$21.05 

$7.07 

$7.18 

$0.00 

$35.30 

7 

85 


$22.36 

$7.07 

$7.18 

$0.00 

$36.61 

8 

90 


$23.68 

$7.07 

$7.18 

$0.00 

$37.93 

Effective Date - 

10/01/2017 




Supplemental 


Step 

percent 


Apprentice Base Wage 

Health 

Pension 

Unemployment 

Total Rate 

1 

60 


$16.16 

$7.07 

$0.00 

$0.00 

$23.23 

2 

60 


$16.16 

$7.07 

$0.00 

$0.00 

$23.23 

3 

65 


$17.50 

$7.07 

$7.18 

$0.00 

$31.75 

4 

70 


$18.85 

$7.07 

$7.18 

$0.00 

$33.10 

5 

75 


$20.20 

$7.07 

$7.18 

$0.00 

$34.45 

6 

80 


$21.54 

$7.07 

$7.18 

$0.00 

$35.79 

7 

85 


$22.89 

$7.07 

$7.18 

$0.00 

$37.14 

8 

90 


$24.24 

$7.07 

$7.18 

$0.00 

$38.49 


Notes: 


Apprentice to Journeyworker Ratio: 1:5 







RIDE-ON MOTORIZED BUGGY OPERATOR 

12/01/2016 

$36.60 

$7.60 

$14.15 

$0.00 

$58.35 

LABORERS - ZONE 1 

06/01/2017 

$37.60 

$7.60 

$14.15 

$0.00 

$59.35 


12/01/2017 

$38.45 

$7.60 

$14.15 

$0.00 

$60.20 


06/01/2018 

$39.40 

$7.60 

$14.15 

$0.00 

$61.15 


12/01/2018 

$40.35 

$7.60 

$14.15 

$0.00 

$62.10 


06/01/2019 

$41.35 

$7.60 

$14.15 

$0.00 

$63.10 


12/01/2019 

$42.35 

$7.60 

$14.15 

$0.00 

$64.10 

For apprentice rates see "Apprentice- LABORER" 







ROLLER/SPREADER/MULCHING MACHINE 

12/01/2016 

$44.94 

$10.00 

$15.25 

$0.00 

$70.19 

OPERA TING ENGINEERS LOCAL 4 

06/01/2017 

$45.93 

$10.00 

$15.25 

$0.00 

$71.18 


12/01/2017 

$46.92 

$10.00 

$15.25 

$0.00 

$72.17 

For apprentice rates see "Apprentice- OPERATING ENGINEERS" 







ROOFER (Inc.Roofer Waterproofng &Roofer Damproofg) 

02/01/2017 

$41.36 

$11.10 

$13.80 

$0.00 

$66.26 

ROOFERS LOCAL 33 

08/01/2017 

$42.46 

$11.10 

$13.80 

$0.00 

$67.36 


02/01/2018 

$43.61 

$11.10 

$13.80 

$0.00 

$68.51 


08/01/2018 

$44.71 

$11.10 

$13.80 

$0.00 

$69.61 


02/01/2019 

$45.86 

$11.10 

$13.80 

$0.00 

$70.76 
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Classification 


Effective Date Base Wage Health 


Pension 


Snpplemental 

Unemployment 


Total Rate 


Apprentice - ROOFER - Local 33 


Effective Date - 

Step percent 

02/01/2017 

Apprentice Base Wage 

Health 

Pension 

Supplemental 

Unemployment 

Total Rate 

1 

50 


$20.68 

$11.10 

$3.44 

$0.00 

$35.22 

2 

60 


$24.82 

$11.10 

$13.80 

$0.00 

$49.72 

3 

65 


$26.88 

$11.10 

$13.80 

$0.00 

$51.78 

4 

75 


$31.02 

$11.10 

$13.80 

$0.00 

$55.92 

5 

85 


$35.16 

$11.10 

$13.80 

$0.00 

$60.06 

Effective Date - 

Step percent 

08/01/2017 

Apprentice Base Wage 

Health 

Pension 

Supplemental 

Unemployment 

Total Rate 

1 

50 


$21.23 

$11.10 

$3.44 

$0.00 

$35.77 

2 

60 


$25.48 

$11.10 

$13.80 

$0.00 

$50.38 

3 

65 


$27.60 

$11.10 

$13.80 

$0.00 

$52.50 

4 

75 


$31.85 

$11.10 

$13.80 

$0.00 

$56.75 

5 

85 


$36.09 

$11.10 

$13.80 

$0.00 

$60.99 


Notes: ** 1:5, 2:6-10, the 1:10; Reroofmg: 1:4, then 1:1 
Step 1 is 2000 hrs.; Steps 2-5 are 1000 hrs. 

(Hot Pitch Mechanics' receive $1.00 hr. above ROOFER) 

Apprentice to Journeyworker Ratio:** 


ROOFER SLATE / TILE / PRECAST CONCRETE 

ROOFERS LOCAL 33 

For apprentice rates see "Apprentice- ROOFER" 

02/01/2017 

08/01/2017 

02/01/2018 

08/01/2018 

02/01/2019 

$41.61 

$42.71 

$43.86 

$44.96 

$46.11 

$11.10 

$11.10 

$11.10 

$11.10 

$11.10 

$13.80 

$13.80 

$13.80 

$13.80 

$13.80 

$0.00 

$0.00 

$0.00 

$0.00 

$0.00 

$66.51 

$67.61 

$68.76 

$69.86 

$71.01 

SHEETMETAL WORKER 

02/01/2017 

$43.72 

$11.45 

$23.07 

$2.35 

$80.59 

SHEETMETAL WORKERS LOCAL 17-A 

08/01/2017 

$44.82 

$11.45 

$23.07 

$2.35 

$81.69 


02/01/2018 

$45.97 

$11.45 

$23.07 

$2.35 

$82.84 
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Classification 


Effective Date Base Wage Health 


Pension 


Snpplemental 

Unemployment 


Total Rate 


Apprentice - SHEET METAL WORKER - Local 17-A 


Effective Date - 

Step percent 

02/01/2017 

Apprentice Base Wage 

Health 

Pension 

Supplemental 

Unemployment 

Total Rate 

1 

40 


$17.49 

$11.45 

$5.24 

$0.00 

$34.18 

2 

40 


$17.49 

$11.45 

$5.24 

$0.00 

$34.18 

3 

45 


$19.67 

$11.45 

$10.31 

$1.24 

$42.67 

4 

45 


$19.67 

$11.45 

$10.31 

$1.24 

$42.67 

5 

50 


$21.86 

$11.45 

$11.21 

$1.34 

$45.86 

6 

50 


$21.86 

$11.45 

$11.46 

$1.34 

$46.11 

7 

60 


$26.23 

$11.45 

$13.02 

$1.52 

$52.22 

8 

65 


$28.42 

$11.45 

$13.93 

$1.61 

$55.41 

9 

75 


$32.79 

$11.45 

$15.74 

$1.80 

$61.78 

10 

85 


$37.16 

$11.45 

$17.05 

$1.97 

$67.63 

Effective Date - 

08/01/2017 




Supplemental 


Step 

percent 


Apprentice Base Wage 

Health 

Pension 

Unemployment 

Total Rate 

1 

40 


$17.93 

$11.45 

$5.24 

$0.00 

$34.62 

2 

40 


$17.93 

$11.45 

$5.24 

$0.00 

$34.62 

3 

45 


$20.17 

$11.45 

$10.31 

$1.26 

$43.19 

4 

45 


$20.17 

$11.45 

$10.31 

$1.26 

$43.19 

5 

50 


$22.41 

$11.45 

$11.21 

$1.35 

$46.42 

6 

50 


$22.41 

$11.45 

$11.46 

$1.36 

$46.68 

7 

60 


$26.89 

$11.45 

$13.02 

$1.54 

$52.90 

8 

65 


$29.13 

$11.45 

$13.93 

$1.64 

$56.15 

9 

75 


$33.62 

$11.45 

$15.74 

$1.82 

$62.63 

10 

85 


$38.10 

$11.45 

$17.05 

$2.00 

$68.60 


Notes: i 

I Steps are 6 mos. ^ 

Apprentice to Jonrneyworker Ratio: 1:4 

SIGN ERECTOR 06/01/2013 $25.81 $7.07 $7.05 $0.00 $39.93 

PAINTERS LOCAL 3S - ZONE 2 
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Classification 


Effective Date Base Wage Health 


Pension 


Snpplemental 

Unemployment 


Total Rate 


Apprentice - SIGN ERECTOR - Local 35 Zone 2 
Effective Date - 06/01/2013 


Step 

percent 

Apprentice Base Wage 

Health 

Pension 

Unemployment 

Total Rate 

1 

50 

$12.91 

$7.07 

$0.00 

$0.00 

$19.98 

2 

55 

$14.20 

$7.07 

$2.45 

$0.00 

$23.72 

3 

60 

$15.49 

$7.07 

$2.45 

$0.00 

$25.01 

4 

65 

$16.78 

$7.07 

$2.45 

$0.00 

$26.30 

5 

70 

$18.07 

$7.07 

$7.05 

$0.00 

$32.19 

6 

75 

$19.36 

$7.07 

$7.05 

$0.00 

$33.48 

7 

80 

$20.65 

$7.07 

$7.05 

$0.00 

$34.77 

8 

85 

$21.94 

$7.07 

$7.05 

$0.00 

$36.06 

9 

90 

$23.23 

$7.07 

$7.05 

$0.00 

$37.35 


Notes: 

Steps are 4 mos. 


Apprentice to Jonrneyworker Ratio:l:l 


SPECIALIZED EARTH MOVING EQUIP <35 TONS 

TEAMSTERS JOINT COUNCIL NO. 10 ZONE A 

12/01/2016 

$33.54 

$10.91 

$10.89 

$0.00 

$55.34 

SPECIALIZED EARTH MOVING EQUIP >35 TONS 

TEAMSTERS JOINT COUNCIL NO. 10 ZONE A 

12/01/2016 

$33.83 

$10.91 

$10.89 

$0.00 

$55.63 

SPRINKLER FITTER 

SPRINKLER FITTERS LOCAL 550 - (Section A) Zone 1 

03/01/2017 

$56.08 

$8.77 

$17.20 

$0.00 

$82.05 


Apprentice - SPRINKLER FITTER - Local 550 (Section A) Zone 1 
Effective Date - 03/01/2017 

Step percent Apprentice Base Wage 

Health 

Pension 

Supplemental 

Unemployment 

Total Rate 


1 

35 

$19.63 

$8.52 

$8.70 

$0.00 


$36.85 


2 

40 

$22.43 

$8.52 

$8.70 

$0.00 


$39.65 


3 

45 

$25.24 

$8.52 

$8.70 

$0.00 


$42.46 


4 

50 

$28.04 

$8.52 

$8.70 

$0.00 


$45.26 


5 

55 

$30.84 

$8.52 

$8.70 

$0.00 


$48.06 


6 

60 

$33.65 

$8.52 

$10.20 

$0.00 


$52.37 


7 

65 

$36.45 

$8.52 

$10.20 

$0.00 


$55.17 


8 

70 

$39.26 

$8.52 

$10.20 

$0.00 


$57.98 


9 

75 

$42.06 

$8.52 

$10.20 

$0.00 


$60.78 


10 

80 

$44.86 

$8.52 

$10.20 

$0.00 


$63.58 


Notes: 

Apprentice entered prior 9/30/10: 






1 


1 

40/45/50/55/60/65/70/75/80/85 






1 

1 


1 

Steps are 850 hours 






1 


Apprentice to Jonrneyworker Ratio: 1:3 








STEAM BOILER OPERATOR 

12/01/2016 

$44.94 

$10.00 

$15.25 

$0.00 


$70.19 

OPERA TING ENGINEERS LOCAL 4 










06/01/2017 

$45.93 

$10.00 

$15.25 

$0.00 


$71.18 



12/01/2017 

$46.92 

$10.00 

$15.25 

$0.00 


$72.17 


Issne Date: 05/02/2017 


Wage Request Number: 20170502-046 


Page 28 of 33 




Classification 

Effective Date 

Base Wage 

Health 

Pension 

Snpplemental 

Unemployment 

Total Rate 

For apprentice rates see "Apprentice- OPERATING ENGINEERS" 







TAMPERS, SELF-PROPELLED OR TRACTOR DRAWN 

12/01/2016 

$44.94 

$10.00 

$15.25 

$0.00 

$70.19 

OPERA TING ENGINEERS LOCAL 4 

06/01/2017 

$45.93 

$10.00 

$15.25 

$0.00 

$71.18 


12/01/2017 

$46.92 

$10.00 

$15.25 

$0.00 

$72.17 

For apprentice rates see "Apprentice- OPERATING ENGINEERS" 







TELECOMMUNICATION TECHNICIAN 

03/01/2017 

$36.25 

$13.00 

$15.60 

$0.00 

$64.85 

ELECTRICIANS LOCAL 103 

09/01/2017 

$36.96 

$13.00 

$15.62 

$0.00 

$65.58 


03/01/2018 

$37.86 

$13.00 

$15.65 

$0.00 

$66.51 


09/01/2018 

$38.75 

$13.00 

$15.67 

$0.00 

$67.42 


03/01/2019 

$39.65 

$13.00 

$15.70 

$0.00 

$68.35 


Apprentice - TELECOMMUNICATION TECHNICIAN - Local 103 


Effective Date - 

Step percent 

03/01/2017 

Apprentice Base Wage 

Health 

Pension 

Supplemental 

Unemployment 

Total Rate 

1 

40 


$14.50 

$13.00 

$0.44 

$0.00 

$27.94 

2 

40 


$14.50 

$13.00 

$0.44 

$0.00 

$27.94 

3 

45 


$16.31 

$13.00 

$12.54 

$0.00 

$41.85 

4 

45 


$16.31 

$13.00 

$12.54 

$0.00 

$41.85 

5 

50 


$18.13 

$13.00 

$12.81 

$0.00 

$43.94 

6 

55 


$19.94 

$13.00 

$13.09 

$0.00 

$46.03 

7 

60 


$21.75 

$13.00 

$13.37 

$0.00 

$48.12 

8 

65 


$23.56 

$13.00 

$13.65 

$0.00 

$50.21 

9 

70 


$25.38 

$13.00 

$13.93 

$0.00 

$52.31 

10 

75 


$27.19 

$13.00 

$14.21 

$0.00 

$54.40 

Effective Date - 

09/01/2017 




Supplemental 


Step 

percent 


Apprentice Base Wage 

Health 

Pension 

Unemployment 

Total Rate 

1 

40 


$14.78 

$13.00 

$0.44 

$0.00 

$28.22 

2 

40 


$14.78 

$13.00 

$0.44 

$0.00 

$28.22 

3 

45 


$16.63 

$13.00 

$12.55 

$0.00 

$42.18 

4 

45 


$16.63 

$13.00 

$12.55 

$0.00 

$42.18 

5 

50 


$18.48 

$13.00 

$12.82 

$0.00 

$44.30 

6 

55 


$20.33 

$13.00 

$13.10 

$0.00 

$46.43 

7 

60 


$22.18 

$13.00 

$13.39 

$0.00 

$48.57 

8 

65 


$24.02 

$13.00 

$13.66 

$0.00 

$50.68 

9 

70 


$25.87 

$13.00 

$13.95 

$0.00 

$52.82 

10 

75 


$27.72 

$13.00 

$14.22 

$0.00 

$54.94 


Notes: 


Apprentice to Jonrneyworker Ratio:l:l 

TERRAZZO FINISHERS 02/01/2017 $49.70 $10.75 $19.22 $0.00 $79.67 

BRICKLAYERS LOCAL 3 - MARBLE & TILE 
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Classification 


Effective Date Base Wage Health 


Pension 


Snpplemental 

Unemployment 


Total Rate 


Apprentice - TERRAZZO FINISHER - Local 3 Marble & Tile 


Effective Date - 02/01/2017 

Step percent 

Apprentice Base Wage 

Health 

Pension 

Supplemental 

Unemployment 

Total Rate 

1 

50 

$24.85 

$10.75 

$19.22 

$0.00 

$54.82 

2 

60 

$29.82 

$10.75 

$19.22 

$0.00 

$59.79 

3 

70 

$34.79 

$10.75 

$19.22 

$0.00 

$64.76 

4 

80 

$39.76 

$10.75 

$19.22 

$0.00 

$69.73 

5 

Notes: 

90 

$44.73 

$10.75 

$19.22 

$0.00 

$74.70 

~i 



Apprentice to Journeyworker Ratio: 1:3 


TEST BORING DRILLER 

LABORERS - FOUNDATION AND MARINE 

For apprentice rates see "Apprentice- LABORER" 

12/01/2016 

$37.70 

$7.60 

$14.35 

$0.00 

$59.65 

TEST BORING DRILLER HELPER 

LABORERS - FOUNDATION AND MARINE 

For apprentice rates see "Apprentice- LABORER" 

12/01/2016 

$36.42 

$7.60 

$14.35 

$0.00 

$58.37 

TEST BORING LABORER 

LABORERS - FOUNDATION AND MARINE 

For apprentice rates see "Apprentice- LABORER" 

12/01/2016 

$36.30 

$7.60 

$14.35 

$0.00 

$58.25 

TRACTORS/PORTABLE STEAM GENERATORS 

OPERA TING ENGINEERS LOCAL 4 

12/01/2016 

$44.94 

$10.00 

$15.25 

$0.00 

$70.19 


06/01/2017 

$45.93 

$10.00 

$15.25 

$0.00 

$71.18 

For apprentice rates see "Apprentice- OPERATING ENGINEERS" 

12/01/2017 

$46.92 

$10.00 

$15.25 

$0.00 

$72.17 

TRAILERS FOR EARTH MOVING EQUIPMENT 

TEAMSTERS JOINT COUNCIL NO. 10 ZONE A 

12/01/2016 

$34.12 

$10.91 

$10.89 

$0.00 

$55.92 

TUNNEL WORK - COMPRESSED AIR 

LABORERS (COMPRESSED AIR) 

For apprentice rates see "Apprentice- LABORER" 

12/01/2016 

$48.58 

$7.60 

$14.75 

$0.00 

$70.93 

TUNNEL WORK - COMPRESSED AIR (HAZ. WASTE) 

LABORERS (COMPRESSED AIR) 

For apprentice rates see "Apprentice- LABORER" 

12/01/2016 

$50.58 

$7.60 

$14.75 

$0.00 

$72.93 

TUNNEL WORK - FREE AIR 

LABORERS (FREE AIR TUNNEL) 

For apprentice rates see "Apprentice- LABORER" 

12/01/2016 

$40.65 

$7.60 

$14.75 

$0.00 

$63.00 

TUNNEL WORK - FREE AIR (HAZ. WASTE) 

LABORERS (FREE AIR TUNNEL) 

For apprentice rates see "Apprentice- LABORER" 

12/01/2016 

$42.65 

$7.60 

$14.75 

$0.00 

$65.00 

VAC-HAUL 

12/01/2016 

$33.54 

$10.91 

$10.89 

$0.00 

$55.34 


TEAMSTERS JOINT COUNCIL NO. 10 ZONE A 
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Classification 

Effective Date 

Base Wage 

Health 

Pension 

Snpplementai 

Unemployment 

Total Rate 

WAGON DRILL OPERATOR 

12/01/2016 

$36.60 

$7.60 

$14.15 

$0.00 

$58.35 

LABORERS - ZONE 1 

06/01/2017 

$37.60 

$7.60 

$14.15 

$0.00 

$59.35 


12/01/2017 

$38.45 

$7.60 

$14.15 

$0.00 

$60.20 


06/01/2018 

$39.40 

$7.60 

$14.15 

$0.00 

$61.15 


12/01/2018 

$40.35 

$7.60 

$14.15 

$0.00 

$62.10 


06/01/2019 

$41.35 

$7.60 

$14.15 

$0.00 

$63.10 


12/01/2019 

$42.35 

$7.60 

$14.15 

$0.00 

$64.10 

For apprentice rates see "Apprentice- LABORER" 







WASTE WATER PUMP OPERATOR 

12/01/2016 

$45.38 

$10.00 

$15.25 

$0.00 

$70.63 

OPERA TING ENGINEERS LOCAL 4 

06/01/2017 

$46.38 

$10.00 

$15.25 

$0.00 

$71.63 


12/01/2017 

$47.38 

$10.00 

$15.25 

$0.00 

$72.63 

For apprentice rates see "Apprentice- OPERATING ENGINEERS" 







WATER METER INSTALLER 

03/01/2017 

$52.69 

$11.32 

$15.46 

$0.00 

$79.47 

PLUMBERS & GASFITTERS LOCAL 12 







For apprentice rates see "Apprentice- PLUMBER/PIPEFITTER" or 

"PLUMBER/GASFITTER" 






Outside Electrical - East 







CABLE TECHNICIAN (Power Zone) 

08/28/2016 

$26.61 

$7.50 

$1.80 

$0.00 

$35.91 

OUTSIDE ELECTRICAL WORKERS - EAST LOCAL 104 

09/03/2017 

$27.14 

$7.75 

$1.81 

$0.00 

$36.70 

For apprentice rates see "Apprentice- LINEMAN" 







CABLEMAN (Underground Ducts & Cables) 

08/28/2016 

$37.70 

$7.50 

$8.87 

$0.00 

$54.07 

OUTSIDE ELECTRICAL WORKERS - EAST LOCAL 104 

09/03/2017 

$38.45 

$7.75 

$9.53 

$0.00 

$55.73 

For apprentice rates see "Apprentice- LINEMAN" 







DRIVER / GROUNDMAN CDL 

08/28/2016 

$31.05 

$7.50 

$8.89 

$0.00 

$47.44 

OUTSIDE ELECTRICAL WORKERS - EAST LOCAL 104 

09/03/2017 

$31.66 

$7.75 

$9.44 

$0.00 

$48.85 

For apprentice rates see "Apprentice- LINEMAN" 







DRIVER / GROUNDMAN -Inexperienced (<2000 Hrs) 

08/28/2016 

$24.39 

$7.50 

$1.73 

$0.00 

$33.62 

OUTSIDE ELECTRICAL WORKERS - EAST LOCAL 104 

09/03/2017 

$24.88 

$7.75 

$1.75 

$0.00 

$34.38 

For apprentice rates see "Apprentice- LINEMAN" 







EQUIPMENT OPERATOR (Class A CDL) 

08/28/2016 

$37.70 

$7.50 

$12.95 

$0.00 

$58.15 

OUTSIDE ELECTRICAL WORKERS - EAST LOCAL 104 

09/03/2017 

$38.45 

$7.75 

$13.61 

$0.00 

$59.81 

For apprentice rates see "Apprentice- LINEMAN" 







EQUIPMENT OPERATOR (Class B CDL) 

08/28/2016 

$33.26 

$7.50 

$9.63 

$0.00 

$50.39 

OUTSIDE ELECTRICAL WORKERS - EAST LOCAL 104 

09/03/2017 

$33.92 

$7.75 

$10.21 

$0.00 

$51.88 

For apprentice rates see "Apprentice- LINEMAN" 







GROUNDMAN 

08/28/2016 

$24.39 

$7.50 

$1.73 

$0.00 

$33.62 

OUTSIDE ELECTRICAL WORKERS - EAST LOCAL 104 

09/03/2017 

$24.88 

$7.75 

$1.75 

$0.00 

$34.38 

For apprentice rates see "Apprentice- LINEMAN" 







GROUNDMAN -Inexperienced (<2000 Hrs.) 

08/28/2016 

$19.96 

$7.50 

$1.60 

$0.00 

$29.06 

OUTSIDE ELECTRICAL WORKERS - EAST LOCAL 104 

09/03/2017 

$20.35 

$7.75 

$1.61 

$0.00 

$29.71 

For apprentice rates see "Apprentice- LINEMAN" 







JOURNEYMAN LINEMAN 

08/28/2016 

$44.35 

$7.50 

$15.83 

$0.00 

$67.68 

OUTSIDE ELECTRICAL WORKERS - EAST LOCAL 104 

09/03/2017 

$45.23 

$7.75 

$16.61 

$0.00 

$69.59 
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Classification 

Effective Date Base Wage 

Health 

„ Supplemental 

Pension 

Unemployment 

Total Rate 

Apprentice - LINEMAN (Outside Electrical) 

- East Local 104 







Effective Date - 08/28/2016 

Step percent 

Apprentice Base Wage 

Health 

Pension 

Supplemental 

Unemployment 

Total Rate 


1 60 

$26.61 

$7.50 

$3.30 

$0.00 


$37.41 


2 65 

$28.83 

$7.50 

$3.36 

$0.00 


$39.69 


3 70 

$31.05 

$7.50 

$3.43 

$0.00 


$41.98 


4 75 

$33.26 

$7.50 

$5.00 

$0.00 


$45.76 


5 80 

$35.48 

$7.50 

$5.06 

$0.00 


$48.04 


6 85 

$37.70 

$7.50 

$5.13 

$0.00 


$50.33 


7 90 

$39.92 

$7.50 

$7.20 

$0.00 


$54.62 


Effective Date - 09/03/2017 

Step percent 

Apprentice Base Wage 

Health 

Pension 

Supplemental 

Unemployment 

Total Rate 


1 60 

$27.14 

$7.75 

$3.31 

$0.00 


$38.20 


2 65 

$29.40 

$7.75 

$3.38 

$0.00 


$40.53 


3 70 

$31.66 

$7.75 

$3.45 

$0.00 


$42.86 


4 75 

$33.92 

$7.75 

$5.02 

$0.00 


$46.69 


5 80 

$36.18 

$7.75 

$5.09 

$0.00 


$49.02 


6 85 

$38.45 

$7.75 

$5.15 

$0.00 


$51.35 


7 90 

$40.71 

$7.75 

$7.22 

$0.00 


$55.68 


Notes: 






~~i 


1 

Apprentice to Journeyworker Ratio: 1:2 

— 

— 

— 

— 

— 

1 


TELEDATA CABLE SPLICER 

OUTSIDE ELECTRICAL WORKERS - EAST LOCAL 104 

01/01/2016 

$28.98 

$4.25 

$3.12 

$0.00 


$36.35 

TELEDATA LINEMAN/EQUIPMENT OPERATOR 

OUTSIDE ELECTRICAL WORKERS - EAST LOCAL 104 

01/01/2016 

$27.31 

$4.25 

$3.07 

$0.00 


$34.63 

TELEDATA WIREMAN/INSTALLER/TECHNICIAN 

OUTSIDE ELECTRICAL WORKERS - EAST LOCAL 104 

01/01/2016 

$27.31 

$4.25 

$3.07 

$0.00 


$34.63 

TREE TRIMMER 

OUTSIDE ELECTRICAL WORKERS - EAST LOCAL 104 

01/31/2016 

$18.51 

$3.55 

$0.00 

$0.00 


$22.06 

This classification applies only to tree work done: (a) for a utility company, R.E.A. cooperative, or railroad or coal mining company, and (b) for the purpose of 
operating, maintaining, or repairing the utility company’s equipment, and (c) by a person who is using hand or mechanical cutting methods and is not on the ground. 
This classification does not apply to wholesale tree removal. 



TREE TRIMMER GROUNDMAN 

01/31/2016 

$16.32 

$3.55 

$0.00 

$0.00 


$19.87 


OUTSIDE ELECTRICAL WORKERS - EAST LOCAL 104 

This classification applies only to tree work done: (a) for a utility company, R.E.A. cooperative, or railroad or coal mining company, and (b) for the purpose of 
operating, maintaining, or repairing the utility company’s equipment, and (c) by a person who is using hand or mechanical cutting methods and is on the ground. This 
classification does not apply to wholesale tree removal. 


Issue Date: 05/02/2017 


Wage Request Number: 20170502-046 


Page 32 of 33 





Classification 


Effective Date Base Wage Health 


Pension 


Supplemental 

Unemployment 


Additional Apprentice Information: 

Minimum wage rates for apprentices employed on public works projects are listed above as a percentage of the pre-determined hourly wage rate established by the 
Commissioner under the provisions of the M.G.L. c. 149, ss. 26-27D. Apprentice ratios are established by the Division of Apprenticeship Training pursuant to M.G.L. 
c. 23, ss. IIE-IIL. 

Ail apprentices must be registered with the Division of Apprenticeship Training in accordance with M.G.L. c. 23, ss. I lE-1 IL. 

Ail steps are six months (1000 hours.) 

Ratios are expressed in allowable number of apprentices to journeymen or fraction thereof, unless otherwise specified. 

** Multiple ratios are listed in the comment field. 

*** APPtoJM; 1:1,2:2,2:3,3:4,4:4,4:5,4:6,5:7,6:7,6:8,6:9,7:10, 8:10, 8:11, 8:12,9:13, 10:13, 10:14, etc. 

**** APP to JM; 1:1, 1:2, 2:3, 2:4, 3:5, 4:6, 4:7, 5:8, 6:9, 6:10, 7:11, 8:12, 8:13, 9:14, 10:15, 10:16, etc. 


Total Rate 
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